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Reso.  No. 

Approved 

Subject 

Summary 

14-UUUl 

1    1  A   1  A 

1-14-14 

Approve  Amendment  i\io.  1  to  Agreement  imo.  ua-yyi,  preliminary  uesign  ana  environmental 
Services,  Power  Transmission  Project,  with  URS  Corporation;  Authorize  the  GM  to  extend  the 
Agreement  by  five  years. 

1  a  nom 

14-UUUZ 

1  1/11/1 
1-14-14 

\A/n  TCQ7 

Approve  tne  pians  anu  specirications  anu  dwaru  t-oniraci  imu.  vv u  zdj / ,  mvvdd  incw  dbicin  v-,  m 
the  amount  of  $4,147,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State 
Contractors. 

14-0003 

1-14-14 

WD-2705 

Approve  the  plans  and  specifications  and  award  Contract  WD-2705,  Town  of  Sunol  Fire 
suppression  system,  in  me  amount  01  ?j,/u/,oou,  10  tne  lowest,  qudiiueu,  rebpunbiuie  uiuucr, 
Auzl  Works,  Inc.                                                                                                      ,  , 

14-0004 

1-14-14 

WW-514R 

Approve  an  increase  to  the  existing  contract  cost  contingency  in  the  amount  of  $99,796; 

Ar»i"»K/"»wo     r"\  inrpo3f  0        +  no  ovict"inrr  rnntr^rt  /"iiir^i+ion  ^/™*ni"incTpnf-\/  r\\i  Qn  rnncon  lt~iv/P  ^3lpnri3r 

Approve  an  increase  to  tne  existing  contract  uurdtion  contingency  uy  ju  LoribcLuuvc  Laiciiudi 
days,  for  Contract  No.  WW-514R,  SEP  Plant  Medium  Voltage  System  Reliability  Upgrades,  with 
NTK  Construction,  Inc. 

14-0005 

1-14-14 

WW-523HHHH 

Approve  an  increase  to  the  existing  contract  cost  contingency  for  Contract  No.  WW-525,  SEP 
iNortnsiue  racinty  r\enauinty  upgraoes  rnase  z,  in  tne  dmouni  oi  ?4/u,jj/,  huuiuiizc  ine  oivi  lu 
consider  and  approve  future  contract  modifications. 

14-0006 

1-14-14 

WW-541 

Approve  Modification  No.  3  to  Contract  No.  WW-541,  SEP  Oxygen  Generation  Plant 
Replacement,  with  NTK  Construction  Inc.,  to  account  for  potential  electrical  code  compliance 
requirements  ano  cooraination  reiateu  to  eiectncai  service  to  tne  new  oxygen  generation  piant, 
extending  the  contract  duration  by  60  consecutive  calendar  days. 

14-0007 

1-14-14 

WW-568 

Approve  the  plans  and  specifications  and  award  Contract  No.  WW-568,  18th/25,h/35th/47th 
Aves.,  and  Delancey/Felton/Fern/Hawes/Madrid/Steiner  Sts.  Sewer  Replacement  in  the  amount 
of  $2,354,290,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 
Construction. 

14-0008 

1-14-14 

MOA  with  San 
Bruno 

Authorize  a  MOA  with  the  City  of  San  Bruno  for  an  amount  not  to  exceed  $65,000  and  with  a 
duration  of  18  months,  to  fund  and  conduct  an  Emergency  Water  Storage  Alternatives  Analysis 

tn  nrm/irlp  information  rpuarHintJ  trip  notpntial  pffprt  of  thp  SFPIIf~'<*  nrono'spfl  Rppional 

Groundwater  Storage  and  Recovery  Project  on  the  availability  of  emergency  water  storage  within 
San  Bruno's  pressure  zone  1/4.  '   

14-0009 

1-14-14 

544  Golden  Gate 
Lease 

Authorize  the  GM  to  negotiate  the  terms  and  conditions  of  a  Tenant  Improvement  Letter  with 
544  Golden  Gate  Associates,  LLC,  in  connection  with  544  Golden  Gate  Avenue  Offices  Lease. 

14-0010 

1-14-14  ~ 

CUW30102- 

Approve  Project  No.  CUW30102,  San  Francisco  Groundwater  Supply  Project;  Adopt  CEQA 
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14-0011 

14-0012 
14-0013 

14-0014 


14-0015 


1-14-14 


1-28-14 


Wawona  Settlement 
(Lee) 


CS-258A-C 


1-28-14 


14-0016  1-28-14 


HH-963R 
(Re-advertise) 

WD-2651R 


14-0017  1-28-14 


14-0019     ;  1-28-14 


WD-2670A 

WD-2727 
WW-488 


14-0020  1-28-14 


14-0021 


1-28-14 


WW-555 


Wastewater 
Commercial  Paper 
Program 


findings,  including  a  Statement  of  Overriding  Considerations  and  the  MMRP;  and  authorize  the 
GM  to  implement  the  Project. 

Settlement  of  the  Unlitigated  Claim,  with  the  City  paying  $120,000  on  the  terms  set  forth  in  the 
Full  and  Final  Release,  for  Claim  Nos.  13-02152  and  14-00834. 
CLOSED  SESSION 


Award  Agreement  Nos.  CS-258A-C,  As-needed  SSIP  and  HSIP  Environmental  Services,  to 
Environmental  Science  Associates/Orion  Environmental  JV  (CS-258A),  ICF  Jones  &  Stokes, 
Inc/Panorama  Environmental,  Inc.,  JV  (CS-258B),  and  URS  Corp.,  (CS-258C),  to  provide 
environmental  analyses,  studies  and  reports;  Prepare  resource  agency  documents  and  permit 
applications;  Provide  specialized  natural  resource  and  environmental  analysis  and  permitting 
support  expertise  and  services;  and  authorize  the  GM  to  negotiate  and  execute  three 
professional  services  agreements,  each  for  an  amount  not-to-exceed  $4,850,000  and  a  duration 
of  five  years.  

Reject  all  bids  for  Contract  No.  HH-963,  Moccasin  Control  and  Server  Building  Project;  Authorize 
the  GM  to  re-advertise  the  contract  as  Contract  No.  HH-963R,  Moccasin  Control  and  Server 
Building  Project  and  return  to  the  Commission  with  an  award  recommendation. 
Approve  Modification  No.  1  to  Contract  No.  WD-2651R  with  Shimmick  Construction  Co.,  Inc. 
decreasing  the  contract  by  $1,240,818. 

Award  Contract  No.  WD-2670A,  Cathodic  Protection  for  30",  36",  42",  and  48"Steel  Pipe 
Transmission  Main  of  University  Mound  System,  in  the  amount  of  $640,300,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Azul  Works,  Inc. 

Award  Contract  No.  WD-2727,  Peninsula  Pipelines  Seismic  Upgrade  in  the  amount  of 
$20,736,380,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Ranger  Pipelines  Inc 
Accept  work  performed  by  A.  Ruiz  Construction  for  Contract  No.  WW-488,  As-Needed  Main 
Sewer  Replacement  No.  1,  for  a  total  contract  amount  of  $3,395,217  and  total  contract  duration 
of  372  consecutive  calendar  days;  Authorize  final  payment. 
Accept  work  performed  by  J.  Flores  Construction,  Inc.,  for  Contract  No.  WW-555,  Spot  Sewer 
Repair  Contract,  for  a  total  contract  amount  of  $5,668,267,  and  total  contract  duration  of  327 
consecutive  calendar  days;  Authorize  final  payment. 


Authorize  the  GM  to  enter  into  separate  agreements  to  provide  a  Credit  Facility  authorized 
under  2002  Proposition  E  for  the  Wastewater  Enterprise  Commercial  Paper  Program  with  US 
Bank,  NA,  and  Wells  Fargo,  NA.  The  agreements  replace  expiring  agreements  and  provide 
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$150,000,000  in  available  credit  with  total  annual  costs  not-to-exceed  $600,000  for  a  duration 
or  up  to  tnree  years,  i  ne  uivi  is  Turtner  auxnonzea  to  select  tne  next  lowest  com,  responsive  dna 
responsible  bidder  should  either  of  the  selected  banks  be  unable  to  meet  City  contracting 
requirements  or  if  negotiations  are  otherwise  not  successful. 

14-0022 

1-28-14 

Grant  Agreement 
Friends  of  Urban 
Forest 

Authorize  the  GM  to  negotiate  and  execute  a  Grant  Agreement  with  Friends  of  the  Urban 

Forest  to  serve  as  the  project  manager  for  the  Front  Yard  Ambassadors  Program,  for  an  amount 
not-to-exceeo  ^>oD,uuu,  dnu  a  aurdtion  or  one  year. 

14-0023 

1-28-14 

Grant  Agreement 
Community  Based 
Non-Profits 

Authorize  the  GM  to  solicit  applications  and  negotiate  and  execute  approximately  15-20  grant 
agreements  with  selected  local  community  based  non-profit  organizations  to  support 
disadvantaged  SF  high  school  youth  who  will  engage  in  SFPUC  project-based  service  learning 
opportunities  during  the  summer  of  2014.  The  grants  will  have  cumulative  not-to-exceed 
amount  ot  p3ju,uuu,  ana  a  auration  ot  six  montns  per  dgreement. 

14-0024 

1-28-14 

CS-925B-J 

Approve  Amendment  No.  1  to  Agreement  Nos.  CS-925B-J,  Assembly  of  Individual  Eminent 
Industry  Experts  for  ongoing  participation  in  TAPs  and  Task  Forces;  Authorize  the  GM  to  execute 
xne  arrienaiTienL  exienaing  ine  dgreernerus  Tor  two  years,  dnu  incredbing  trie  dgrtjemcni. 
amounts  of  CS-925E  (Thomas  D.  O'Rourke)  and  CS-925H  (Michael  O'Rourke)  for  $150,000  and 
$80,000,  respectively. 

14-UUZb 

1    T  Q  1  /I 

WW-D3D 

Approve  tne  pians  ana  speciiications  ana  awara  contract  ino.  vwvojo,  cnemicdi  jysiem 
Relocation  and  Facility  Upgrades,  in  the  amount  of  $14,025,000,  to  the  lowest,  qualified, 

racnnncihlo  anrt  rocnnnciv/o  KiHHor   NITK"  C nnctri  if" Hnn  Inp 
1  t.  aUUI  lbl  Ulc  d  1 IU  1  cbpui  \j\  v  tr  UlUUcl  ,  W  1  l\  LUI  I5UUL.UUII,  MIL. 

14-0026 

1-28-14 

Groundwater 
Management  Plan: 

M   VA/ocfcirlo  Racin 
IN.  VvcbL-JlUfc:  Ddblli 

Prepare  a  Groundwater  Management  Plan  for  the  North  Westside  Basin  in  accordance  with  CA 
Water  Code  Sections  10750  et  seq  . 

14-0027 

1-28-14 

Wawona  Settlement 
(State  Farm) 

Settlement  of  the  Unlitigated  Claim,  with  the  City  paying  $80,759.31  on  the  terms  set  forth  in 
the  Full  and  Final  Release  for  Claim  No.  14-00387. 

t  a  nmo 
14-002o 

WU-Z/U/ 

HHHi 

Awara  contract  imo.  wu-z/u/,  AS-iMeeaea  integration  services  zvio  to  zuia,  tor  a  totai  amount 
not  to  exceed  $1,187,648,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  G4S 
Technology. 

J.   Z.O  14 

V V  VV    J*+  / 

Award  Tontrart  Nn  \AI\AI-^d7  Alhambra/Rav/Rparh  ^trppt";  anrl  Mallnrra/Rptiro/Toledo  Wav 

MWd  1  1*1  V«UI  III  ALL  l*u.  WW  v  v  Jtf  ,      lllcilliuici/uciy/DCClwll  Jll  cc  lj  □  i  iu  ivioiiui  lo/  ivclii  u/  i  uiuuu  vvay 

Sewer  Replacement  in  the  amount  of  32,626,560,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Precision  Engineering. 

14-0030 

IlllilllllllillllBlllllMl 

1-28-14 

Housing  Authority 
Agreement 

Approve  the  terms  of  the  Agreement  with  the  Housing  Authority  for  payment  of  its 
outstanding  obligation;  Authorize  the  GM  to  amend,  setting  a  final  payment  term  and  annual 
interest  rate. 
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14-0031 
14-0032 


14-0033 


14-0034 


14-0035 


14-0036 


14-0037 


14-0038 


14-0039 


14-0040 


14-0041 
14-0042 


14-0043 


1-28-14 
1-28-14 


1-28-14 


1-28-14 


1-28-14 


1-28-14 


2-25-14 


2-25-14 


2-25-14 


2-25-14 
2-25-14 


3-11-14 


Operating  Budgets 
CIP  Budget 
(2014-15  & 
2015-16) 
10-Year  Financial 
Plan  &  Projections 
(2014-15  & 

2023-24)  

10-Year  Capital  Plan 
(2014-15  & 
2023-24) 
Rates  Hearing 
Notice  (Retail  Water 
and  Sewer) 
Rates  Hearing 
Notice  (Wholesale) 
J0C-42 


WW-2666 


Wawona  Settlement 
(Guido) 


Wawona  Settlement 
(WU  &  Yick) 


CS-328 





Approve  FY  2014-15  and  FY  2015-16  Operating  Budgets.   

Approve  FY  2014-15  and  FY  2015-16  Capital  Improvement  Program  Budget. 


Adopt  the  SFPUC  10-Year  Financial  Plan  (FY  2014-15  through  FY  2023-24),  for  the  Water  and 
Wastewater  Enterprises;  Adopt  the  10-Year  Financial  Projections  for  Hetch  Hetchy  Water  and 
Power  and  find  that  quarterly  updates  for  HHWP,  including  the  Power  Enterprise  will  be 
undertaken  in  order  to  establish  a  balanced  10-Year  Financial  Plan  for  HHWP. 
Adopt  the  10-Year  Capital  Plan  (FY  2014-15  through  FY  2023-24). 


z 


Public  Hearings:  April  22,  2014,  and  May  13,  2014,  to  review  and  consider  approval  on  May  13, 
2014  of  proposed  FY  2014-15  through  FY  2017-18  Retail  Water  and  Sewer  Rates  and  Rates 

Structure.  

Public  Hearing:  May  13,  2014  to  review  and  consider  approval  of  proposed  FY  2014-15 
Wholesale  Rates  and  Charges. 

Approve  Modification  No.  1  to  Contract  No.  J0C-42,  SF/Peninsula/East  Bay/Hetch  Hetchy,  to 
Power  Engineering  Construction  Co.,  for  continued  general  engineering  construction  work  for 
all  SFPUC  Operations  and  Bureaus,  increasing  the  contract  amount  by  $2,500,000  and  with  a 
time  extension  of  730  consecutive  calendar  days. 

Approve  an  increase  to  the  existing  contract  cost  contingency  in  the  amount  of  $545,664  for 
Contract  WD-2666  Bioregional  Habitat  Restoration,  Sheep  Camp  Creek;  Authorize  the  GM  to 


+4' 


approve  future  modifications  to  the  contract  amount. 


Settlement  of  the  Unlitigated  Claim,  with  the  City  paying  $75,000  on  the  terms  set  forth  in  the 
Full  and  Final  Release  for  Claim  No.  14-01546. 


Settlement  of  the  Unlitigated  Claim,  with  the  City  paying  $560,000  on  the  terms  set  forth  in  the 
Full  and  Final  Release  for  Claim  No.  14-01751. 
CLOSED  SESSION 


Award  Agreement  No.  CS-328  to  Bureau  Veritas,  to  provide  as-needed  Factory  Inspection  and 
Quality  Surveillance  Services  on  an  as-needed  basis  at  various  procurement  facilities  outside  of 
the  nine  Bay  Area  counties  in  CA,  the  US,  and  overseas;  Authorize  the  GM  to  negotiate  and 
execute  a  professional  services  agreement  with  Bureau  Veritas  for  an  amount  not-to-exceed 
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14-0044 


14-0045 


14-0046 

14-0047 


14-0048 


14-0049 


14-0050 


14-0051 
14-0052 
14-0053 

14-0054 


14-0055 


3-11-14 


3-11-14 


3-11-14 
3-25-14 


3-25-14 

3-25-14 
3-25-14 


3-25-14 


4-8-14 
4-22-14 


4-22-14 


CS-954A-C 


Friendship  Park 
Lease  (San  Mateo 
County) 


WW-503 


WW-506 


Wawona  Settlement 
(Ballesteros) 
Wawona  Settlement 
(Wu) 


WD-2667 


WD-2665 


$1,000,000,  and  with  a  duration  of  five  years,  or,  in  the  event  negotiations  are  not  successful  or 
City  requirements  are  not  satisfied,  to  perform  outreach  and  re-advertise. 
Approve  Amendment  No.  2  to  Agreement  Nos.  CS-954A-C,  As-needed  Environmental  Services, 
with  ESA+Orion,  JV  (CS-954A),  RMC  Water  and  Environment  (CS-954B)  and  URS  (CS-954C),  to 
provide  specialized  environmental  services;  Authorize  the  GM  to  negotiate  and  execute  the 
amendments,  each  with  a  time  extension  of  two  years,  five  months. 


Ratify,  approve  and  authorize  all  actions  taken  in  connection  with  the  2013  San  Mateo  County 
License  (Friendship  Park);  Approve  the  terms  and  conditions  of  the  License  and  authorize  the 

GM  to  execute  the  License  and  enter  into  any  amendments  or  modifications.   

CLOSED  SESSION 


Approve  an  increase  to  the  existing  contract  cost  contingency  in  the  amount  of  $139,299.20; 
Authorize  a  potential  increase  in  the  contract  duration  of  up  to  161  consecutive  calendar  days 
for  Contract  No.  WW-503,  Richmond  District  Sewer  Replacement  and  Pavement  Renovation, 
with  Synergy  Project  Management;  Authorize  the  GM  to  consider  and  approve  future 

modifications  to  the  maximum  contract  amount  and  duration.  

Accept  work  performed  by  D'Arcy  &  Harty  Constriction  for  Contract  No.  WW-506,  McLaren/ 
Ingleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement  and  Pavement  Renovation  in  the 
amount  of  $1,632,909,  and  a  total  contract  duration  of  219  consecutive  calendar  days; 
Authorize  final  payment.   


lovation, 

5  _ 


Settlement  of  the  Unlitigated  Claim,  with  the  City  paying  $270,000  on  the  terms  set  forth  in  the 

Full  and  Final  Release  for  Claim  Nos.  14-00287  and  14-00591.   

Settlement  of  the  Unlitigated  Claim,  with  the  City  paying  $27,755.61  on  the  terms  set  forth  in 

the  Full  and  Final  Release  for  Claim  No.  14-01626.  

CLOSED  SESSION 


Meeting  Cancelled.  

Award  Contract  No.  WD-2667,  8"  DIM  Replacement  and  Pavement  Renovation  on  Mission  St., 
in  the  amount  of  $2,991,880,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Hernandez  Engineering. 


Accept  work  performed  for  Contract  No.  WD-2665,  BDPL5,  Cordilleras  Micro-tunnel  for  a  total 
contract  amount  of  $5,685,764;  Approve  Modification  No.  8,  for  a  time  extension  of  366 
consecutive  calendar  days;  Authorize  final  payment.     
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14-0056 

4-22-14 

WW-541 

Approve  Modification  No.  4  to  Contract  No.  WW-541,  SEP  Oxygen  Generation  Plant 
Replacement,  with  NTK  Construction,  Inc.,  to  account  for  noise  compliance  issues  affecting  the 
start-up  of  the  oxygen  generation  plant,  increasing  the  contract  duration  by  180  consecutive 
calendar  days. 

14-0057 

4-22-14 

WW-553 

Accept  work  performed  by  Harty  Pipelines  for  Contract  No.  WW-553,  As-Needed  Main  Sewer 
Replacement,  for  a  total  contract  amount  of  $2,444,174,  and  with  a  total  contract  duration  of 
365  consecutive  calendar  days;  Authorize  final  payment. 

14-0058 

4-22-14 

WW-559R 

Award  Contract  No.  WW-559R,  Fixed  Gas  Monitoring  System  Upgrades,  in  the  amount  of 
$2,484,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  U.S.  Electric 
Technologies,  Inc. 

14-0059 

4-22-14 

SF  Bay  Area 
Integrated  Regional 
Water  Mgt.  Plan 

Adopt  the  2013  San  Francisco  Bay  Area  Integrated  Regional  Water  Management  Plan. 

14-0060 

4-22-14 

Southern  Skyline 
Blvd.  Ridge  Trail 
Extension  Project 

  ~ —  — — — — 

Authorize  the  GM  to  submit  an  application  to  the  Metropolitan  Transportation  Commission  for 

$1,000,000  in  funding  for  the  Southern  Skyline  Boulevard  Ridge  Trail  Extension  Project 

through  the  Priority  Conservation  Area  Grant  Fund  Program  and  commit  the  required  matching 
funds  in  the  amount  of  $3,000,000. 

14-0061 

4-22-14 

Water  Supply 
Assessment 

Approve  the  Water  Supply  Assessment  for  the  UCSF  Long  Range  Development  Plan. 

14-0062 

_ 

4-22-14 

Revocable  License 
to  the  City  of 
Milpitas 

Authorize  the  GM  to  execute  a  five-year  revocable  license  to  the  City  of  Milpitas  to  use 

approximately  157,600  square  feet  for  public  street  crossings  and  surface  street  improvements 
at  Escuela  Parkway,  for  no  annual  use  fee,  and  revoke  former  permits. 

14-0063 

4-22-14 

Revocable  License 
to  42186  Palm 
Avenue  Developers 

Authorize  the  GM  to  execute  a  five  year  revocable  license  to  42186  Palm  Avenue  Developers, 
LLC,  to  use  portions  of  SFPUC  Parcels  10, 11,  and  13,  in  Fremont,  CA,  to  install  and  maintain 
three  paved  roads  for  a  $7,500  fee. 

14-0064 

4-22-14 

■  ■ 

HH-954R2 

Approve  an  increase  to  the  existing  contract  cost  contingency  in  the  amount  of  $605,000,  and 
approve  a  potential  increase  in  the  contract  duration  of  up  to  77  consecutive  calendar  days  for 
Contract  HH-954R2;  Early  Intake  Switchyard  Refurbishment  Phase  1;  Authorize  the  GM  to 
consider  and  approve  future  modifications  to  the  contract  amount  and  duration. 

14-0065 

4-22-14 

March  2014  Revised 
WSIP 

Approve  the  project-level  scope,  schedule  and  budget  of  the  March  2014  Revised  Water 
System  Improvement  Program;  Direct  staff  to  send  a  Notice  of  Change  Report  to  the  CA  Joint 
Legislative  Audit  Committee,  the  CA  Department  of  Public  Health  and  the  CA  Seismic  Safety 
Commission  in  compliance  with  Assembly  Bills  1823  and  2437;  Authorize  the  GM  to  seek  Board 
approval  for  the  re-appropriation  of  funds. 
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14-0066 

5-13-14 

C5-324A-B 

Approve  the  selection  of  Agreement  Nos.  CS-324A-B,  Security  Consulting  and  Design  Services  to 
CH2MH111  Engineers,  Inc.  (CS-324A)  and  The  Consulting  Group,  (CS-324B)  to  provide  technical 
expertise  in  security  engineering,  program/project  management,  construction  management, 
project  controls  management,  contract  administration  and  project  engineering;  Authorize  the 

fZQiA        r» on _*■*+■  I •_t,_i  t nrl  ovornto  tvA//"*  nr/"*f_tcci^n_l  con/iroc  aofDorYiontc  T/-ir  initial  _m/"Mint"C  not-tn- 

voivi  to  negotiate  ana  execute  two  proiebsiondi  berviceb  dgi ccintrMLb  iur  intLtdi  dniuunib  nul  lu 
exceed  $2,000,000  each,  and  a  duration  of  three  years  per  agreement.  |H 

m-\j\jo  i 

D  ±  j  ±H 

VV  U  iOD  J. 

Annrnwo  _n  inrroaco  tn  tho  ovictincr  rf\r\tr^a-t  rrxct  rnntinoonn/  in  thp  amniint  nf  SfiOO  000  Jinn 

M|J|JlUVC  dll  IllClCdbC  IU  LflC  CAlbLINg  LUIILldLl  LUjL  t,U  1 1  LI  I  IgC  1  lL.y   III  LI  IC  dlMUUIIL  Ul  ^UUU^UUU.  OIIU 

approve  a  potential  increase  in  the  contract  duration  of  up  to  297  consecutive  calendar  days 
for  Contract  No.  WD-2661,  As-Needed  Integration  Services;  Authorize  the  GM  to  consider  and 
approve  future  modifications. 

14-0068 

5-13-14 

Attestation  of 
veraciiy  |rowcr| 

Approve  the  submission  of  the  Attestation  of  Veracity  for  the  Power  Source  Disclosure  Report 

iUi  v^dlcMUdi  Tcdi  ZUlJ. 

14-0069 

5"lFl4~ 

_______ 

Approve  Amendment  No.  3  to  Agreement  No.  CS-915R,  Sunol  Valley  Regional  Construction 
Management  Services,  with  CH2M  HILL  for  continued  construction  management  services 

accoriatoH  \A/i1~h  ^an  Antn.nin  Rarkun  PinplinP  anH  Rinrpcnnnal  Hahitat  Rp^tnratinn  QitP^  in  thp 

ajjULIoLCU  Willi  Jo  I  I  MIILUIIHJ  DaLMJp  ripCIIMt  CIIIU  DIUI  CglUI  Idl   I  IdUILCIL  hCJlUI  a  LIUI  I  jILCj  III  LI  I  c 

Sunol  Valley  Region;  Authorize  the  GM  negotiate  and  execute  an  amendment  increasing  the 
agreement  by  $500,000. 

jlh-uu/u 

ocneuuic  ot  rvdLcb, 
Fees  and  Charges 
(Water) 

MUUpi  HncQUIcb  OT  Idtcb,  feed  dllU  lilaTgcb  OF  IMC  jrrUL  Vvdlcl  Clllcl  |Jl  Ibe  IUI  icldll  Wdlcl 

service  in  SF  and  suburban  areas  to  be  effective  with  meter  readings  beginning  July  1,  2014,  July 
1,  2015,  July  1,  2016  and  July  1,  2017.     

1H--UU/  1 

jCMcQUIc  OT  ndlcS, 

Fees  and  Charges 
(Wastewater) 

f\  r\r\  r\\  cftiarli  il_tc  rtf  r-itoc    f_n_c  _  n  rl  rharo—c  nf           QCDI  1 C  \A/_ctotA/_toi*  PntornriCfi  xf\T  retail 
MUOUL  b-flcUUIcb  OT  idlcb,  Iccb  alTu  CTIdTgeb  OT  INc  jrrUv  VVdMcWdlcl  CIHef  pi  Ibc  IUI  Icldll 

wastewater  service  in  SF  and  suburban  areas  to  be  effective  with  meter  readings  beginning  July 
1,  2014,  July  1,  2015,  July  1,  2016  and  July  1,  2017. 

water  ana 
Wastewater 
Capacity  Charges 

Auopt  waier  ana  wasiewaxer  capacny  cnarges  tot  new  service,  increased  service  or  a  cnange 
in  service  provided  by  the  Water  and  Wastewater  Enterprises  ,  effective  on  or  after  July  1, 

^^BH___________|^P|pff 

14-0073 

5-13-14 

Connection  and 
ivnsceiianeous  rees 

|  VVa  LCI  J 

Adopt  the  connection  fees  and  miscellaneous  fees  and  charges  related  to  the  provision  of 
water  service  witnin  ano  ouisiue  xne  uity  ana  L-ouniy  ot  jan  rrancisco. 

14-0074 

5-13-14 

Wholesale  Revenue 
Requirement  and 
Rate  Schedule  for 
2014-15 

Adopt  the  Wholesale  Revenue  Requirement  and  rate  schedule  for  FY  2014-15,  as  applied  to 
meter  readings  on  or  after  July  1,  2014.  The  schedule  reflects  the  terms  of  the  2009  Water 
Supply  Agreement  between  the  City  and  County  of  San  Francisco  and  the  Wholesale  Customers, 
which  was  approved  on  April  28,  2009  bv  Commission  Resolution  No.  09-0069. 

14-0075 

5-13-14 

10-Year  Financial 

Adopt  the  SFPUC  10-Year  Financial  Plan  for  FY  2014-15  through  FY  2023-24,  for  Hetch  Hetchy 
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_ 

Plan  |  Water  and  Power,  including  the  Power  Enterprise. 

14-0076 

5-13-14 

10-Year  Capital  Plan 

Adopt  the  Hetch  Hetchy  10-Year  Capital  Plan  for  FY  2014-15  to  FY  2023-24. 

14-0077 

5-13-14 

Two-Year  Capital 
Budget  & 
Supplemental 
Appropriation 
(HHWP)  2014-15  & 
2015-16 

Adopt  the  two-year  Capital  Budget  and  Supplemental  Appropriation  for  the  HHWP,  including 
the  Power  Enterprise  for  FY  2014-15  and  FY  2015-16;  Authorize  the  GM  to  submit  to  the  Board 
proposed  Ordinance  authorizing:  (1)  the  issuance  of  not  to  exceed  $268,624,656  aggregate 
principal  amount  of  Water  Revenue  Bonds  provided,  subject  to  the  terms  of  Proposition  E;  and 
(2)  the  issuance  of  not  to  exceed  $136,687,928  aggregate  principal  amount  of  Power  Revenue 
Bonds,  subject  to  the  terms  of  Charter  Section  9.107(8). 

14-0078 
14-0079 
14-0080 

5-13-14 

_ 

14-0081 

5-27-14  ~ 

CS-914~~~ 

Approve  Amendment  No.  3  to  Agreement  No.  CS-914,  Bay  Division  Regional  Construction  Mgt. 
Services,  with  Jacobs  Engineering  Group,  for  construction  closeout  support  services  associated 
with  the  BDPL  Reliability  Upgrade  Pipeline  Project;  Authorize  the  GM  to  negotiate  and  execute 
the  amendment,  extending  the  agreement  duration  up  to  11  months. 

14-0082 

5-27-14 

WD-2622 

Award  Contract  No.  WD-2622,  SF  Groundwater  Supply  Pipeline,  in  the  amount  of  $8,676,685, 
to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Ranger  Pipelines  Inc.,  to  construct 
approximately  4.8  miles  of  8, 12,  and  16-inch  groundwater  transmission  pipeline  from  40th  Ave. 
and  Wawona  St.,  and  24th  Ave.  and  Ortega  Str.  to  Golden  Gate  Park,  to  connect  the  future 
groundwater  well  stations  to  Sunset  Reservoir. 

14-0083 

5-27-14 

WW-514R 

Accept  work  performed  by  NTK  Construction  for  Contract  No.  WW-514R  SEP  Medium  Voltage 
System  Reliability  Upgrades,  for  a  total  contract  amount  of  $2,357,586.69;  Authorize  final 
payment. 

14-0084 

5-27-14 

WW-562 

Award  Contract  No.  WW-562,  Instrumentation  &  Backup  Power  System  Improvements,  in  the 
amount  of  $1,328,500,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Phoenix 
Electric  Company. 

14-0085 

5-27-14 

Bay  Area  Regional 
Water  Supply 
Reliability 
Partnership 

Adopt  the  Bay  Area  Regional  Water  Supply  Reliability  Partnership,  to  enable  Bay  Area  agencies 
to  develop  projects  and  programs  to  address  water  supply  reliability  concerns  on  a  mutually 
beneficial  and  regionally  focused  basis. 

14-0086 

5-27-14 

WW-483RR 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WW-483RR, 
North  Shore  to  Channel  Force  Main  Drainage  Improvement,  with  KJ  Woods  Construction,  in  the 
amount  of  $12,726,300,  and  an  increase  in  the  contract  duration  contingency;  Approve  an 
increase  in  Project  cost  in  the  amount  of  $23,000,000;  Authorize  the  GM  to  approve  future 
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modifications  to  the  contract  and  to  seek  BOS  authorization  for  appropriation  of  funds. 

14-0087 

5-27-14 

CS-716 

Approve  Amendment  No.  4  to  Agreement  No.  CS-716,  Calaveras  Dam  Replacement,  with  URS 
Corp.,  to  provide  engineering  support  during  construction,  start-up,  and  commissioning  of  the 
project;  Authorize  the  GM  to  negotiate  and  execute  the  amendment,  increasing  the  agreement 
up  to  $4,500,000,  and  with  a  time  extension  up  to  two  years,  nine  months. 

14-0088 

5-27-14 

Water  Commercial 
Paper  Program 

Authorize  the  GM  to  enter  into  separate  agreements  to  provide  one  or  more  Credit  Facilities 
authorized  under  2002  Proposition  E  for  the  Water  Enterprise  Commercial  Paper  Program  with 
The  Bank  of  Tokyo-Mitsubishi  UFJ,  Ltd.,  Royal  Bank  of  Canada  and  U.S.  Bank.  The  agreements 
replace  expiring  agreements  anu  provide  ^>duu,uuu,uuu  in  aVaiiduie  creuit  wuri  loiai  annual 
costs  not-to-exceed  $2,500,000,  for  a  duration  of  up  to  four  years,  and  provide  annual  savings 
of  approximately  $2,000,000  over  the  terms  of  the  current  facilities.  The  GM  is  authorized  to 
select  the  next  lowest  cost,  responsive  and  responsible  bidder(s)  should  any  of  the  selected 
banks  be  unable  to  meet  City  contracting  requirements  or  if  negotiations  are  otherwise  not 
successful. 

1  A  nnoo 

D-2/-14 

Schedule  of  Rates, 

Pope  anH  Phartjpc 
rccj  diiu  ciidi  5C0 

for  HHP  Electric 
Utility  Service 

Adopt  revised  schedule  ot  rates,  tees  ana  cnarges  Tor  netcn  netcny  rower  enterprise  eiectnc 

utility/  cprvirp  tn  thncp  munirinal  Hpnartmpnt^  nf  thp  CP^F  anH  nthpr  nnhlir  nr  pov/prnmpntal 

agencies  that  are  currently  paying  for  that  electric  service  based  on  a  rate,  fee  or  charge  of  less 
than  the  cost  of  service,  to  be  applied  to  meter  readings  (or  equivalent)  on  or  after  July  1,  2014. 
Adoption  of  this  proposed  schedule  also  includes  full  cost  recovery  of  natural  gas  and  steam 
sprvices  Drocured  on  behalf  of  municiDal  customers 

14-0090 

5-27-14 

closed  session    ]|HHHH  HHHSBBBHHHHHHBHBHI 

14-0091 

6-10-14 

Grant  Agreement 
with  Climate  Action 

IMUW  OC  riltrilUo  Ul 

Urban  Forest 

Authorize  the  GM  to  negotiate  and  execute  Grant  Agreements  with  Climate  Action  Now,  in  the 
amount  of  $115,000,  and  Friends  of  the  Urban  Forest,  in  the  amount  of  $110,000,  to 

imnlomDnt  thp  Qirto\A/:alle  f^arrlpn  Om'iorf  f/**r  3  r\ i m 1 1 1  ati\/f>  amni  int  nnt-tn-ovrooH             000  anH 

II 1  IfJtCI  1  ICI  1  L  Lllc  JlUtrWdlrx  OdIUcll  rlUJcLl  IUI   d  LU  1  1 1  U  Id  11  Vc  alllUUML  IIUL  LU  CALCCU  ^JiiJjWU  al  IU 

with  a  duration  of  one  year,  six  months  per  agreement. 

14-0092 

6-10-14 

■ 

WW-508 

Accept  work  performed  for  Contract  No.  WW-508,  Bayview/Hunters  Point  Districts  Sewer 
Replacement,  Rehabilitation  and  Pavement  Renovation;  Approve  Modification  No.  1,  decreasing 
xne  contract  uy  9J.i>,yyi,  anu  a  lime  extension  ot  jo  consecutive  calendar  uayb,  Mutnonze  iiriai 
payment. 

14-0093 

6-10-14 

Revocable  License 
to  Union  Sanitary 
District 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  12-month  Revocable 
License  to  Union  Sanitary  District  to  use  approximately  1,600  square  feet  of  property  adjacent 
to  Farwell  Dr.  and  Flamingo  Ln.  in  Fremont,  for  a  temporary  above-ground  bypass  sewer  and 
construction  staging  for  a  one-time  use  fee  of  $1,557. 

14-0094 

6-10-14 

DB-124 

Approve  the  selection  of  Communication  Services  Inc.;  Award  Agreement  No.  DB-124,  San 
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Joaquin  Valley  Communication  System  Upgrade  Project  to  construct  a  20-site  microwave 
communications  backbone  system  from  Calaveras  Substation  to  Moccasin  Peak,  in  the  amount 
up  to  $6,990,959  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Communication 
Services,  Inc.;  Authorize  a  DBA  with  Communication  Services,  Inc. 

14-0095 

6-10-14 

MOU  between 
SFPUC  and  Alameda 
County 

Authorize  the  GM  or  his  designee  to  enter  into  an  amendment  to  the  MOU  between  the  SFPUC 
and  Alameda  County  with  respect  to  the  Town  of  Sunol  Fire  Suppression  System  Project. 

14-0096 

6-10-14 

Revocable  License 
with  The  Irvine 
Company,  LLC 

■  - 

Authorize  the  GM  to  execute  a  five-year  Revocable  License  to  The  Irvine  Company,  LLC  to  use 

approximately  34,960  square  feet  of  SFPUC  Parcel  173,  at  Almanor  and  North  Mary  Aves.,  in 
Sunnyvale  for  parking  and  landscaping,  for  a  monthly  use  fee  of  $1,781.53. 

14-0097 

6-24-14 

CS-939A-B 

Approve  Agreement  Nos.  CS-939A  &  B,  Program  Controls  for  the  WSIP  and  other  SFPUC  Capital 
Improvement  projects,  with  ECS  (CS-939A)  and  CM  Pros  (CS-939B)  to  complete  ongoing 
specialized  and  technical  work  while  preparing  transition  plans  for  other  consultant  contracts; 
Authorize  the  GM  to  negotiate  and  execute  an  amendment  extending  the  duration  of  each 
agreement  up  to  three  years,  with  no  change  to  the  agreement  amount. 

14-0098 

6-24-14 

WW-542 

Approve  Modification  No.  5  to  Contract  No.  WW-542,  Oceanside  Water  Pollution  Control  Plant 
Dewatering  Facility  Upgrades,  with  Cal  State  Constructors,  to  perform  necessary  screw  press 
equipment  corrective  work,  increasing  the  contract  amount  by  $23,320,  and  a  time  extension  of 
180  consecutive  calendar  days.   

14-0099 

6-24-14 

WW-572R 

Award  Contract  No.  WW-572R,  WSS  Discharge  Manifold  Upgrade,  in  the  amount  of  $4,145,047, 
to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constructors. 

14-0100 

6-24-14  WW-591 

t_J  :  

Award  Contract  No.  WW-591,  As-Needed  Spot  Sewer  Replacement,  for  a  total  contract  amount 
not  to  exceed  $6,925,225,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 
Construction,  Inc. 

14-0101 

6-24-14 

WW-592 

Award  Contract  No.  WW-592,  As-Needed  Main  Sewer  Replacement,  for  a  total  contract  amount 
not-to-exceed  $3,365,800,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty 
Pipelines,  Inc. 

14-0102 

6-24-14 

Development 
Agreement 
Visitacion 
Development 
(Schlage  Lock) 

Authorize  the  GM  to  consent  to  the  Development  Agreement  between  the  City  and  County  of 
San  Francisco  and  Visitacion  Development,  LLC;  Adopt  findings,  pursuant  to  the  CEQA  and  a 
MMRP. 

14-0103 

6-24-14 

CS-392(G) 

Authorize  the  GM  to  solicit  applications,  negotiate  and  execute  Agreement  No.  CS-392{G),  K-5 
Outdoor  Education  Grant  agreement  with  a  local  community-based  nonprofit  organization  to 
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proviue  outooor  econteracy  Services  on  Water,  power,  ana  sewer,  lor  a  nui -iu-calccu  drnuunt 
of  $400,000,  with  a  duration  of  three  years. 

14-U1U4 

C  ")/1  1/1 

\A/n  T7HC 

Approve  an  increase  to  tne  existing  contract  cost  contingency  in  ine  amount  ot  pct^t^u  tot 
Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System  Project  with  Azul  Works  Inc., 
for  a  total  construction  cost  contingency  amount  of  $1,419,688;  Authorize  the  GM  to  approve 
future  modifications  to  the  contract  amount. 

1  a  m  cm 

I't-Ulu  J 

£   "J/1    1  /I 

electronic  signature 
Process 

AULIIUl  IZtr  Llltr  OlVI  LU  1 1 1 1  pitrl  lie  11 1  uieCLT  UNIl,  jlglldlUit  rlUlc»C9  III  JirUL  UlUgldlllb  dllU  piUJcLLi 

by  adopting  an  electronic  signature  policy  in  conformity  with  State  and  local  law. 

14-0106 

6-24-14 

Revocable  License 
to  me  i  own  or 
Hillsborough 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  Revocable  License  to  the 
I  own  ot  niiisuorougn  to  use  dpproximdteiy  zu,*tuu  bqudre  icct  ui  jrrut  idnu  dujdccni  lu  imc 
niiisuorougn  I  unnei  along  crystal  bprmgs  Ku,  soutn  ot  wooariuge  i\a.,  in  niiisuorougn,  tor 
construction  staging;  Adopt  findings  pursuant  to  the  CEQA  and  a  MMRP. 

1  a  m  n7 

I't-Ulu  / 

7  8  1  A 

/-o-m 

UU  QC3R 

AiA/^rrl     r\r\+r"5r,+  Ma   UU.QC3D    l\/lrtf*/*acin  4'™' rtntrnl  anH  Qorwor  RiiilHino   in  tho  amnnnt  i^f 
MWdlU  COnirdLl  IMU.  nn*30jn,  IvIULCdSIII  CUllLrUI  dllU  Otrl  vtrl   DUIIUIllg,  III  Llltr  dlllUUMl  UI 

$6,611,250,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Robert  E.  Boyer 
Construction. 



1  /i_ninQ 

7  8  1/1 

Approve  ivioQiTication  no.  i  10  contract  itio.  juwoorv,  nvML  energy  tiiiciency  tui  jr/reninsuid 

with  Westates  Mechanical  Corp.,  increasing  the  contract  by  $1,500,000,  and  a  time  extension  of 
730  consecutive  calendar  days. 

i  a  ni  no 
j.'t-uiuy 

7  8  1/1 

Annmi/o  l\^rtrli"fi/*^tir\n  Mn    1        fon+rar't  Mr*    lOtP-^Q    WV/AtT*  Pnorm/  Pff  ir"ionr"\/  fr\r  QP/Poninci  ila 
MppiOVc  IVIUUII  ICdLIUll  IMU.  X  LU  LUMUdLl  IHU.  J\J\*~DJ,  nVML  Cllclgy  CIIICIellLy  IUI  Or/  rtrl  III  loUld, 

with  American  Mechanical  Inc.,  increasing  the  contract  by  $1,500,000,  and  a  time  extension  of 
730  consecutive  calendar  days. 

7  Q  1  /I 
/-B-14 

\A/\A/  /IQQ 

Accept  wotk  penormeo  tor  uoniraci  imo.  ww-iss,  uowntown  District  oewer  rvepiacement  dnu 
Pavement  Renovation;  Approve  Modification  No.  3,  decreasing  the  contract  by  $210,507,  and  a 
time  extension  of  82  consecutive  calendar  days;  Authorize  final  payment. 

14-0111 

7-8-14 

WW-507 

Accept  work  performed  by  D'Arcy  &  Harty  Construction  for  Contract  No.  WW-507,  Bernal 
Heights/Potrero  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation; 
Autnonze  iinai  payment. 

1  /i  m  1  o 

7  a  1/1 

Lease  Agreement 
w/Communications 
and  Control  Inc., 
and  Tri-Star 
Investors,  Inc. 

Autnonze  Lease  Agreements  oeiween  trie  jpruu,  communications  oc  woniroi,  inc.,  ana  i  n- 
Star  Investors,  Inc.,  for  services  facilities  in  Alameda,  Contra  Costa,  and  Stanislaus  Counties  for 
terms  not  to  exceed  25  years  each,  and  for  a  total  annual  rent  of  $78,500;  Authorize  the  GM  to 
modify  the  agreements  to  add  additional  facilities,  up  to  a  maximum  increase  in  rent  of  20 

14-0113 

7-8-14 

MOU  with  SFPUC  &. 

Adopt  a  finding  declaring  that  the  SFPUC's  Francisco  Reservoir  property  is  surplus  to  the  needs 
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SFRPDforthe 
transfer  of  Francisco 
Reservoir 

of  any  SFPUC  utility;  Authorize  the  GM  to  execute  an  MOU  between  the  SFPUC  and  SFRPD  for 
a  jurisdictional  transfer  of  the  Francisco  Reservoir  Tract  at  fair  market  value  of  $9.9  Million; 
Authorize  a  request  to  the  BOS  and  Mayor  to  approve  a  conditional  jurisdictional  transfer  of  the 
Reservoir  Tract. 

14-0114 

7-8-14 

CLOSED  SESSION 

14-0115 

7-22-14 

CS-916 

Approve  Amendment  No.  3  to  Agreement  No.  CS-916,  Peninsula  Region  Construction 
Management  Services  with  HDR  Engineering,  Inc.,  for  additional  construction  management 
services  associated  with  the  Crystal  Springs/San  Andreas  Transmission  Upgrade  Project. 

14-0116 

7-22-14 

WW-503 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WW-503, 
Richmond  District  Sewer  Replacement  and  Pavement  Renovation  in  the  amount  of  $497,271; 
Authorize  the  GM  to  approve  future  modifications  to  the  contract. 

14-0117 

7-22-14 

1/VW-535R 

Accept  work  performed  by  Azul  Works  for  Contract  No.  WW-535R,  WWE  Facility  Security 
Improvement  Contract ;  Approve  Modification  No.  8,  to  remove  and  relocate  conduit  and  to 
upgrade  camera  wide  area  network  connections,  with  a  time  extension  of  82  consecutive 
calendar  days;  Authorize  final  payment. 

14-0118 

7-22-14 

WW-567 

Accept  work  performed  by  J.  Flores  Construction,  Inc.  for  Contract  No.  WW-567,  As-Needed 
Spot  Sewer  Repair;  Authorize  final  payment. 

14-0119" 

7-22-14 

MOA  with i  SFUSD 
(STEM) 

Authorize  the  GM  to  execute  a  MOA  with  SFUSD  for  an  amount  not  to  exceed  $140,000,  and 
with  a  duration  of  two  years,  which  will  authorize  the  use  of  SFPUC  funding  to  support  Science, 
Technology,  Engineering  and  Math  educational  programming. 

14-0120 

7-22-14 

Wawona  Settlement 
(Cuddihy) 

Settlement  of  the  Unlitigated  Claim,  with  the  City  paying  $84,951.53  on  the  terms  set  forth  in 
the  Full  and  Final  Release  for  Claim  No.  14-01848. 

14-0121 

8-12-14 

Mandatory 
Restrictions:  WRCB 
Emergency 
Regulations 

Authorize  the  GM  to  impose  mandatory  restrictions,  as  required,  pursuant  to  the  State  Water 
Resources  Control  Board's  Emergency  Regulations,  on  outdoor  irrigation  by  reducing  all 
outdoor  irrigation  of  ornamental  landscapes  or  turf  with  potable  water  by  retail  customers  by  at 
least  10  percent. 

14-0122 

CS-245 

Approve  Amendment  No.  1  to  Contract  No.  CS-245,  Technical  Support  Services,  HHWP,  NERC 
Standards,  Critical  Infrastructure  Protection,  with  Grid  Subject  Matter  Experts,  LLC,  to  provide 
NERC  audit  and  compliance  consulting  as  related  to  FERC  Order  Nos:  693  and  706;  Authorize  the 
GM  to  execute  the  amendment,  increasing  the  agreement  by  $2,000,000. 

14-0123 

8-12-14 

CS-941 

Approve  Amendment  No.  2  to  Agreement  No.  CS-941,  JOC  Implementation  Services,  to  provide 
a  SFPUC  customized  JOC  contracting  system  with  The  Gordian  Group;  Authorize  the  GM  to 
negotiate  and  execute  an  amendment  for  a  time  extension  up  to  one  year. 
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14-0124 

8-12-14 

■     '  ■ 

WD-2686 

Adopt  required  CEQA  Findings;  Award  Contract  No.  WD-2686,  AWSS  Pumping  Station  No.  1 
Improvements,  in  the  amount  of  $7,847,000,  to  the  lowest,  qualified,  responsible  and 

rnrnnnri\/o  Kirlrla r   MTI^  Cr^rici-ri  ir-Hnn  tr\  fft nctri  \  r\~  i/a rioi  ic  ctri  \r"f\  i ra t   a rfhitor'ti  i ra  1    morha n  ira  1 
f  CbpUilblv  C  UlUUcI ,  IM  1  l\  V_UI  lb  It  ULUUfl,  LU  LUl  lbll  UL  L  Vd  1  lUUb  bUULlUldl,  afL.MllCLl.Ulal,  lllcCildiMt-dl, 

electrical,  and  instrumentation  and  control  system  improvements  . 

14-0125 

8-12-14 

WW-551 

Accept  work  performed  by  Harty  Pipelines  for  Contract  No.  WW-551,  18th/19th/Carolina/ 
Connecticut/Indiana/Minnesota/Texas  and  Wisconsin  Sts.,  Sewer  Replacement  for  a  total 

rnntrart  a  mm  mt  nf  <^9  399  313  anrl  vA/ith  a  tntal  rnntrart  Hi  i  rat  inn  nf  999  rnn<;pri  itivp  ra  Ipnrla  r 

LUMLI  dLL  dlllUUIIL  Ul   .p  Z. ,  Z>     Z.,  D  X  D  f  allU  Willi  a  LU  La  I  LUM  LI  CltL  UUI  aLIUM  \j\              LUI  IjCLULIVC  UalCI  lUal 

days;  Authorize  final  payment. 

14-0126 

.  —  

8-12-14 

WW-442  JHjjjjl 

Accept  work  performed  by  Shaw  Pipeline  Inc.  for  Contract  No.  WW-442,  Mason  &  Powell  Sts., 
Sewer  System  Improvement  and  Pavement  Renovation;  Approve  Modification  No.  2  (Final), 
decreasing  the  contract  by  $152,395,  and  a  time  extension  of  31  consecutive  calendar  days; 

Aiitnnri70  final  na\/mont 
MULIlUll^c  lllldl  pdyiiiciiL. 

1 4-01 97 

R-1 7-1 A 

LUVV  JU1UJ 

(Regional 
Groundwater 
Storage  and 
Recovery  Project) 

Annrnwp  Drniort  M  n  PH\A/30in3  Rpoinnal  f^rni  inHvA/atPi*  ^tnraop  anrl  Rprn\/pr\/  Prnipft*  AHnnt 

HUUIUVC  r  1  HI  CI  L  l«U.  \*\J  VVjUIUJ  lACglUlldl  VJl  UUIIUWOLCI    -J  LLJ 1  dgC  Cl  II U  nCLUVCl  y   r  1  LJJ  CLL,  nUU|J  L 

the  required  CEQA  Findings,  including  a  Statement  of  Overriding  Considerations,  and  the 
MMRP;  Authorize  the  GM  to  implement  the  Project,  subject  to  Board  of  Supervisors  approval. 

14-0128 

8-12-14 

o  TC  1  A 

/~c  o  on 

Approve  tne  selection  01  ixiortngate-Aob,  jv,  ana  awara  Agreement  imo.  ls-ssu,  opecianzea 
Groundwater  Monitoring  Services  to  provide  professional  services  for  collection  of  groundwater 
samples  and  other  monitoring  support  for  the  SFPUC's  groundwater  monitoring  and 
management  programs  in  the  Westside  Basin;  Authorize  the  GM  to  negotiate  and  execute  a 
professional  services  agreement  for  an  amount  not-to-exceed  $1,500,000,  and  with  a  duration 

U  1  1 IVC  y  cd  1  b. 

14-0130 

8-26-14 

CS-386A-C 

Award  Agreement  Nos.  CS-386A-C,  As-needed  Engineering  Design  Services,  to  Kennedy/Jenks 
Consultants  and  AGS  Inc.  JV  (CS-386A),  MWH-Water  Resources  Engineering  Inc.  JV  (CS-386B), 
3nu  ur\D  v-urp.                lo  provide  specidiizeu  engineering  ucbign  berviccb  on  an  db-riccucu 
basis;  Authorize  the  GM  to  negotiate  and  execute  three  professional  services  agreements,  each 
with  an  amount  not-to-exceed  $3,000,000,  and  a  term  of  five  years. 

14-0131 

^8-26-14"" 

~C?1006 

Award  Agreement  No.  CS-1006  to  The  Watershed  Project,  to  plan,  publicize  and  implement  a 
Watershed  Teaching  Tool  Educator  Workshop;  Authorize  the  GM  to  negotiate  and  execute  a 
grant  agreement  for  an  amount  not-to-exceed  $24,000,  with  a  duration  up  to  three  years. 

14-0132 

8-26-14 

WW-498 

Accept  work  performed  by  A.  Ruiz  Construction  for  Contract  No.  WW-498,  John/Spofford/ 
Sutter/Post/Geary/O'Farrell  Sts.  Brick  Sewer  Rehabilitation,  for  a  total  contract  amount  of 
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$2,199,922,  and  a  total  contract  duration  of  150  consecutive  calendar  days;  Authorize  final 
payment. 

14-0133 

8-26-14 

WW-595 

Award  Contract  No.  WW-595,  3rd/7th/  8th/25th/33rd/42nd  Aves.,  and  Baker/Welsh  Sts.  Sewer 
Replacement,  in  the  amount  of  $2,964,845,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Shaw  Pipeline,  to  replace  the  existing  sewers  on  the  subject  streets. 

14-0134 

8-26-14 

„ 

Approve  Amendment  No.  4  to  Agreement  No.  CS-820,  New  Irvington  Tunnel  Project 
Engineering  Services,  with  URS  Corporation,  to  continue  as  design  engineer-of-record  for  the 
construction  of  the  tunnel;  Authorize  the  GM  to  negotiate  and  execute  the  amendment, 
increasing  the  agreement  up  to  $500,000,  and  a  time  extension  up  to  12  months,  subject  to  BOS 
approval  pursuant  to  Charter  Section  9.118. 

14-0135 

8-26-14 

WD-2548 

Approve  an  increase  to  the  contract  cost  contingency  for  Contract  No.  WD-2548,  Lake  Merced 
Pump  Station  Essential  Upgrade,  with  Western  Water  Constructors  in  the  amount  of  $900,000, 
and  an  increase  in  the  contract  duration  of  up  to  933  consecutive  calendar  days;  Authorize 
future  modifications  to  the  contract.  The  increases  are  needed  for  additional  work  to  remove 
existing  underground  fuel  tanks  and  related  unforeseen  contaminated  materials,  provide 
investigation  of  and  additional  protection  against  PG81E  electrical  transients  to  the  pump  station 
electrical  systems,  and  miscellaneous  electrical  and  mechanical  modifications. 

14-0136 

8-26-14 

WD-2551 

Approve  an  increase  in  the  construction  cost  contingency  for  Contract  No.  WD-2551,  Calaveras 
Dam  Replacement  Project,  with  Dragados-USA,  Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc., 
JV,  in  the  amount  of  $79,781,662,  and  an  increase  in  the  contract  duration  of  up  to  371 
consecutive  calendar  days;  Authorize  future  contract  modifications.  j 

14-0137 

8-26-14 

WD-2685 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WD-2685, 
with  Cal  State  Contractors,  for  Reservoir  and  Tanks  Improvement  (2013),  in  the  amount  of 
$682,000;  Authorize  future  contract  modifications  for  a  total  revised  contract  amount  up  to 
$9,997,900.  The  increase  is  due  to  new  water  conservation  work  requested  for  Twin  Peaks 
Reservoir,  which  includes  preparing  and  installing  new  water  barriers  along  all  submerged 
concrete  slab  joints  to  inhibit  water  leakage  from  the  reservoir  to  its  underdrains. 

14-0138 

8-26-14 

MOA  between  USFS 
and  CCSF  (Camp 
Mather) 

Approve  Modification  No.  2  to  the  Agreement  between  the  US  Forest  Service  and  the  CCSF 

regarding  acquisition  of  25.2  acres  of  land  at  Camp  Mather;  Authorize  the  GM  to  execute  the 
amendment,  extending  the  agreement  duration  up  to  one  year.  The  time  extension  reflects  the 
re-evaluation  of  the  original  timber  appraisal  as  a  result  of  the  Rim  Fire. 

14-0139 

8-26-14 

Wastewater 
Enterprise 
Commercial  Paper 

Authorize  the  GM  to  increase  the  WWE  Commercial  Paper  Notes  Program  from  $300,000,000 
to  $500,000,000;  Direct  the  GM  to  request  approval  from  the  BOS  for  the  increase;  Direct  the 
GM  to  enter  into  agreements  to  provide  bank  credit  facilities  authorized  under  2002 
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Notes  Program 

Proposition  E  with  Barclays  Bank  PLC  and  State  Street  Bank  and  Trust  Co.,  the  lowest  cost, 
responsive  and  responsible  bidders.  The  agreements  provide  an  additional  $200,000,000  in 
available  credit  with  annual  costs  not-to-exceed  $750,000  and  for  a  total  contract  duration, 
inciuaing  possiuie  extensions,  not  to  exceeu  live  years,  i  ne  uivi  is  autnonzeu  to  select  tne  next 
lowest-cost,  responsive  and  responsible  bidder  should  either  of  the  selected  banks  be  unable  to 
meet  City  contracting  requirements  or  if  negotiations  are  otherwise  not  successful. 

14-0140 

8-26-14 

Excess  Water  Use 
Charges  and 
Regulations 

Adopt  excess  water  use  charges  and  regulations  for  administering  excess  use  charges  and  the 
retail  water  shortage  allocation  plan  requirements  applicable  to  use  of  potable  water  on 
ornamental  landscaping  or  turf  for  retail  potable  water  irrigation  accounts. 

14-0141 

9-23-14 

CS-344 

Approve  the  selection  of  APX,  Inc.;  Award  Agreement  No.  CS-344,  Power  Scheduling 
Coordination  and  Related  Support  Services  to  perform  the  functions  of  SFPUC's  scheduling 
coordination  with  California  Independent  System  Operator  (CAISO),  including  submitting 
schedules,  bids,  energy  trades,  managing  communications  between  CAISO  and  SFPUC 
schedulers  and  operators,  handling  settlements,  and  related  services;  Authorize  the  GM  to 
negotiate  and  execute  a  professional  services  agreement  for  an  amount  not-to-exceed 
$2,100,000,  and  a  duration  of  five  years. 

14-0142 

9-23-14 

HH-976 

Award  Contract  No.  HH-976,  Coast  Range  Tunnel  Inspection  Access  Work,  in  the  amount  of 
$765,651,  and  a  contract  duration  of  92  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Trinet  Construction,  to  remove  security  structures  and 
tunnel  entry  dished  heads;  Install  tunnel  access  ramps  and  a  bridge  at  Tesla  Portal  and  Alameda 
East  Portal  (AEP)  and  a  temporary  access  door  at  AEP;  Provide  portable  generators  to  run  the 
ventilation  system  at  AEP  for  the  inspection  of  the  Coast  Range  Tunnel. 

U-0143 

¥-23-14 

WD-2582 

Accept  work  performed  by  Shimmick  Construction  Co.,  for  Contract  No.  WD-2582,  SVWTP 
Expansion  and  Treated  Water  Reservoir,  for  a  total  contract  amount  of  $102,718,272;  Authorize 
final  payment. 

14-0144 

9-23-14 

WW-522 

Accept  work  performed  by  Monterey  Mechanical  Co.,  for  Contract  No.  WW-522,  SEP 
Dewatering  Facility  Corrosion  Repairs;  Approve  Modification  No.  13  to  add  sampling  hatch  and 
perform  electrical  work  at  the  motor  control  center,  increasing  the  contract  by  $34,661; 

Anthnri7P  final  naumpnt 

rAU  LI  IUI  I6C  IIIICII  UQVII  ICI IL. 

14-0145 

9-23-14 

WW-525 

Approve  Modification  No.  8  to  Contract  No.  WW-525,  SEP  Northside  Facility  Reliability 
Upgrades,  Phase  II,  with  NTK  Construction,  to  complete  the  remaining  work  for  Return 
Activated  Sludge  pumps,  motors  and  related  control  and  monitoring  systems,  increasing  the 
contract  by  $310,000,  and  a  time  extension  of  150  consecutive  calendar  days. 

14-0146 

9-23-14 

WW-593R 

Award  Contract  No.  WW-593R,  As-Needed  Sewer  Cleaning  and  Inspection,  for  a  total  contract 

SFPUC  2014  Resolution  Log 


Page  15 


SFPUC  2014  Resolution  Log 


amount  not-to-exceed  $1,594,150,  and  a  contract  duration  of  18  months  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  A.  Ruiz  Construction,  to  clean  and  inspect  existing 
sewers,  on  an  as-needed  basis,  at  locations  to  be  determined. 

14-0147 

9-23-14 

Approve  Report: 
Energy  Storage 
Procurement  Policy 

Approve  the  recommendations  of  the  SFPUC  report  "Analysis  and  Recommendations 
Regarding  Energy  Storage  Procurement  Policy". 

14-0148 

9-23-14 

Revocable  License 
to  the  City  of  Palo 
Alto 

Authorize  a  seven-year  Revocable  License  to  the  City  of  Palo  Alto  to  use  approximately  80 
linear  feet  of  Parcel  245-B  on  Page  Mill  Rd.,  at  Foothill  Expressway,  for  installing,  operating,  and 
maintaining  one  eight-inch  natural  gas  pipeline,  for  no  annual  use  fee. 

14-0149 

9-23-14 

WD-2559R 

Accept  work  performed  by  Webcor  Construction  for  Contract  No.  WD-2559R  New  SFPUC 
Administration  Building;  Approve  Modification  Nos.  4  through  6  (final)  for  a  total  contract 
amount  of  $150,227,206;  Authorize  final  payment. 

14-0150 

9-23-14 

Warnerville 
Substation 
Upgrades  Project 

Approve  the  Warnerville  Substation  Upgrades  Project;  Authorize  the  GM  to  request  the  release 
of  $3,143,000  in  mitigation  funds  currently  on  reserve  with  the  BOS.  The  project  is  necessary  to 
mitigate  the  impacts  to  the  City's  electric  system  caused  by  the  interconnection  of  North  Star 
Solar,  LLC  s  solar  project  to  the  electric  grid. 

14-0151 

9-23-14 

MOU  between  TIDA 
and  SFPUC 

Authorize  the  GM  to  modify  and  renew  the  MOU  between  the  TIDA  and  the  SFPUC  to  contract 
for  the  provision  of  certain  utility  services  at  former  Naval  Station  Treasure  Island,  for  the  term 
of  October  1,  2014  through  September  30,  2015. 

14-0152 
14-0153 

9-23-14 

CLOSED  SESSION 

14-0154 

9-23-14 

Wawona  Settlement 
(O'Connell) 

Settlement  of  the  Unlitigated  Claim  in  the  amount  of  $106,355.93  in  exchange  for  a  full  and 
final  release  of  liability. 

14-0155 

10-14-14 

CS-362A-B 

Award  Agreements  CS-362A-B  to  JDH  Corrosion  Consultants  (CS-362A)  and  HDR  Engineering 
(CS-362B),  to  provide  specialized  corrosion  control  engineering  services  on  an  as-needed  basis; 
Authorize  the  GM  to  negotiate  and  execute  two  professional  services  agreements,  each  with  an 
amount  not-to-exceed  $1,000,000,  and  a  term  of  five  years. 

14-Ulbb 

1  r\  1  a  1  a 

10-14-14 

WD-2712 

Award  Contract  No.  WD-2712,  8-Inch  DIM  Installation  on  Alabama  and  25  Sts.,  in  the  amount 
of  $1,575,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared 
Construction,  to  perform  the  installation  of  ductile  iron  pipe  and  fittings,  and  copper  pipes. 

14-0157 

10-14-14 

JOC-47R 

Award  Contract  No.  JOC-47R,  for  SF,  Peninsula,  East  Bay  to  West  San  Joaquin  and  West 
Stanislaus  Counties,  for  a  not-to-exceed  amount  of  $5,000,000,  to  the  lowest,  qualified, 
responsible,  and  responsive  bidder,  Yerba  Buena  Engineering  and  Construction,  Inc.,  to  perform 
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general  engineering  construction  tasks  for  SFPUC  Enterprise  Operations  and  Bureaus. 

in  1  A   1  A 

WW-597 

Approve  tne  pians  ana  specitications,  ana  awaru  i_oniraci  ruo.  wwoj/,  vvvvc  cievator 
Maintenance,  in  the  amount  of  $546,969,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Kone,  Inc.,  to  service  and  maintain  all  WWE  and  SEF  elevators  for  three  years. 

1  a  m  co 

in  1/1  1/1 

J 

inr  /iQ 

Lease  with  Wu  Yee 
uniiarcM  s  services 

Awaru  contract  imo.  jul.-**sj,  Tor  netcn  netcny,  Tor  a  noi-io  exceea  drnouni  01  pd,uuu,uuu  lu  uic 
lowest,  qualified,  responsible  and  responsive  bidder,  Sierra  Mountain  Construction,  Inc.,  to 
perform  general  engineering  construction  tasks  for  Hetch  Hetchy  Operations.  

10-14-14 

Authorize  the  GM  to  execute  a  five-year  lease  with  Wu  Yee  Children's  Services  for  use  of 

r\r\rf\ vi  ty\  ra+alw  3  /IQO  emigre  foot"  c  n^ro  lA/itkiin           QPC    nliic  trio  iico  rtf  tno  annrnvimato  K/  ^  000 
d  ppi  UXI  ITld  Icly  j;4jU  bquditr  Iccl  bpdLt:  Wlllilii  Ultr  OLr,  piUb  Lite  Ubc  Ul  Lilt;  dpfil  UAII  lldlcly  J,uuu 

square  foot  adjacent  and  fenced  children's  play  yard  for  an  annual  rent  of  $32,775. 

14-0161 

10-14-14 

Gas  Pipeline  Bore 
Agreement  between 

jrrUU  and  roott 

Authorize  the  GM  to  execute  the  Gas  Pipeline  Cross  Bore  Agreement  between  SFPUC  and 
Pacific  Gas  &  Electric  Company  to  establish  a  protocol  for  inspection  and  repair  of  gas  line  cross 
□ores  inrougn  jrrUL  sewer  idLiiiutrb  afiu  a  reiaLeu  pruiuLut  lur  imuie  iiibLdiiduun  ui  ruotc  gab 
transmission  lines  in  SF. 

14-0162 

10-14-14 

PS-108 

Approve  Amendment  No.  3  to  Agreement  No.  PS-108,  Feral  Pig  Management  Services,  with 

r\Uldl  rig  IVI  d  Ndgtrl  1  ItM  1  L,  IMC,  LU  (JlUVIUtr  LUMUIIUcU  IIUIbdllLt  1 1  Id  f  Idgt;  I 1 1  trl  1  L  bcl  VILcb  Ull  JirUt 

\A/afpr<;hpH  lanH<;  inrlurlinp  Rinrppinnal  Hahitat  Rp^tnratinn  <;itp<;'  Anthnri7P  thp  GM  tn  pxprutp 

VV  ulCI  Jl  ICU  1  CI  J  ILJD,  1 1  IL.I  U U  1 1  1 K  UIUI  C^IUI  lul   1  lOUILa  L  hCJLUI  a  UUI  1  JILL  J,  r\U  11  IUI  1  i-C   LI  Id  VJ  IVI   LU  CACLUIL 

the  amendment,  increasing  the  agreement  by  $30,000,  and  a  time  extension  of  six  months. 

14-0163 

10-14-14 

Sell  and  Vacate 
Sewer  Easement  at 

QR  frnwn  Tprrarp 

O  V,l  U  VV  II    1  CI  1  avC 

Authorize  the  GM  to  enter  into  an  agreement  to  sell  and  vacate  an  approximately  999-square 
foot  sanitary  sewer  easement  at  98  Crown  Terrace,  SF,  to  Michele  Sweeney  and  Lucy  R. 
Wnhltman  for  "-ll  fi  0,00 

VVLVIIILIilCltl,   IUI    y  1U  f\J\J\J  • 

14-0164 

10-14-14 

CLOSED  SESSION  

14-0165 

10-28-14 

WW-501 

;  "  -  , ''  .; •"  ,   ',    '4k' •'•<: 

Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-501,  Western  Addition 
/North  Beach/Marina  Districts  Sewer  Replacement  and  Pavement  Renovation;  Approve 
Mooiiication  no.  a  jrinaij,  aecreasing  tne  contract  oy  >13d,odu,  ana  a  time  extension  or  h/ 
consecutive  calendar  days;  Authorize  final  payment. 

14-0166 

10-28-14 

WW-549 

Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-549,  Buchanan/ 
Di\/i<;aHprn/Fillmnrp/(nrppn/Piprrp  and  Srott  St^  Spwpr  Rpnlarpmpnt*  Annrnx/p  Mndifiratinn  No 
2  (Final),  decreasing  the  contract  by  $93,524,  and  a  time  extension  of  34  consecutive  calendar 
days;  Authorize  final  payment. 

14-0167 

10-28-14 

WW-563 

Accept  work  by  Shaw  Pipeline  for  Contract  No.  WW-563, 15th/21st/  24th/27th/  30th/43rd/ 
48thAves.  Sewer  Replacement;  Approve  Modification  No.  2  (Final),  decreasing  the  contract  by 
$12,398,  and  a  time  extension  of  58  consecutive  calendar  days;  Authorize  final  payment. 
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14-0168 

10-28-14 

WW-565 

Approve  Modification  No.  1  to  Contract  No.  WW-565,  43rd  Ave/46th  Ave/Geary  Blvd/O'Farrell 
/Natoma/Utah  and  London  Sts.  Sewer  Replacement,  with  D'Arcy  8i  Harty,  to  abandon  an 
existing  collapsed  culvert  pipe  and  install  new  culvert,  manhole  and  sewer  pipeline  in  a  new 
alignment,  increasing  the  contract  by  $56,806,and  a  time  extension  of  247  consecutive  calendar 
days. 

14-0169 

10-28-14 

MOU  with  San 
Francisco  Public 
Library  (Ingleside) 

-  ■   .  — — — 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  MOU  with  the  San 
Francisco  Public  Library  to  use  approximately  3,418  square  feet  of  SFPUC  Parcel  22,  located 
between  1150  and  1298  Ocean  Ave.,  for  the  Ingleside  Garden,  for  no  annual  use  fee. 

14-0170 

10-28-14  " 

Joint  Funding 
Agreement  with 
USGS 

Authorize  the  GM  to  execute  a  Joint  Funding  Agreement  with  the  USGS  for  an  amount  not-to- 
exceed  $1,885,725  and  a  duration  of  five  years,  which  will  allow  for  hydrologic  monitoring  and 
stream  gage  maintenance  on  the  Tuolumne  River  and  its  tributaries. 

14-0171 

10-28-14 

_______ 

Project  CUW28101 
PR&G  Club  Upland 
Soil  Remedial  Action 
Project 

Adopt  the  FMND  and  the  MMRP  for  the  Pacific  Rod  &  Gun  Club  Upland  Soil  Remedial  Action 
Project  pursuant  to  the  CEQA;  Approve  Project  No.  CUW  28101,  Pacific  Rod  &  Gun  Club  Upland 
Soil  Remedial  Action  Project;  Authorize  the  GM  to  request  the  Mayor's  and  BOS  approval  of  a 
supplemental  appropriation  of  $9.5  Million. 

~14-0172 

CS-389 

Award  Agreement  No.  CS-389,  Planning  and  Engineering  Services  Southeast  Plant  New  250 
MGD  Headworks  Facility,  to  Carollo  Engineers,  Inc.,  to  provide  specialized  planning  and 
engineering  services;  Authorize  the  GM  to  negotiate  and  execute  a  professional  services 
agreement  for  an  amount  not-to-exceed  $14,000,000,  and  a  duration  of  six  years. 

14-0173 

■■-.:H-.ii;  :: :  ::  -  : 

10-28-14 

Master  License 
Agreement: 
Outdoor  Distributed 
Antenna  System  &. 
Amend  2013  Real 
Estate  Guidelines 

Approve  a  program  to  license  existing  SFPUC  street  light  poles  for  the  installation  of  outdoor 
distributed  antenna  systems  by  telecommunications  carriers  using  licensed  spectrum  and  third- 
party  hosts  certificated  by  the  CPUC;  Authorize  the  GM  to  execute  Master  License  Agreements 
and  approve  the  form  of  the  Master  License,  including  the  form  of  Pole  License;  Approve  an 
amendment  to  the  2013  SFPUC  Real  Estate  Guidelines  to  address  a  delegation  of  authority  for 
the  Street  Light  License  Program  to  the  General  Manager  or  designee. 

14-0174 

10-28-14 

Convey  Easement  to 
Golden  Gate 
Primitive  Baptist 
Church  of  Oakland 

Recommend  that  the  BOS  approve  the  conveyance  of  an  easement  over  an  approximately 
5,227  square-foot  portion  of  property  along  Niles  Canyon  Rd.  near  Palomares  Rd.  in 
unincorporated  Alameda  County,  to  the  Golden  Gate  Primitive  Baptist  Church  of  Oakland; 

Authorize  agreement  conveying  the  Easement  to  the  Church. 

14-0175 

11-12-14 

CS-306(I) 

Approve  Amendment  No.  1,  to  Agreement  Nos.  CS-306(I),  As-Needed  Contracting  and 
Employment  Technical  Support  Services  with  Alfred  Williams  Consultancy,  LLC  (CS-306A),  Butler 
Enterprise  Group,  LLC  (CS-306B),  Consulting  Link  2000  (CS-306C),  JBR  Partners,  Inc.,  (CS-306D), 
JLM  Management  Group  (CS-306E),  Merriwether  and  Williams  Insurance  Services,  Inc.,  (CS- 
306F),  Scope  1  Consultants  (CS-306G),  and  The  Thier  Group  (CS-306H),  to  continue  providing 
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contracting  and  employment  technical  support  services;  Authorize  the  GM  to  negotiate  and 
execute  two  amendments  (CS-306(I)A)  and  (CS-306(I)C)  increasing  the  not-to-exceed  amount  up 
to  $25,000  each;  and  negotiate  and  execute  six  amendments  (CS-306(I).B,  CS-306(I).D,  CS- 

3nfi(H  F  r<;.^nfin^  F  r^-^Dfi/ll  n  and  f^-^nfi/h  H\  inrrpasincr  1-hp  nnt-tn-pvrpprl  amount  un  to 

$49,500  each,  and  with  a  time  extension  of  one  year  per  agreement. 

14-0176 

11-12-14 

CS-398B 

Approve  Amendment  No.  1  to  Agreement  No.  CS-398B,  Mountain  Tunnel  Technical  Panel 
Services,  with  Doctor  Mole  Inc.,  for  continued  technical  advisory  services;  Authorize  the  GM  to 

pyprntp  thp  ampnrlmpnt  inrrpacinc  thp  aprppmpnt  hv  ^^0  000  with  no  rhanpp  tn  thp  rontrart 

CACtULC  Li  IC  CI  l  1 1C 1  IUI 1  IC 1  1  L,  1 1  1 L 1  cd    1 1  Ig  LI  IC  dglCCMICIIL  Uy  yJUfUW;  VVILII  I  l\J  LI  lai  15C  IU  Lilt.  LUIIuav.1 

duration. 

14-0177 

11-12-14 

HH-953 

Accept  work  performed  by  Azul  Works,  Inc.,  for  Contract  No.  HH-953,  Tesla  Portal  Protection; 
Approve  Modification  No.  14  (final)  to  resolve  contract  closeout  submittals  and  correction  of 

Wpfiripnt  \Air\r\t  PvtpnHinc  thp  rnntrart  h\/         rnncpn iti\/P  ralpnHar  Have  Aiithnri7P  final 
UcHLIcMl  VvUlK,  trALcllUHIg  Lilt:  LUIILldLA  Uy  jHj  LUI  litrLU  LI  Vc  LdJcllUdl  Uayi;  MULIIUI  l£C  lltidi 

payment. 

14-0178 

11-12-14 

JOC-48 

Award  Contract  No.  JOC-48R,  General  Engineering  for  SF,  Peninsula,  East  Bay  to  West  San 
Joaquin  and  West  Stanislaus  Counties,  for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest, 
qualified,  responsible,  and  responsive  bidder,  Trinet  Construction,  Inc.,  to  perform  general 

onninoorinn  rnnctri  ir+inn  taclsc  fr\r  QFPI  If"  Fntornrico  Onprationc  anrl  Riitppiiq 
fcrllglf  ltrtrl  1  f      LUI  Ibli  ULLIUI 1  LdoKb  IUI  JirUL  CIlLtri  pilot  ULjcl  dUUI  Ij  dllU  DUIcdUj. 

14-0179 

11-12-14 

WD-2745 

Award  Contract  No.  WD-2745,  Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  D,  in  the 
amount  of  $4,247,350,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Azul  Works, 
Inc.,  to  construct  five  new  AWSS  buried  concrete  cisterns  at  Amber  Dr.,  and  Duncan  St.; 
uiamono  neignis  divq.,  ana  uuncan  si.,  uorcnester  way  ana  unos  oi.,  roibom  ji.,  dim  mpiey 
St.;  and  Lansdale  Ave.,  and  Casitas  Ave. 

14-0180 

11-12-14 

WW-500 

Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-500,  SOMA/Mission 
Districts  Sewer  Replacement  and  Pavement  Renovation;  Approve  Modification  No.  1  (Final), 
increasing  ine  contract  uy  pm-1j,jud,  ana  a  nme  cxiciibiun  oi  jji  LunbtxuLivt:  Ldiciiuai  uays, 
Authorize  final  payment. 

14-0181 

11-12-14 

WW-505 

Accept  work  performed  by  Synergy  Project  Management  for  Contract  No.  WW-505,  Noe/Glen 
Park  Districts  Sewer  Replacement  and  Pavement  Renovation,  for  a  total  contract  amount  of 
^9  clQ7         Annrox/p  Moriifiration  Nn  ?  (FinaM  for  a  timp  extension  of  70  conspcutive  calendar 
days;  Authorize  final  payment.   

14-0182 

11-12-14 

WW-568 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WW-568, 
18th/25th/35th/47th  Aves.,  and  Delancey/Felton/Fern/Hawes/  Madrid/Steiner  Sts.,  Sewer 
Replacement,  in  the  amount  of  $400,000,  and  an  increase  in  the  contract  duration  of  27  days; 
Authorize  the  GM  to  approve  future  modifications  to  the  contract,  up  to  a  maximum  amount  of 
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$2,989,719,  and  a  total  revised  contract  duration  of  297  days.  The  increase  is  needed  due  to 
substantially  higher  amounts  of  side  sewer  lateral  and  street  pavement  replacement  quantities 
than  were  estimated  in  the  contract. 

14-0183 

11-12-14 

WW-589 

Award  Contract  No.  WW-589,  Oceanside  Plant  Total  Solid  Control  and  Waste  Activated  Sludge 
System  Upgrade,  in  the  amount  of  $1,580,500,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Anvil  Builders,  to  replace  and  upgrade  the  existing  deficient  and  deteriorated 
waste  activated  sludge  pump-motor  sets  and  associated  plumbing,  electrical,  and 
instrumentation  and  control  equipment. 

14-0184 

11-12-14 

Agreement  with  the 
Association  of  Bay 
Area  Governments 

Authorize  the  GM  to  execute  an  Agreement  with  the  Association  of  Bay  Area  Governments  for 

administration  and  distribution  of  State  grant  funds  up  to  $1,400,000  to  be  used  for  the 
Regional  Groundwater  Storage  and  Recovery  Project  Phase  1A- South  Westside  Basin, 
Northern  San  Mateo  County. 

14-0185 

11-12-14 

MOU  with  Solano 
County  Water 
Agency 

Authorize  the  GM  to  execute  a  Memorandum  of  Understanding  with  Solano  County  Water 
Agency  for  the  administration  and  disbursement  of  State  Grant  funds  of  up  to  $234,300  to  be 
used  by  the  SFPUC  for  implementation  of  its  Large  Landscape  Water  Conservation  Program. 

~14^0186 

11-12-14 

CLOSED  SESSION 

14-0187 

12-9-14 

CS-108 

Approve  Amendment  No.  1  to  Agreement  No.  CS-108,  Springsnail  Research  Project,  with  Dr. 
Robert  Hershler  of  the  Smithsonian  Institution,  to  incorporate  data  from  additional  springsnail 
collecting  in  CA;  Extend  the  agreement  duration  by  nine  months. 

14-0188 

12-9-14 

CS-271 

Approve  Amendment  No.  2  to  Agreement  No.  CS-271,  Ocean  Beach  Master  Plan  Phase  2 
Coastal  Management  Agreement,with  SPUR  to  continue  providing  planning,  design,  engineering 
and  outreach  services;  Authorize  the  GM  to  execute  the  amendment,  increasing  the 
amendment  by  $117,705,and  a  time  extension  of  four  months. 

14-0189 

12-9-14 

WD-2506 

Award  Contract  No.  WD-2506,  8-Inch  DIM  Installation  on  Clement  St.,  from  Arguello  Blvd.  to 
14th  Ave;  and  Arguello  Blvd.  from  Lake  St,  to  Geary  Blvd.,  in  the  amount  of  $3,057,191,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction. 

14-0190 

12-9-14 

WW-490 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WW-490, 
Oceanside  Water  Pollution  Control  Plant  Digesters'  Class  A  Conversion  and  Facility 
Improvements,  with  Shimmick  Construction  in  the  amount  of  $837,066  and  an  increase  in  the 
contract  duration  of  230  days;  Authorize  future  modifications  to  the  contract  to  increase  the 
contract  amount  up  to  a  maximum  of  $17,747,366  and  a  total  contract  duration  of  1020 
consecutive  calendar  days. 

14-0191 

12-9-14 

HHHHHHII 

WW-542 



Accept  work  performed  by  Cal  State  Constructors  for  Contract  No.  WW-542,  Oceanside  Water 
Pollution  Control  Plant  Dewatering  Facility  Upgrades,  for  a  total  contract  amount  of  $4,962,993, 
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and  a  total  contract  duration  of  735  consecutive  calendar  days;  Authorize  final  payment. 

14-0192 

12-9-14 

WW-554 

Accept  work  performed  by  D'Arcy  &  Harty  Construction  for  Contract  No.  WW-554,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation;  Approve  Modification  No.  2  (Final), 
oecreasing  tne  contract  uy  ^>zoo,odd,  ana  a  time  extension  oi  du  Lonbecuiive  Ldienudr  udyb, 
Authorize  final  payment.  

14-0193 

12-9-14 

WW-601 

Award  Contract  No.  WW-601,  As-Needed  Spot  Sewer  Replacement,  for  a  total  not-to-exceed 
amount  of  $6,883,165,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 

r\r\ c+n  ir+inn  irt  rar\  \ aro  corfiAn c  r\f  ovicfinfT  cotx/or  ni  ni  no  nn  an  ac.nppHpH  haci  c  at  InratinnQ  tn 
Construction  LU  fepidCe  beCUOIIb  Ul  exibUMg  icWcf  pi[JIMg,  UN  all  do  llccucu  Udolo,  dL  lutauunj  lu 

be  determined. 

14-0194 

12-9-14 

First  Amendment  to 
MOU  with  City  or 
Daly  City  (Vista 

uldnQc) 

Authorize  a  First  Amendment  to  the  October  1,  2012  MOU  with  the  City  of  Daly  City, 

extending  the  term  by  24  months,  to  allow  the  SFPUC  to  continue  to  partially  fund  consultants 
hired  by  Daly  City  to  complete  pre-project  planning,  design  and  environmental  review  work  for 

Llltr  Vlbld  OidilUt?  L/idllldgc  Ddblll  1 1 1 1  }Jf  UVcllicllL  riUJtrLl. 

14-0195 

12-9-14 

H 

Approve  the  selection  of  URS  Corp.,  and  award  Agreement  No.  CS-396,  Engineering  Services 
Pilarcitos  Dam  and  Reservoir  Improvements  Project,  to  provide  specialized  dam  engineering  and 
geotechnical  services  during  all  phases  for  proposed  seismic  upgrades  at  Pilarcitos  Dam  and 

reservoir,  Mutnonze  tne  oivi  to  negotiate  ano  execute  d  proiebbiondi  berviueb  dgreement  iui  a 1 1 
amount  not  to  exceed  $3,000,000,  and  a  duration  of  seven  years. 

14-0196 

12-9-14 

DB-121R 

Authorize  an  agreement  for  an  amount  not-to-exceed  $18,500,000  with  one  of  five  pre- 
qualified  contractors,  for  Agreement  No.  DB-121R,  Moccasin  Powerhouse  Generators  Rewind 
Project,  a  Design-Build  Agreement  for  rehabilitation  of  the  rotor  and  stator  in  Generators  No.  1 
and  No.  2  at  the  Moccasin  Powerhouse. 

14-0197 

.  ■  ■ 

12-9-14 

Power  Enterprise 
Revenue  Bond  Debt 
Program 

Authorize  a  revenue  bond  debt  program  for  the  Power  Enterprise  and  issue  inaugural  revenue 
bonds  to  fund  a  not-to-exceed  principal  amount  of  $48M,  inclusive  of  financing  costs,  for 
projects  included  in  the  CIP;  Authorize  the  GM  to  sell  in  one  or  more  series  of  bonds;  Delegate 
the  GM  authorization  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest  cost)  bank  or 
underwriter(s);  Authorize  the  GM  to  submit  ordinances  to  the  BOS  (1)  authorizing  the 
establishment  of  a  new  Power  Bond  program;  and  (2)  authorizing  issuance  of  not-to-exceed 
prolyl  aggregate  principal  amount  or  new  money  rower  rsevenue  Donub. 

14-0198 

12-9-14 

Revocable  License 
to  Modesto 
Irrigation  District 
(MID) 

Authorize  a  month-to-month  revocable  license  to  MID  to  use  approximately  135  linear  feet  of 
SFPUC  Parcel  656  at  McHenry  Avenue  in  Modesto  for  the  installation  (via  subsurface  boring), 
operation,  maintenance  and  repair  of  a  new  six-inch  underground  conduit  beneath  SFPUC's 
water  transmission  pipelines  together  with  a  12,000  volt  electrical  distribution  circuit  within  the 
conduit,  for  no  use  fee. 
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14-0199 

12-9-14 

Amended  Lease  to 
Pacific  Rod  &  Gun 
Club 

Authorize  an  extension  of  the  Amended  and  Restated  Lease  between  the  SFPUC  and  the 
Pacific  Rod  and  Gun  Club  for  up  to  90  additional  days. 

14-0200^ 

14-0201 

14-0202 

12-9-14 

CLOSED  SESSION 
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SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  January  14,  2014 
NOTE  EARLIER  START  TIME 

11:00  A.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


General  Manager 


Donna  Hood 

Secretary 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood@sfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfgov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 

1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  December  10,  2013 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  FY  201 4-1 5  and  FY  201 5-1 6  Budget  Hearings 

a)  Power  Enterprise  Workshop 

b)  Hetch  Hetchy  Water  and  Power  Proposed  Budget 

i.  Hetch  Hetchy  Power  Presentation 

ii.  Hetch  Hetchy  Power  Budget  Summary 

iii.  Hetch  Hetchy  Power  Operating  Budget 

iv.  Hetch  Hetchy  Power  Ten-Year  Capital  and  Programmatic  Plans 

v.  Hetch  Hetchy  Power  Financial  Plans  and  Rates 

vi.  Hetch  Hetchy  Water  Presentation 

vii.  Hetch  Hetchy  Water  Budget  Summary 

viii.  Hetch  Hetchy  Water  Operating  Budget 

ix.  Hetch  Hetchy  Water  Ten-Year  Capital  and  Programmatic  Plans 

x.  Hetch  Hetchy  Water  Financial  Plans  and  Rates 

6.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Comprehensive  Annual  Financial  Report  (CAFR) 

d)  Popular  Annual  Financial  Report  (PAFR) 

e)  2012-13  SFPUC  Ratepayer  Assurance  Scorecard 

f)  Recreation  and  Park  Bond  Allocation  Update 

g)  Rim  Fire  Water  Quality  Report 

7.  Other  Commission  Business 

8.  Report  of  the  General  Manager 
a)  Water  Supply  Update 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 


525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3 1 65,  Fax:  (4 15)  554-3424. 


CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)     Approve  Amendment  No.  1  to  Agreement  No.  CS-991,  Preliminary  Design 

and  Environmental  Services,  Power  Transmission  Project,  with  URS  Corporation, 
^    to  provide  preliminary  engineering  design,  cost  estimating  and  environmental 
analysis  services;  and  authorize  the  General  Manager  to  extend  the 
Agreement  by  five  years  for  a  total  contract  duration  of  eight  years,  six 
months,  with  no  increase  to  the  Agreement  value.  (How) 


CM 
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b)     Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2697, 
Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  C,  in  the  amount  of 
$4,147,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State 
Constructors,  Inc.,  to  construct  five  new  AWSS  buried  concrete  cisterns  at  18th 
Ave.  and  Ulloa  St.;  21st  Ave.  and  Ocean  Ave.;  Funston  Ave.  and  Geary  Blvd.; 
*-l    San  Buenaventura  Way  and  St.  Francis  Blvd.;  and  Yerba  Buena  Ave.  and  St. 
Elmo  Way.  The  proposed  action  is  the  Approval  Action  as  defined  in  the  San 
Francisco  Administrative  Code,  Chapter  31 .  (Cruz) 

fc)     Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2705,  Town 
1  '     of  Sunol  Fire  Suppression  System,  in  the  amount  of  $5,702,680,  to  the  lowest, 
5=>  qualified,  responsible  and  responsive  bidder,  Azul  Works,  Inc.,  to  upgrade  the 

^  Town  of  Sunol  water  system  in  order  to  meet  the  terms  of  the  March  30,  2010 

*h  Memorandum  of  Understanding  between  the  SFPUC  and  Alameda  County.  The 

proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31.  (Cruz) 

d)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-514R  Southeast  Water  Pollution  Control  Plant  Medium  Voltage  System 
Reliability  Upgrades,  with  NTK  Construction,  Inc.,  in  the  amount  of  $99,796; 
and  an  increase  in  the  contract  duration  contingency  by  90  consecutive 
calendar  days;  and  Authorize  the  General  Manager  or  his  designee  to  approve 
future  modifications  to  the  contract  for  a  total  revised  contract  amount  of 
$2,422,100,  and  a  total  revised  contract  duration  up  to  930  consecutive 
calendar  days.  (Moala) 

e)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
*2       No.  WW-525,  Southeast  Water  Pollution  Control  Plant  Northside  Facility 
cd      Reliability  Upgrades  Phase  2,  with  NTK  Construction,  Inc.,  in  the  amount  of 

CD 
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$470,997;  and  Authorize  the  General  Manager  or  his  designee  to  approve 
future  modifications  to  the  contract  for  a  total  revised  contract  amount  not 
to  exceed  $1 2,746,997.  (Moala) 

f)  Approve  Modification  Nc%  3  to  Contract  No.  WW-541 ,  Southeast  Water 

co  Pollution  Control  Plant  Oxygen  Generation  Plant  Replacement,  with  NTK 

£E?  Construction  Inc.,  to  account  for  electrical  code  compliance  requirements  and 

c=>  coordination  related  to  electrical  service  to  the  new  oxygen  generation  plant, 

^  extending  the  contract  duration  by  60  consecutive  calendar  days,  for  a  total 

Y*1  contract  duration  of  389  consecutive  calendar  days,  with  no  change  to  the 
contract  amount.  (Moala) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-568, 

18th/25th/35th/47th  Avenues  and  Delancey/Felton/Fern/Hawes/Madrid/Steiner 


-4* 


CD 

c=>    Streets  Sewer  Replacement,  in  the  amount  of  $2,354,290,  to  the  lowest, 

qualified,  responsible  and  responsive  bidder,  J.  Flores  Construction,  to  replace 
the  existing  sewers  on  the  subject  streets.  The  proposed  action  is  the  Approval 
Action  as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31. 

(Cruz) 

h)  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with 
co      the  City  of  San  Bruno  for  an  amount  not  to  exceed  $65,000  and  with  a 

duration  of  18  months  for  the  purpose  of  funding  and  conducting  an  Emergency 
^      Water  Storage  Alternatives  Analysis  to  provide  information  regarding  the 
-<r      potential  effect  of  the  SFPUC's  proposed  Regional  Groundwater  Storage  and 
Recovery  Project  on  the  availability  of  emergency  water  storage  within  San 
Bruno's  pressure  zone  1/4.  (Ritchie) 

REGULAR  BUSINESS 

10.  Authorize  the  General  Manager  to  negotiate  the  terms  and  conditions  of  a 
Tenant  Improvement  Letter  with  544  Golden  Gate  Associates,  LLC  to 

^?    accompany  the  544  Golden  Gate  Avenue  Office  Lease  approved  by  the 

o    Commission  on  December  10,  2013.  The  total  cost  of  the  work  and  services 


performed  by  Landlord  pursuant  to  the  Work  Letter  shall  not  exceed  $400,000. 

(Cruz) 


<P.  Approve  Project  No.  CUW30102,  San  Francisco  Groundwater  Supply  Project; 

Adopt  the  required  California  Environmental  Quality  Act  Findings,  including  a 
O'    Statement  of  Overriding  Considerations,  and  the  Mitigation  Monitoring  and 

Reporting  Program;  and  authorize  the  General  Manager  to  implement  the  Project, 
in  compliance  with  the  Charter  and  applicable  law,  and  subject  to  Board  of 
Supervisors  approval  where  required.  (Cruz) 


12. 


Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


1 3.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Cauley) 

Existing  Claim 


o  Lee 
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City  Attorney  Claim  Nos.  13-02152  &  14-00834 
l      Date  Filed:  March  21,  2013 

Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  Ave  and  Wawona  are  as  follows: 
Payment  of  $120,000.00  in  exchange  for  a  full  and  final  release  of  all  liability. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Rothschild) 

Existing  Litigation 

State  Farm  vs.  City  and  County  of  San  Francisco 
City  Attorney  Claim  No.  12-02565 
Superior  Court  Case  No.:  CGC-1 3-532539 
Filed:  May  2,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
ey,       54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Rothschild) 

Existing  Claim 

CSSA  Insurance  Company  v.  City  and  County  of  San  Francisco 
*H    City  Attorney  Claim  No.  14-00504 
Filed:  August  30,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(O'Neil) 

Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 


o 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

21 .  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Mueller) 

Anticipated  Litigation  as  Plaintiff 

22.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Ambrose) 

Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Roddy) 

Anticipated  Litigation  as  Plaintiff 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

25.  Announcement  following  Closed  Session 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

27.  Other  new  business 
ADJOURNMENT 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1 1:05  AM. 

2.  Roll  Call 

Present:  Courtney,  Caen,  Moran  and  Torres 

3.  Approval  of  the  Minutes  of  December  10,  2013 

Commissioner  Moran  noted  there  was  no  statement  of  action  taken  for  item  21.  The 
Commission  Secretary  will  correct. 

On  Motion  to  approve  as  amended: 

Ayes:  Present:  Courtney,  Caen,  Moran  and  Torres 

Public  Comments 

•  None 

Commissioner  Vietor  arrived  at  1 1:07  AM. 

4.  Public  Comments 

•  Mr.  Eddie  Ahn,  Brightline  Defense  Fund,  expressed  support  for  GoSolar  Program 
funding. 

5.  FY  2014-15  and  FY  201 5-16  Budget  Hearings 

General  Manager  (GM)  Kelly,  Jr.,  introduced  the  two-year  budget,  noting  the 
consideration  of  balancing  priorities  while  keeping  operational  budgets  flat.  He 
indicated  three  core  principles  and  priorities  that  were  considered  during  the  budget 
preparation:  to  continue  high  quality  and  reliable  service;  to  keep  infrastructure  in  a 
good  state  of  repair;  and  to  preserve  ratepayer  affordability. 

Mr.  Todd  Rydstrom,  CFO  and  Assistant  General  Manager  (AGM),  provided  a 
summary  of  the  budget  hearings  process  scheduled  for  the  day,  as  well  as  the  next 
two  budget  hearings. 

Mr.  Rydstrom  provided  a  budget  snapshot,  noting  the  FY  2013-14  budget  of$873M, 
with  the  breakdown  of  $435M  in  Water,  $254M  in  Wastewater,  and  $185M  in  Hetchy 
($36M  Water  and  $149M  Power). 

He  discussed  overarching  budget  themes  of  Levels  of  Service  (LOS),  operations 
quality  and  reliance,  regulatory  compliance,  emergency  preparedness,  and 
efficiency  and  affordability. 

Commissioner  Moran  stated  that  he  received  documents  subsequent  to  materials 
initially  distributed,  and  indicated  that  going  forward  he  would  not  look  at  subsequent 
documents  and  that  staff  should  use  the  original  documents  as  the  baseline. 


SFPUC  Minutes 
January  14,  2014 
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The  GM  discussed  the  recent  history  of  the  Power  Enterprise  budget,  noting  items 
which  kept  it  in  balance,  including  deferring  capital  work  outside  of  the  10-Year  plan, 
increasing  the  General  Fund  rate  to  increase  revenue,  the  reduction  of  Power 
programs,  and  ways  to  debt  finance  capital  work.  He  noted  factors  and  requirements 
that  are  bringing  the  budget  out  of  alignment. 

a)  Power  Enterprise  Workshop 

Ms.  Barbara  Hale,  AGM,  Power,  discussed  the  purpose  of  her  presentation  and 
reviewed  Power  priorities,  noting  two  new  emphasis  areas:  developing  new 
revenue  sources  to  support  long  term  capital  requirements;  and  continue  work  to 
comply  with  changing  regulatory  requirements. 

Ms.  Hale  reviewed  the  current  Power  budget  of  $149M.  She  discussed  budgeted 
costs  and  revenues,  noting  retail  enterprise  customers  make  up  the  bulk  of 
revenue  and  that  operating  and  capital  costs  are  the  two  largest  cost 
components. 

Ms.  Hale  reviewed  the  previously-adopted  10-Year  Power  Capital  and  Financial 
Plans.  She  stated  the  previously  adopted  Power  10-Year  Capital  Plan  was 
$545M  and  that  the  adopted  10-Year  Financial  Plan  is  balanced.  However,  she 
stated  that  to  balance  those  plans,  capital  spending  was  cut  by  $224M  over  10 
years.  She  noted  those  cuts.  She  continued  by  discussing  budgeted  revenues 
from  the  current  customer  base  demonstrating  that  the  highest  value  customers 
are  retail  enterprise  customers. 

Ms.  Hale  discussed  challenges  of  essential  capital  improvements;  increased 
PG&E  transmission  and  distribution  rates;  and  new  costs  related  to  regulatory 
requirements.  She  discussed  costs  associated  with  each  challenge. 

President  Courtney  expressed  concern  that  energy  efficiency  was  not  included 
as  a  challenge  and  asked  that  it  be  included. 

Commissioner  Vietor  asked  for  analytics  and  data  on  SFPUC  energy  efficiency 
(savings)  programs,  including  General  Fund  customers. 

Commissioner  Moran  expressed  concern  with  Interconnection  Agreement  and 
noted  that  it  is  harder  to  afford  programs  that  benefit  PG&E  customers,  rather 
than  SFPUC  customers. 

The  General  Manager  indicated  that  conversations  have  taken  place  with  the 
Mayor  on  a  plan  to  increasing  General  Fund  rates  and  to  include  energy 
efficiency  efforts  to  reduce  consumption. 

Discussion  ensued  on  differing  customer  bases  and  what  services  the  SFPUC 
provides  to  each,  at  what  cost,  and  at  what  return.  Commissioner  Vietor 
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requested  information  on  the  rate  of  return  for  GoSolar  versus  municipal,  as 
compared  to  energy  efficiency,  to  aid  in  the  ability  to  prioritize. 

Ms.  Hale  continued  by  discussing  the  Power  fiscal  cliff  and  possible  solutions. 
Discussion  ensued  on  additional  potential  customer  base,  rates  and  additional 
revenues.  Commissioner  Vietor  requested  that  information  be  included  that 
recognizes  potential  new  customer  base  revenue  and  one  that  shows  potential 
savings  from  energy  efficiency. 

Ms.  Hale  noted  options  for  balancing  FY  2014-15  to  FY  201 5-1 6  capital  and 
operating  budgets,  including  issuing  debt,  reducing  costs,  increasing  rates,  new 
revenue  sources,  and  reserves.  She  discussed  possible  actions  associated  with 
each  and  emphasized  that  if  there  is  a  drought,  additional  net  impacts  of  about 
$8M  per  year  would  result,  depending  on  the  severity  of  the  drought. 

The  General  Manager  continued  to  discuss  actions  that  must  take  place  and 
stated  that  if  nothing  is  done,  cuts  will  need  to  be  made  to  essential  services, 
SFPUC  staff,  and  other  programs  that  the  SFPUC  supports. 

President  Courtney  requested  that  staff  provide  quarterly  updates  on  the  Power 
financial  situation. 

The  General  Manager  cautioned  that  during  years  with  excess  revenues  the 
reserves  need  to  be  saved.  And,  as  new  customers  are  acquired,  contingency 
plans  need  to  be  implemented. 

Commissioner  Vietor  requested  that  all  possible  revenue  sources  be  included  in 
the  revenue  source  list.  Ms.  Hale  noted  that  the  10-Year  Financial  Plan  includes 
anticipated  revenue  from  new  customers,  but  that  she  will  include  all  possible 
sources  of  financial  revenue.  Discussion  ensued,  and  in  response  to  a  request 
from  Commissioner  Torres,  Ms.  Hale  noted  she  will  include  scenarios  that 
include  a  drought  situation. 

b)  Hetch  Hetchv  Water  and  Power  Proposed  Budget 

Ms.  Hale  reviewed  the  Power  Enterprise's  total  budget  request,  noting  a  flat 
budget  with  a  slight  increase  in  transmission  and  distribution  costs  for  the 
purchase  of  power. 

Ms.  Hale  continued  by  discussing  the  total  sources  and  uses  of  funds,  indicating 
the  primary  source  of  funds  is  the  sale  of  electricity,  while  the  largest  uses  of 
funds  includeoperating  cost  and  power  purchasing.  In  response  to  a  question 
from  Commissioner  Moran,  Ms.  Hale  indicated  that  the  budget  assumes  debt 
issuance.  Discussion  ensued  on  reserves  and  debt  ratios.  The  General  Manager 
noted  that  reserves  will  be  reducing  quickly,  costs  need  to  be  redirected,  and 
corrective  action  needs  to  be  taken. 
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Ms.  Hale  briefly  reviewed  the  Power  Enterprise's  organizational  chart,  indicating 
that  there  will  be  a  reorganization  to  address  planning  and  customer 
development  associated  with  accessing  new  revenues  and  customer 
commitment.  She  noted  there  are  no  proposed  position  increases  and  that  two 
positions  are  being  removed. 

Commissioner  Vietor  requested  an  organizational  chart  that  provides  additional 
detail  that  includes  the  proposed  reorganization. 

Ms.  Hale  reviewed  the  FY14-15  and  FY  15-16  proposed  Operating  and  Capital 
budgets,  and  discussed  how  the  budget  requests  help  achieve  the  Enterprise's 
LOS  Goals.  She  touched  on  the  Enterprises'  regulatory  compliance  challenges  of 
reliability  standards;  resource  adequacy;  risk  management  requirements;  and  the 
possible  certification  ofKirkwood  as  bundled  a  Renewable  Portfolio  Standards 
(RPS  resource. 

In  response  to  an  inquiry  from  Commissioner  Moran  regarding  how  Treasure 
Island  (Tl)  fits,  Ms.  Hale  indicated  that  the  SFPUC  is  the  caretaker  utility,  and  is 
not  in  charge  of  the  rate  setting,  nor  does  the  SFPUC  own  the  assets.  She  noted 
the  budget  continues  to  fund  the  electric  and  natural  gas  operations  at  Tl.  She 
noted  that  the  10-Year  Capital  Plan  doesn't  assume  new  development  revenue 
growths  from  Tl.  Brief  discussion  ensued  on  the  LOS  provided  at  Tl,  the 
SFPUC's  role,  possible  development,  and  regulatory  requirements  timeline. 

Ms.  Hale  summarized  rates,  noting  the  possibility  of  increasing  adopted  General 
Fund  customer  rates.  She  stated  that  Enterprise  customer  rates  will  follow  PG&E 
rate  increases/decreases,  as  required  by  adopted  Tariff.  She  indicated  that  rate 
increases  alone  will  not  be  adequate  to  support  needed  capital  improvements. 

Mr.  Steve  Ritchie,  AGM  Water,  introduced  the  budget  by  providing  a  map  and 
overview  of  the  Hetch  Hetchy  Water  and  Power  System  (HHWP).  He  provided  an 
organizational  chart  of  the  Water  Enterprise,  noting  how  HHWP  fits. 

Mr.  Ritchie  continued  by  describing  the  FY  2014-15/15-16  HHWP  priorities  of: 
System  Reliability  (WSIP;  support  of  Bay-Delta  and  FERC  proceedings; 
communication  system  upgrade;  modernization  of  shop  and  powerhouse 
facilities);  and  Regulatory  Requirements  associated  with  the  facilities.  He 
continued  by  providing  a  summary  of  the  Hetchy  Water  total  budget  request:  FY 
2014-15  ($39M);  and  FY  2015-16  ($39M).  Mr.  Ritchie  then  provided  detail  of  the 
total  requested  full-time  authorized  positions. 

Commissioner  Moran  noted  that  throughout  the  budget  proceedings  he  will  be 
looking  for  net-zero  position  budget  increases. 

Mr.  Ritchie  briefly  detailed  the  source  of  Hetchy  Water  funds  and  the  total  use  of 
funds.  He  turned  his  focus  to  communicating  HHWP  budget  changes:  Operating 
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Budget:  no  significant  changes;  Capital  Budget-  two  significant  issues:  -  first, 
seven  candidate  projects  in  the  Capital  budget;  and  second,  the  Mountain  Tunnel 
Rehabilitation/Bypass. 

Mr.  Ritchie  discussed  the  Mountain  Tunnel  Rehabilitation/Bypass  Project.  He 
provided  a  history  and  purpose  of  the  tunnel,  and  noted  the  Jacobs  2008 
Condition  Assessment  and  the  2013  URS  Alternatives  Analysis.  He  provided  a 
map  of  the  tunnel,  describing  the  condition  of  the  tunnel  along  the  route  and 
alternative  actions  that  can  be  taken  to  improve  conditions  and  avoid 
catastrophic  failure.  Brief  discussion  ensued  on  the  Project  and  associated  risk 
for  failure.  Mr.  Ritchie  continued  by  discussing  recommendations  from  the 
Alternative  Analysis. 

Mr.  Ritchie  provided  background  on  the  WECC/NERC  Reliability  Standards, 
noting  the  enacting  Energy  Policy  Act  of  2005,  describing  the  regional  entities 
who  participate.  He  discussed  challenges  associated  with  WECC/NERC, 
specifically  detailing  critical  infrastructure  protection  and  NERC  Alert  for 
transmission  line  clearance. 

Mr.  Rydstrom  continued  the  presentation  by  providing  information  on  the  FY 
2014-15  through  FY  2023-24  10-Year  Capital  Plan,  which  shows  increased  need 
of  $666.8M,  due  to  the  increases  associated  with  Mountain  Tunnel  and  the 
Streetlight  Consolidation  Project .  He  noted  the  Power  Enterprise's  Fiscal 
shortfall  is  $467M,  with  the  Mountain  Tunnel  Rehab  Project  and  projected  PG&E 
cost  increases  related  to  the  expiring  Interconnection  Agreement  being 
responsible  for  the  bulk  of  the  increase.  He  stated  that  even  with  the  sale  of 
Hetchy  Water  Bonds,  to  pay  for  Water's  share  of  the  Mountain  Tunnel  joint  asset 
project,  there  will  still  be  a  shortfall  on  the  Hetchy  Power  side  of  the  ledger. 

Mr.  Rydstrom  provided  summaries  of  key  changes  in  the  10-year  Capital  Plan 
budget  and  the  two-year  Capital  Budget,  reviewing  highlights  of  specific 
increases  for  Power  (streetlights,  77,  renewable  generation,  transmission/ 
distribution,  and  energy  efficiency);  and  Water  (water  infrastructure,  joint 
water/power  projects,  and  Power  infrastructure).  He  reviewed  new  Hetch  Hetchy 
projects,  including  up-front  associated  costs. 

Mr.  Rydstrom  discussed  the  Power  Enterprise  fiscal  cliff  and  possible  solutions. 
He  noted  significant  new  expenses:  PG&E  new  expenses  ($21M/year); 
WECC/NERC  Compliance  ($6M/year);  and  Mountain  Tunnel  ($408M).  He 
offered  possible  solutions,  including  new  customers  (assumed  and  potential); 
General  Fund  rate  at  full  cost;  General  Fund  paying  for  streetlights,  including  new 
PG&E  expenses;  General  Obligation  Bonds;  the  possible  use  of  reserves;  and 
operating  and  capital  budget  cuts. 

In  response  to  a  question  by  Commissioner  Torres,  Mr.  Rydstrom  indicated 
current  reserves  of  $46M.  Discussion  ensued  on  options  to  bridge  the  shortfall. 
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Mr.  Rydstrom  indicated  that  the  financial  plan  projections  assumed  a  median- 
hydro  year  and  that  the  scenario  could  change  in  a  drought  situation. 

Commissioner  Moran  requested  information  on  the  proposed  change  to  the 
business  model  for  providing  streetlight  services,  specifically  where  the 
acquisition  fits  in  the  process  and  mission.  He  requested  that  it  be  presented  in  a 
Triple  Bottom  Line  format. 

Commissioner  Moran  asked  for  information  on  the  "1 1th  year"  for  transmission 
upgrades  so  not  to  lose  track  of  what  is  needed. 

The  General  Manager  wrapped-up  the  presentation  and  stated  that  the  AGM's 
were  able  to  meet  his  request  to  re-direct  priorities  and  to  do  more  with  less.  In 
response  to  an  inquiry  from  Commissioner  Moran,  he  stated  there  are  2,192 
budgeted  positions.  Commissioner  Moran  indicated  he  wants  to  see  zero  new 
positions. 

President  Courtney  thanked  staff  for  their  outstanding  presentations  and  the  work 
that  was  involved.  He  thanked  Commissioner  Torres  for  his  comments  and  his 
fiscal  advice  and  fiscal  responsibility. 

Public  Comments 

•  Mr.  David  Pilpel  stated  there  needs  to  be  more  investment  in  energy  efficiency 
and  General  Fund  contribution.  He  offered  thoughts  on  the  Mountain  Tunnel 
costs,  interconnection  agreement,  Newark  transmission  line,  cost  of  service 
and  rates,  streetlight  purchase,  capital  costs,  and  the  Department  of 
Environment  programs.  Commissioner  Courtney  asked  for  additional 
information  on  the  Newark  transmission  line,  which  was  provided. 

Commissioner  Vietor  asked  for  additional  information  on  transmission  costs  and 
if  it  could  be  a  source  of  revenue;  and  for  information  on  what  the  cost  of  service 
coverage  is  and  when  it  will  come  due. 

The  General  Manager  stated  he  will  provide  follow-up  as  part  of  the  upcoming 
power  quarterly  updates. 

•  Mr.  Eric  Brooks,  SF  Green  Party  &  grassroots  organization  Our  City,  asked 
that  the  Commission  look  at  efficiency  as  well  as  renewables.  He  offered 
thought  on  the  drought,  the  possible  loss  of  power  revenue,  the  need  for  other 
source  of  renewable  power,  the  climate  crisis,  GoSolarSF,  and 
CleanPowerSF. 

•  Mr.  Francisco  DaCosta  provided  comments  on  the  intent  of  the  Raker  Act.  He 
discussed  the  need  for  monitoring  water  leech.  He  offered  thoughts  on  SFPUC 
staffing  levels. 
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•  Jason  Fried,  LAFCO  staff,  spoke  on  behalf  of  Chair  Avalos  regarding  CCA.  He 
indicated  that  CCA  would  offer  additional  customers  and  provide  revenue  and 
that  it  should  be  incorporated  into  current  programs. 

President  Courtney  asked  that  staff  prepare  a  memorandum  related  to  the 
availability  of  funds  and  if  the  SFPUC  can  engage  the  CPUC  to  acquire  those 
funds  for  the  benefit  of  SFPUC  Power  customers.  Commissioner  Vietor  asked 
that  the  memo  also  address  the  potential  to  use  a  CCA  customer  base  to  meet 
revenue  issues  and  what  the  revenue  might  look  like. 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  highlighted  the  discussion  of  catastrophic 
failures  of  vital  structures  and  the  concern  for  unknown  and  unsecure  costs  for 
the  10-Year  CI  P. 

•  Dr.  Espanola  Jackson  stated  she  was  chosen  as  the  SFPUC  representative 
for  Solar  door  hangers.  She  expressed  concern  for  broken  pipes  and  leakage. 

•  Eddie  Ahn,  Brightline  Defense  Fund,  advocated  for  General  Fund  rate 
increases  and  that  additional  property  tax  revenue  should  be  used  to  assist  in 
the  funding  for  the  GoSolarSF  Program. 

The  Commission  went  into  recess  at  1:48  PM. 
The  Commission  came  out  of  recess  at  2:15  PM. 

6.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Comprehensive  Annual  Financial  Report  (CAFR) 

d)  Popular  Annual  Financial  Report  (PAFR) 

e)  2012-13  SFPUC  Ratepayer  Assurance  Scorecard 

f)  Recreation  and  Park  Bond  Allocation  Update 

g)  Rim  Fire  Water  Quality  Report 

President  Courtney  provided  thoughts  on  the  public  comment  period  and  his  desire  to 
ensure  everyone  is  heard.  He  stated  that  he  represents  a  number  of  employees  who 
work  at  the  SFPUC,  commended  the  management  team,  and  expressed  his  full  support 
for  them. 

President  Courtney  provided  comments  on  item  6b,  specifically  the  email  related  to 
Lake  Merced  and  the  boathouse,  and  item  6f,  the  Recreation  and  Park  Bond  Allocation 
Update.  He  summarized  discussions  that  occurred,  and  about  the  responsibilities  of 
each  agency.  He  requested  that  the  Recreation  and  Park  Department  (RPD)  develop  a 
list  of  recommendations  and  priorities  for  Lake  Mercedto  be  reviewed  and  adopted  by 
the  SFPUC. 

Commissioner  Moran  stated  that  when  the  RPD  MOU  was  adopted  it  included  a  goal 
setting  and  review  process,  which  was  to  be  completed  by  the  end  of  2013.  He  noted 
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that  the  process  has  not  been  completed.  He  requested  that  concerned  individuals 
address  their  concerns  to  the  RPD,  with  a  copy  to  the  SFPUC,  so  it  can  be  included  in 
the  review  process. 

Commissioner  Courtney  referenced  communication  from  the  Department  of  the 
Environment  (SFE)  regarding  the  joint  meeting,  which  is  set  for  February  25,  2014.  He 
stated  that  although  the  perception  is  that  the  SFPUC  has  money,  in  light  of  the  budget 
concerns  expressed  earlier,  difficult  fiscal  decisions  need  to  be  made.  He  indicated  that 
individuals  have  other  avenues  for  the  raising  of  issues,  and  that  those  issues  should  be 
raised  at  other  departments  and  commissions. 

Commissioner  Vietor  stated  that  in  light  of  the  SFPUC  budget  situation,  the  joint 
meeting  agenda  should  include  the  SFPUC's  fiscal  situation. 

Commissioner  Vietor  suggested  joint  meetings  with  the  Arts  Commission  and 
Recreation  and  Park  Commission.  Discussion  ensued  on  art  funding  and  if  there  is  a 
need  for  joint  meetings.  President  Courtney  stated  that  the  Arts  Commission  issues  are 
procedural  and  administrative  and  doesn't  warrant  at  joint  meeting.  He  stated  the 
relationship  with  the  RPD  and  SFE  is  different  and  joint  meetings  are  warranted. 

Public  Comments 

•  Dr.  Espanola  Jackson  stated  that  she  did  not  receive  the  agenda  in  the  mail  and 
wants  to  ensure  she  is  on  the  mailing  list. 

•  Mr.  David  Pilpel  provided  comments  on  the  Ratepayer  Assurance  Scorecard. 

Commissioner  Caen  asked  for  clarification  on  the  Safety  section  of  the  Scorecard, 
which  AGM  Rydstrom  provided. 

•  Ms.  Angela  Armstrong,  Hunters  Point  Cultural  Center  and  Art  Gallery,  expressed 
concern  over  who  was  awarded  grants  from  the  Arts  Commission. 

President  Courtney  provided  a  summary  of  the  discussions  regarding  the  arts  grant 
funding  and  the  recommendations  that  were  made  to  the  Arts  Commission.  He  stated 
that  there  has  been  no  indication  that  the  Arts  Commission  has  adopted  the 
recommendations  and  asked  that  staff  follow-up  with  the  Arts  Commission  and  report 
back. 

Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  Water  Supply  Update 

Mr.  Steve  Ritchie  provided  an  update  on  the  water  supply  by  discussing  water 
supply  conditions;  reservoir  storage  as  of  January  12;  precipitation  at  Hetch 
Hetchy  for  the  2014  water  year;  snowpack;  and  regional  water  system  deliveries. 
Discussion  ensued  on  historical  drought  conditions. 
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Mr.  Ritchie  discussed  water  supply  availability  information  provided  to  customers. 
He  indicated  that  a  basic  conservation  message  is  relayed  to  customers,  but  that 
it  is  even  more  important  due  to  the  conditions.  He  stated  that  staff  is  tracking 
conditions  on  a  weekly  basis  in  order  to  be  prepared  in  the  event  a  declaration  of 
a  water  supply  emergency  is  necessary. 

Commissioner  Vietor  asked  how  the  Governor's  declaration  of  emergency  would 
affect  the  SFPUC  to  which  the  City  Attorney  provided  response. 

Commissioner  Moran  noted  there  is  a  difference  between  a  drought  and  a  water 
supply  deficiency,  and  water  storage  capacity  is  in  place  to  address  deficiencies. 

Discussion  ensued  on  conservation  needs  and  on  planning  to  diversify  water 
supply. 

Public  Comments 
•  None 

9.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-991.  Preliminary  Design  and 
Environmental  Services.  Power  Transmission  Project,  with  URS  Corporation,  to 
provide  preliminary  engineering  design,  cost  estimating  and  environmental 
analysis  services;  and  authorize  the  General  Manager  to  extend  the  Agreement 
by  five  years  for  a  total  contract  duration  of  eight  years,  six  months,  with  no 
increase  to  the  Agreement  value.  (Resolution  14-0001) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2697. 
Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  C.  in  the  amount  of 
$4.147.000.  to  the  lowest.  Qualified,  responsible  and  responsive  bidder.  Cal  State 
Constructors.  Inc..  to  construct  five  new  AWSS  buried  concrete  cisterns  at  18th 
Ave,  and  Ulloa  St.;  21st  Ave,  and  Ocean  Ave.;  Funston  Ave,  and  Geary  Blvd.: 
San  Buenaventura  Way  and  St.  Francis  Blvd.;  and  Yerba  Buena  Ave,  and  St. 
Elmo  Way.  The  proposed  action  is  the  Approval  Action  as  defined  in  the  San 
Francisco  Administrative  Code.  Chapter  31 .  (Resolution  14-0002) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2705.  Town 
of  Sunol  Fire  Suppression  System,  in  the  amount  of  $5.702.680.  to  the  lowest. 
Qualified,  responsible  and  responsive  bidder,  Azul  Works.  Inc..  to  upgrade  the 
Town  of  Sunol  water  system  in  order  to  meet  the  terms  of  the  March  30,  2010 
Memorandum  of  Understanding  between  the  SFPUC  and  Alameda  County.  The 
proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code.  Chapter  31.  (Resolution  14-0003) 

d)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
NaWW-514R  Southeast  Water  Pollution  Control  Plant  Medium  Voltage  System 
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Reliability  Upgrades,  with  NTK  Construction,  Inc.,  in  the  amount  of  $99,796;  and 
an  increase  in  the  contract  duration  contingency  by  90  consecutive  calendar 
days;  and  Authorize  the  General  Manager  or  his  designee  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  of  $2.422,100, 
and  a  total  revised  contract  duration  up  to  930  consecutive  calendar  days. 
(Resolution  14-0004) 

e)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-525.  Southeast  Water  Pollution  Control  Plant  Northside  Facility 
Reliability  Upgrades  Phase  2,  with  NTK  Construction,  Inc.,  in  the  amount  of 
$470,997;  and  Authorize  the  General  Manager  or  his  designee  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  not  to  exceed 
$12,746,997.  (Resolution  14-0005) 

f)  Approve  Modification  No.  3  to  Contract  No.  WW-541 ,  Southeast  Water  Pollution 
Control  Plant  Oxygen  Generation  Plant  Replacement,  with  NTK  Construction 
Inc.,  to  account  for  electrical  code  compliance  reguirements  and  coordination 
related  to  electrical  service  to  the  new  oxygen  generation  plant,  extending  the 
contract  duration  by  60  consecutive  calendar  days,  for  a  total  contract  duration  of 
389  consecutive  calendar  days,  with  no  change  to  the  contract  amount. 
(Resolution  14-0006) 

g)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-568, 

1 8th/25th/35th/47th  Avenues  and  Delancev/Felton/Fern/Hawes/Madrid/Steiner 
Streets  Sewer  Replacement,  in  the  amount  of  $2.354,290.  to  the  lowest. 
Qualified,  responsible  and  responsive  bidder,  J.  Flores  Construction,  to  replace 
the  existing  sewers  on  the  subject  streets.  The  proposed  action  is  the  Approval 
Action  as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31 . 
(Resolution  14-0007) 

h)  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with 
the  City  of  San  Bruno  for  an  amount  not  to  exceed  $65,000  and  with  a  duration  of 
1 8  months  for  the  purpose  of  funding  and  conducting  an  Emergency  Water 
Storage  Alternatives  Analysis  to  provide  information  regarding  the  potential  effect 
of  the  SFPUC's  proposed  Regional  Groundwater  Storage  and  Recovery  Project 
on  the  availability  of  emergency  water  storage  within  San  Bruno's  pressure  zone 
1/4.  (Resolution  14-0008) 

On  Motion 

Ayes:  Courtney,  Caen,  Moran,  Vietor  and  Torres 

Public  Comments 
None. 

10.  Authorize  the  General  Manager  to  negotiate  the  terms  and  conditions  of  a  Tenant 
Improvement  Letter  with  544  Golden  Gate  Associates,  LLC  to  accompany  the  544 
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Golden  Gate  Avenue  Office  Lease  approved  by  the  Commission  on  December  10, 
2013.  The  total  cost  of  the  work  and  services  performed  by  Landlord  pursuant  to 
the  Work  Letter  shall  not  exceed  $400.000.  (Resolution  14-0009) 

Commissioner  Moran  asked  why  the  improvement  letter  was  not  presented  as  part 
of  the  prior  lease  approval,  to  which  AGM  Cruz  responded  that  the  original  lease 
did  not  include  all  needed  tenant  improvements.  Commissioner  Moran  requested 
that  going  forward  all  costs  associated  with  the  lease  be  presented  at  the  time  of 
approval. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 

•  None. 

11.  Approve  Project  No.  CUW30102.  San  Francisco  Groundwater  Supply  Project: 
Adopt  the  required  California  Environmental  Quality  Act  Findings,  including  a 
Statement  of  Overriding  Considerations,  and  the  Mitigation  Monitoring  and 
Reporting  Program:  and  authorize  the  General  Manager  to  implement  the  Project, 
in  compliance  with  the  Charter  and  applicable  law,  and  subject  to  Board  of 
Supervisors  approval  where  reguired.  (Resolution  14-0010) 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 
Public  Comments 

•  Mr.  David  Pilpel,  expressed  support  for  the  item. 

12.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  to  assert 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 
The  Commission  entered  Closed  Session  at  3:05  PM. 
Closed  Session 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
(Resolution  14-0011) 

Existing  Claim  
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Lee 

City  Attorney  Claim  Nos.  13-02152  &  14-00834 
Date  Filed:  March  21,  2013 

Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  Ave  and  Wawona  are  as  follows: 
Payment  of  $120,000.00  in  exchange  for  a  full  and  final  release  of  all  liability. 

1 5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
(Resolution  14-0012) 
Existing  Litigation 

State  Farm  vs.  City  and  County  of  San  Francisco 
City  Attorney  Claim  No.  12-02565 
Superior  Court  Case  No.:  CGC-1 3-532539 
Filed:  May  2,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
(Resolution  14-0013) 
Existing  Claim 

CSSA  Insurance  Company  v.  City  and  County  of  San  Francisco 
City  Attorney  Claim  No.  14-00504 
Filed:  August  30,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 
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20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

21 .  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Plaintiff 

22.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Plaintiff 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

The  Commission  returned  from  Closed  Session  at  3:29  PM. 

25.  Announcement  following  Closed  Session. 

President  Courtney  announced  that  settlements  were  reached  on  items  14,  15, 
and  16,  and  that  no  other  action  was  taken. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

27.  Other  new  business. 

President  Courtney  stated  that  the  January  28,  2014  Commission  meeting  will 
begin  at  11:00  am. 

President  Courtney  adjourned  the  meeting  at  3:31  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0001 


WHEREAS,  On  June  18,  2010,  this  Commission  awarded  Agreement  No.  CS-991, 
Preliminary  Design  and  Environmental  Analysis  Services,  Power  Transmission  Project,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate 
and  execute  a  professional  services  agreement,  in  the  amount  of  $5,000,000,  and  with  a  term  of  3 
years,  6  months,  concluding  on  March  1,  2014,  with  URS  Corporation. 

WHEREAS,  Amendment  No.  1  is  being  requested  increasing  the  contract  duration  by 
five  (5)  years  for  a  total  contract  duration  of  eight  (8)  years,  six  (6)  months  thus  revising  the 
contract  term  from  August  1 ,  20 1 0  to  March  1 ,  20 1 9;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  sub  consulting  goal  of  14%  LBE 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Hetchy  index  codes  CUH971 
and  CUH99 1 ;  now,  therefore,  be  it: 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-991,  Preliminary  Design  and  Environmental  Services,  Power  Transmission  Project,  with 
URS  Corporation;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  to  extend  the  Agreement  by  five  (5)  years  for  a  total  contract  duration  of 
eight  (8)  years,  six  (6)  months,  with  no  corresponding  increase  to  the  Agreement  value. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0002 


and 


ContracrN^R^S^2Q070AEartrqUa  w^J  &  Emer§ency  ResPons^  Bond  Program-funded 
Contract  No.  WD-2697,  Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  C  was 

advertised  on  October  7,  2013;  and 

,441q™f'  The  baseline  bud§et  amount  ^  $4,400,000  and  the  Engineer's  Estimate  is 
44,439,000  for  this  construction  contract  work  to  construct  five  (5)  new  AWSS  buried  concrete 

G^vd^  ArUe  ^  UI1^Street;  2LSt  AVCnUe  and  °Cea"  Avenue=  F-tTAte^ 
ElnTo  Way  and    BU6naVentUra  Way  and  &  Francis  Blvd-=  and>  Y^a  Buena  Avenue  and  St. 

WHEREAS,  The  contract  duration  is  455  consecutive  calendar  days;  and 

>u  ,  d  WHEREAS'  0n  September  27,  2012,  the  San  Francisco  Planning  Department  determined 
that  Project  No.  CUWAWSAW07,  Cisterns  Construction  #2,  is  exempt*  aQass  1  Cate^ricat 
JOUAlim^l  Environmental  Quality  Act  (CEQA)  and  assigned  it  case  number 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  November  14,  2013; 

™  :  WHEREAS'  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Cal  State  Constructors,  Inc  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  15%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  16.76%  with  its  bid  submittal;  and 

«Hth  t^ER,E^S'  J116/™  bdng  aWafded  a  COntract  ^  the  SFPUC  must  be  ^  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
tne  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW07,  New  Cisterns-  now 
meretore,  be  it  ' 


RESOLVED  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  2010  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  Contract  Na 
WD-2697  Auxiliary  Water  Supply  System  -  New  Cisterns  C,  in  the  amount  of  $4,147,000,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constructors,  Inc. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0003 


WHEREAS,  Water  Enterprise,  Capital  Improvement  Program  (ClP)-funded  Contract  No. 
WD-2705,  Town  of  Sunol  Fire  Suppression  System  was  advertised  on  September  20,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $5,500,00  for  this  construction  contract  work  to 
improve  the  Town  of  Sunol  water  system;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days  to  final  completion; 

and 

WHEREAS,  on  July  23,  2013  the  Planning  Department  determined  that  Project  No. 
CUW26308,  Town  of  Sunol  Fire  Suppression  System,  was  determined  to  be  categorically 
exempt  as  a  Class  1  Categorical  Exemption  under  the  California  Environmental  Quality  Act 
(CEQA),  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  November  7,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Azul  Works,  Inc.  as  the 
adjusted-lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  14%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  16.89%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW26308,  Town  of  Sunol  Fire 
Suppression  System;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  CEP-funded  Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression 
System,  in  the  amount  of  $5,702,680,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Azul  Works,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0004 


WHEREAS,  On  May  10,  2011,  per  Resolution  No.  11-0061,  this  Commission  approved 
the  award  of  Contract  No.  WW-514R,  Southeast  Water  Pollution  Control  Plant  Medium  Voltage 
System  Reliability  Upgrades,  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  June  20, 
2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,111,000  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  performed  additional  code  compliant  electrical  work 
required  by  PG&E  and  delays  due  to  cancellation  of  required  plant  shutdowns;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $34,637  to  account  for  unforeseen 
underground  conditions  and  bioassay  equipment,  increasing  the  contract  amount  to  $2,145,637; 
and 

WHEREAS,  Modification  No.  2  (Resolution  No.  12-0047)  was  issued  for  $15,509  to 
install  additional  conduits  for  three  compressors  associated  with  the  Oxygen  Plant,  increasing  the 
contract  amount  to  $2,161,146,  and  increasing  the  contract  duration  by  240  consecutive  calendar 
days  to  complete  the  intended  scope  of  work  during  the  next  available  dry  weather  period,  for  a 
total  contract  duration  of  510  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  was  issued  for  $13,717  to  purchase  sprockets  for 
emergency  electrical  repairs,  increasing  the  contract  amount  to  $2,174,863;  and 

WHEREAS,  Modification  No.  4  (Resolution  No.  12-0185)  was  issued  for  $87,910  to  add 
protective  measures  for  electrical  works  in  order  to  comply  with  PG&E  requirements,  increasing 
the  contract  amount  to  $2,262,773,  and  increasing  the  contract  duration  by  120  consecutive 
calendar  days  to  complete  the  contract  work  that  was  further  delayed  due  to  the  inability  to 
schedule  required  plant  shutdowns,  for  a  total  contract  duration  of  630  consecutive  calendar 
days;  and 

WHEREAS,  Modification  No.  5  (Resolution  No.  13-0045)  was  issued  for  a  time 
extension  of  210  consecutive  calendar  days  to  complete  the  contract  work  that  was  further 
delayed  due  to  the  inability  to  schedule  required  shutdowns,  increasing  the  contract  duration  to 
840  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  6-7  were  issued  for  $49,685  to  conduct  a  short  circuit 
study  and  add  relays  for  the  new  main  switchgear  doors,  increasing  the  contract  amount  to 
$2,312,458;  and 


WHEREAS,  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $99,796  and  a 
time  extension  of  90  consecutive  calendar  days  is  being  requested,  subject  to  the  General 
Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  a  Contract  Monitoring  Division  subcontracting  goal  of  10%  Local  Business 
Enterprise  participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC41,  Southeast  Plant 
Electrical  Reliability;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $99,796,  for  a  total  revised  contract  limit  amount  of 
$2,412,896,  and  approves  an  increase  to  the  existing  contract  duration  contingency  by  90 
consecutive  calendar  days,  for  a  total  revised  contract  duration  up  to  930  consecutive  calendar 
days,  for  WWE,  CIP-funded  Contract  No.  WW-514R,  Southeast  Water  Pollution  Control  Plant 
Medium  Voltage  System  Reliability  Upgrades,  with  NTK  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0005 


WHEREAS,  On  August  14,  2012,  per  Resolution  No.  12-0146,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (CD?)- 
funded  Contract  No.  WW-525,  Southeast  Water  Pollution  Control  Plant  (SEP)  Northside  Facility 
Reliability  Upgrades  Phase  2,  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  9 
2012;  and  ' 

WHEREAS,  The  original  contract  amount  was  for  $1 1,160,000,  and  the  original  contract 
duration  was  656  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the  Commission; 
and 

WHEREAS,  The  project  encountered  performance  of  unanticipated  essential  electrical 
and  Instrumentation  &  Control  (I&C)  scope  of  work,  which  is  necessary  to  complete  the 
intended  contract  work  for  reliability  and  upgrades  of  facility;  and 

WHEREAS,  Modification  Nos.  1-5  were  issued  for  $1,116,000  to  upgrade  the  electrical 
and  mechanical  systems  and  modify  the  Hydraulic  Power  Unit  including  the  I&C  systems, 
increasing  the  contract  amount  to  $12,276,000;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $470,997  is 
being  requested,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  8.00%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  A  25.56%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
accepted,  consistent  with  the  CMD  Director's  authority  under  Section  14B.8(C)  of  the 
Administrative  Code,  and  committed  by  the  Contractor;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC37,  WWE  Facility 
Reliability  Improvements  (SEP  Northside);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  for  the  WWE,  CIP-funded  Contract  No.  WW-525,  Southeast  Water  Pollution 
Control  Plant  (SEP)  Northside  Facility  Reliability  Upgrades  Phase  2,  in  the  amount  of  $470,997 
for  a  total  cost  contingency  amount  of  $1,586,997;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  not  to  exceed  $12,746,997. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


QiQ&nAJ^  \3l<nxL^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0006 


WHEREAS,  On  December  11,  2012,  per  Resolution  No.  12-0226,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP)-funded  Contract  No.  WW-541,  Southeast  Water  Pollution  Control  Plant  Oxygen 
Generation  Plant  Replacement,  to  NTK  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  22, 
2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $9,476,360  and  the  original  contract 
duration  was  300  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $56,583  to  reduce  blower  pad  height, 
increasing  the  contract  amount  to  $9,532,943,  and  a  time  extension  of  7  consecutive  calendar 
days  to  account  for  the  delay  in  fabrication  due  to  the  change  in  blower  pad  height,  extending  the 
contract  duration  to  307  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  -$61,488  to  delete  pile  testing  and 
redundant  breakers  scope,  decreasing  the  contract  amount  to  $9,471,455,  and  a  time  extension  of 
22  consecutive  calendar  days  to  account  for  the  cancelation  of  planned  shutdown  due  to  plant 
process  issues,  extending  the  contract  duration  to  329  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  is  being  requested  for  a  non-compensable  time 
extension  of  60  consecutive  calendar  days  to  account  for  electrical  code  compliance 
requirements  and  coordination  related  to  electrical  service  to  the  new  oxygen  generation  plant, 
increasing  the  contract  duration  to  389  consecutive  calendar  days;  and 

WHEREAS,  a  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  8%  Local 
Business  Enterprise  participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPSE01,  SEP  Oxygen 
Generation  Plant;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  3  to  WWE,  SSIP- 
funded  Contract  No.  WW-541,  Southeast  Water  Pollution  Control  Plant  Oxygen  Generation 
Plant  Replacement,  with  NTK  Construction  Inc.,  to  account  for  potential  electrical  code 
compliance  requirements  and  coordination  related  to  electrical  service  to  the  new  oxygen 
generation  plant,  extending  the  contract  duration  by  60  consecutive  calendar  days,  for  a  total 
contract  duration  of  389  consecutive  calendar  days. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0007 


WHEREAS,  The  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-568,  18th/25th/35th/47th  Avenues  and  Delancey/Felton/ 
Fern/Hawes/Madrid/Steiner  Streets  Sewer  Replacement  was  advertised  on  October  25,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,248,555  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  270  consecutive  calendar  days;  and 

WHEREAS,  On  August  30,  2013  the  SFPUC  Bureau  of  Environmental  Management 
determined  the  proposed  project  was  statutorily  exempt  from  the  California  Environmental 
Quality  Act  under  Public  Resources  Code  Section  21080.21  and  on  September  9,  2013  the  San 
Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  December  5,  2013; 

and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  J.  Flores  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  14%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  15.10%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS88,  18th/25th/35th/47th 
Avenues  and  Delancey/Felton/Fern/Hawes/Madrid/Steiner  Streets  Sewer  Replacement;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program- funded  Contract  No.  WW-568,  18th/25th/35th/47th  Avenues  and 
Delancey/Felton/Fern/Hawes/Madrid/Steiner  Streets  Sewer  Replacement,  in  the  amount  of 
$2,354,290,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores  Construction. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0008 


WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  designing  the 
proposed  Regional  Groundwater  Storage  and  Recovery  Project  ("RGSR  Project")  that  is  the 
subject  of  a  draft  Environmental  Impact  Report  published  on  April  10,  2013  by  the  San 
Francisco  Planning  Department  under  State  Clearinghouse  No.  2005092026;  and 

WHEREAS,  as  part  of  planned  RGSR  Project  operations,  San  Bruno  will  be  required  to 
take  delivery  of  supplemental  water  supplies  from  the  SFPUC  regional  water  system  and  to  idle 
groundwater  wells  during  normal  and  wet  years  to  create  in  lieu  groundwater  recharge  for 
extraction  by  RGSR  Project  wells  during  dry  years;  and 

WHEREAS,  San  Bruno's  Water  System  Master  Plan  calculated  that  San  Bruno  would 
need  an  additional  one  million  gallons  of  new  water  storage  in  pressure  zone  1/4  to  provide  for 
emergency  needs  since  the  idled  wells  would  not  be  immediately  available  to  supply  water 
during  an  emergency,  and  San  Bruno  has  requested  that  the  expense  of  analyzing  new 
emergency  storage  alternatives  be  borne  by  the  SFPUC;  and 

WHEREAS,  West  Yost  Associates,  Consulting  Engineers  has  prepared  a  letter  proposal 
dated  November  27,  2013  to  conduct  an  Emergency  Storage  Alternatives  Analysis  (Alternatives 
Analysis)  to  conceptually  analyze  5  alternatives  for  providing  additional  emergency  water 
storage  in  San  Bruno  pressure  zone  1/4  for  consideration  by  San  Bruno  and  the  SFPUC;  and 

WHEREAS,  Under  the  delegation  agreement  with  the  San  Francisco  Planning 
Department,  the  SFPUC  Bureau  of  Environmental  Management  has  determined  that  approval  of 
the  requested  action  to  execute  a  memorandum  of  agreement  and  fund  the  proposed  alternatives 
analysis  does  not  fall  within  the  definition  of  a  "project"  under  CEQA  Guidelines  Section  15378 
because  the  proposed  action  creates  a  government  funding  mechanism  without  commitment  to 
any  specific  project  which  may  result  in  potentially  significant  physical  impacts  on  the 
environment;  and 

WHEREAS,  the  SFPUC  is  willing  to  provide  funding  to  San  Bruno  in  order  to  complete 
the  Alternatives  Analysis;  and 

WHEREAS,  The  estimated  cost  of  services  is  $65,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2014  and  end  in  June  2015  and 
the  total  duration  of  this  agreement  is  18  months;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CUW30103  -  Regional  Groundwater  Storage  and  Recovery  Project; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Agreement  (MOA)  with  the 
City  of  San  Bruno  for  an  amount  not  to  exceed  $65,000,  and  with  a  total  duration  of  eighteen 
(18)  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


D/QhAA^.  \3LJ<^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0009 


,ccn  WHEREAS,  On  December  10,  2013,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  approved  Resolution  No.  13-0192  authorizing  the  SFPUC  General  Manager  to  enter  in 
to  a  five-year  office  lease  (Lease)  between  the  SFPUC  and  544  Golden  Gate  Associates  LLC 
(Landlord)  for  office  space  at  544  Golden  Gate  Avenue  (Premises);  and 

WHEREAS,  On  December  16,  2013,  the  SFPUC  General  Manager  executed  the  Lease 
and  thereby  caused  it  to  become  effective  with  an  estimated  commencement  date  of  March  1 
2014  (Commencement  Date);  and 

WHEREAS,  In  order  to  facilitate  the  SFPUC's  timely  occupancy  of  the  Premises  the 
SFPUC  seeks  to  finalize  a  work  letter  (Work  Letter)  with  the  Landlord  to  specify  the  parties' 
obligations  regarding  improvements  to  the  Premises  prior  to  the  Commencement  Date  beyond 
those  improvements  for  which  the  Lease  already  provides;  and 

WHEREAS,  The  SFPUC's  obligations  for  work  and  services  performed  under  the  Work 
Letter  as  a  tenant  improvement  allowance  shall  not  exceed  $400,000;  and 

WHEREAS,  On  July  22,  2013,  the  San  Francisco  Planning  Department  approved 
Building  Permit  Application  Number  201307192276  for  interior  and  exterior  improvements  to 
the  Premises  under  Class  I,  Section  15301  of  the  California  Environmental  Quality  Act  (CEQA) 
for  alterations  to  existing  facilities.  A  building  permit  was  issued  under  Application  Number 
201307192276  on  October  10,  2013;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  SFPUC's  General  Manager  to 
negotiate  the  terms  of  the  Work  Letter  for  work  and  services  related  to  tenant  improvements  to 
the  Premises  that  shall  not  exceed  $400,000  and  to  enter  into  such  a  Work  Letter  and  any 
necessary  Lease  amendments  in  connection  therewith;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes 
all  actions  taken  by  any  City  official  in  connection  with  the  Work  Letter;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  SFPUC  General  Manager 
to  take  any  and  all  other  steps  that  he,  in  consultation  with  the  City  Attorney,  believes  are  in  the 
best  interest  of  the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  SFPUC  or 
diminish  the  benefits  to  the  SFPUC,  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  this  Resolution,  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  14,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0010 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed  a 
project  description  under  the  Water  System  Improvement  Program  (WSIP)  for  meeting  water 
supply  demands,  otherwise  known  as  Project  No.  CUW30102,  San  Francisco  Groundwater 
Supply,  in  the  City  and  County  of  San  Francisco,  California;  and 

WHEREAS>  the  Project  is  a  water  supply  project  approved  by  the  SFPUC  as  part  of  the 
WSIP;  and 

WHEREAS,  the  objectives  of  the  Project  are  to  construct  six  groundwater  production 
well  facilities  and  associated  pipelines  and  that  would  produce  up  to  4  million  gallons  per  day  of 
groundwater  to  diversify  the  SFPUC's  water  supply  portfolio  and  increase  the  use  of  local  water 
supply  sources;  and 

WHEREAS,  the  design  of  each  of  the  Phase  1  well  facilities  sited  on  park  lands  includes 
components  that  are  ancillary  to,  or  that  directly  support,  recreational  purposes,  including 
construction  of  storage  areas  for  Recreation  and  Parks  Department  equipment  and  materials  at 
the  South  Sunset  and  West  Sunset  Playgrounds,  and  connections  to  make  groundwater  available 
as  a  standby  source  of  irrigation  water  supply  for  Golden  Gate  Park;  and 

WHEREAS,  a  Final  Program  Environmental  Impact  Report  (PEIR)  was  prepared  for  the 
WSIP  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No.  17734;  and 

WHEREAS,  thereafter,  the  SFPUC  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  as  required  by  California  Environmental 
Quality  Act  (CEQA)  on  October  30,  2008  by  Resolution  No.  08-200;  and 

WHEREAS,  the  PEER  has  been  made  available  for  review  by  the  SFPUC  and  the  public, 
and  is  part  of  the  record  before  this  Commission;  and 

WHEREAS,  the  Planning  Department  prepared  an  EIR  for  the  Project  that  is  tiered  from 
the  PEIR,  as  authorized  by  and  in  accordance  with  CEQA  and  the  CEQA  Guidelines;  and 

WHEREAS,  on  December  19,  2013,  the  San  Francisco  Planning  Commission  reviewed 
and  considered  the  Final  Environmental  Impact  Report  (FEIR)  for  the  Project  in  Planning 
Department  File  No.  2008.1122E,  consisting  of  the  Draft  Environmental  Impact  Report  (EIR) 
and  the  Responses  to  Comments  document,  and  found  that  the  contents  of  said  report  and  the 
procedures  through  which  the  FEIR  was  prepared,  publicized  and  reviewed  complied  with  the 
provisions  of  the  CEQA,  the  CEQA  Guidelines  and  Chapter  31  of  the  San  Francisco 
Administrative  Code,  and  found  further  that  the  FEIR  reflects  the  independent  judgment  and 
analysis  of  the  City  and  County  of  San  Francisco,  is  adequate,  accurate  and  objective,  and  that 
the  Responses  to  Comments  document  contains  no  significant  revisions  to  the  Draft  EIR,  and 


certified  the  completion  of  said  FEIR  in  compliance  with  CEQA  and  the  CEQA  Guidelines  in  its 
Motion  No.  19050;  and 

WHEREAS,  the  Planning  Commission,  also  on  December  19,  2013,  adopted  CEQA 
Findings,  including  a  statement  of  overriding  considerations  and  an  MMRP  by  Motion  No. 
19051,  and  found  the  Project  consistent  with  the  General  Plan  by  Motion  No.  19052,  and 
approved  a  local  coastal  zone  permit  for  the  Project  by  Motion  No.  19053;  and 

WHEREAS,  this  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project 
and  the  EIR;  and 

WHEREAS,  the  Project  and  EIR  files  have  been  made  available  for  review  by  the 
SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  the  Planning  Department,  Timothy  Johnston,  is  the  custodian  of  records, 
located  in  File  No.  2008.1 122E,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California; 
and 

WHEREAS,  SFPUC  staff  prepared  proposed  findings,  as  required  by  CEQA,  (CEQA 
Findings)  and  a  proposed  MMRP,  which  material  was  made  available  to  the  public  and  the 
Commission  for  the  Commission's  review,  consideration  and  action;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  has  reviewed  and  considered  the  FEIR,  finds  that  the 
FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  actions  taken  herein,  and  hereby 
adopts  the  CEQA  Findings,  including  the  Statement  of  Overriding  Considerations,  attached 
hereto  as  Attachment  A  and  incorporated  herein  as  part  of  this  Resolution  by  this  reference 
thereto,  and  adopts  the  MMRP  attached  to  this  Resolution  as  Attachment  B  and  incorporated 
herein  as  part  of  this  Resolution  by  this  reference  thereto;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  enter  into  a  Memorandum  of  Understanding  (MOU)  with  the  San  Francisco 
Recreation  and  Parks  Department,  in  substantially  the  form  of  the  draft  exchanged  between  the 
departments  and  attached  to  this  Resolution  as  Attachment  C,  regarding  construction  and 
operation  of  Phase  One  of  the  San  Francisco  Groundwater  Supply  Project;  and  be  it 

FURTHER  RESOLVED,  that  the  General  Manager  or  his  designee  is  authorized  to  seek 
Board  of  Supervisors  approval  for  the  allocation  of  bond  monies  for  the  Project  and  for 
construction  of  well  facilities  in  Golden  Gate  Park,  the  latter  in  accordance  with  Charter  Section 
4.113;  and  be  it 

FURTHER  RESOLVED,  that  the  General  Manager,  or  his  designee,  is  authorized  to 
apply  for,  accept  and  execute  required  approvals  from  State  agencies,  including  but  not  limited 
to,  California  Department  of  Public  Health,  California  Department  of  Toxic  Substances  Control, 
and  California  Coastal  Commission  if  the  City's  approval  of  a  coastal  zone  permit  is  appealed, 
and  any  other  regulatory  approvals  as  required.  To  the  extent  that  the  terms  and  conditions  of  the 
necessary  approvals  will  require  SFPUC  to  indemnify  other  parties,  those  indemnity  obligations 


are  subject  to  review  and  approval  by  the  San  Francisco  Risk  Manager.  The  General  Manager  is 
authorized  to  agree  to  such  terms  and  conditions  that  are  within  the  lawful  authority  of  the 
agency  to  impose,  in  the  public  interest,  and,  in  the  judgment  of  the  General  Manager  in 
consultation  with  the  City  Attorney,  are  reasonable  and  appropriate  for  the  scope  and  duration  of 
the  required  approval,  as  necessary  for  the  Project;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  hereby  approves  Project  No  CUW30102 
San  Francisco  Groundwater  Supply,  and  authorizes  staff  to  proceed  with  actions  necessary  to 
implement  the  Project.  J 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


f]fiLdriri<K  ^Slbt-tL^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0011 


WHEREAS,  On  January  14,  2014,  the  San  Francisco  Public  Utilities  Commission 
met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated  Claim  of  Paul  Jan 
Lee  ("Claimant"),  arising  from  an  incident  on  February  27,  2013,  when  a  16"  water 
transmission  pipeline,  located  between  West  Portal  Avenue  and  Wawona  Street, 
ruptured  in  front  of  2733  1 5th  Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $120,000  (One  Hundred  and  Twenty  Thousand  Dollars  and  0/100)  from  the 
City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $120,000  (One  Hundred  and 
Twenty  Thousand  Dollars  and  0/100),  on  the  terms  set  forth  in  the  Full  and  Final 
Release  for  Claim  Nos.  13-02152  and  14-00834  on  file  with  the  Commission  Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  14,  2014. 


Secretary,  Public  Utilities  Commission 
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AGENDA 
Tuesday,  January  28,  2014 
NOTE  EARLIER  START  TIME 

11:00  A.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  wvAv.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(g>sfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf (ajsfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 

1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  January  14,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 


5.  FY  2014-15  and  FY  2015-16  Budget  Hearings 

a)  Water  Enterprise 

i.  Water  Presentation 

ii.  Water  Budget  Summary 

iii.  Water  Operating  Budget 

iv.  Water  10- Year  Capital  and  Programmatic  Plans 

v.  Water  Financial  Plan  and  Rates 

b)  Wastewater  Enterprise 

i.  Wastewater  Presentation 

ii.  Wastewater  Budget  Summary 

iii.  Wastewater  Operating  Budget 

iv.  Wastewater  10-Year  Capital  and  Programmatic  Plans 

v.  Wastewater  Financial  Plan  and  Rates 

c)  Infrastructure 

i.  Infrastructure  Presentation 

ii.  Infrastructure  Budget  Summary 

d)  External  Affairs/Business  Services/General  Manager 

i.  Presentations 

ii.  Budget  Summaries 

6.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Budget  Hearing  Follow-Up  Questions  and  Responses  to  Date 

d)  Quarterly  Audit  and  Performance  Review  Report 

i.  Crystal  Springs  Partners  Follow-up  Audit 

ii.  FY  2012-13  SFPUC  Comprehensive  Annual  Financial  Report 

iii.  FY  201 2-1 3  SFPUC  Popular  Annual  Financial  Report 

iv.  SFPUC  Ratepayer  Assurance  Scorecard 

v.  Bay  Division  Pipelines  Nos.  3  &  4  Crossover  Facilities  Project 

vi.  Hanson  Aggregates  Mid-Pacific,  Inc.,  Follow-up  Audit 

e)  Quarterly  Budget  Report 

f)  Water  Supply  Agreement  Update 


7.  Other  Commission  Business 


8.  Report  of  the  General  Manager 
a)  Water  Supply  Outlook 


9.  BAWSCA  Update 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


*3* 


CD 


a)     Approve  and  award  Agreement  Nos.  CS-258A-C,  As-needed  Sewer  System 
Improvement  Program  and  Hetchy  System  Improvement  Program  Environmental 
Services,  to  Environmental  Science  Associates/Orion  Environmental  Joint 
Venture  (CS-258A),  ICF  Jones  &  Stokes,  lnc.,/Panorama  Environmental,  Inc., 
Joint  Venture  (CS-258B),  and  URS  Corporation  (CS-258C),  to  provide 
environmental  analyses,  studies  and  reports;  prepare  resource  agency 


cd      documents  and  permit  applications;  and  provide  specialized  natural  resource  and 
^f!      other  environmental  analysis  and  permitting  support  expertise  and  services;  and 
authorize  the  General  Manager  to  negotiate  and  execute  three  professional 
services  agreements,  for  an  amount  not-to-exceed  $4,850,000  each,  for  an 
aggregate  amount  not  to  exceed  $14,550,000  and  with  a  duration  of  five  years 
per  agreement.  (Torrey) 

~>  b)  Reject  bid  for  Contract  No.  HH-963,  Moccasin  Control  and  Server  Building,  and 

3  authorize  the  General  Manager  to  re-advertise  the  contract  as  Contract  No. 

:>  HH-963R  to  receive  and  evaluate  bids  and  to  return  to  the  Commission  with  a 

^  recommendation  for  award.  (Cruz) 

c)     Approve  Modification  No.  1  to  Contract  No.  WD-2651R  Bioregional  Habitat 

Restoration,  SASS,  and  Upper  San  Mateo  Creek,  with  Shimmick  Construction 
co      Company,  Inc.,  to  delete  the  Sherwood  Point  and  Upper  San  Mateo  Creek  sites, 
decreasing  the  contract  by  $1,240,818,  for  a  total  contract  amount  of 
$4,350,932.  (Cruz) 


CD 

CD 


d)     Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2670A, 

Cathodic  Protection  for  30-Inch,  36-Inch,  42-Inch,  and  48-Inch  Steel  Pipe 
Transmission  Main  of  University  Mound  System,  in  the  amount  of  $640,300  to 
^    the  lowest  cost,  qualified,  responsible  and  responsive  bidder,  Azul  Works  Inc.,  to 
cd    install  1 6  sacrificial  anode  systems  to  protect  the  existing  steel  mains.  The 

proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
"rH    Administrative  Code,  Chapter  31.  (Ritchie) 


co 


e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2727, 
Peninsula  Pipelines  Seismic  Upgrade,  in  the  amount  of  $20,736,380,  to  the 

lowest  cost,  qualified,  responsible  and  responsive  bidder,  Ranger  Pipelines  Inc., 
o      to  provide  seismic  upgrades  to  the  SFPUC's  potable  water  transmission 

pipelines  that  deliver  water  from  the  Harry  Tracy  Water  Treatment  Plant  to  the 
SFPUC's  regional  water  system  through  the  San  Andreas  Pipeline  No.  2,  San 
Andreas  Pipeline  No.  3,  and  Sunset  Supply  Branch  Pipeline.  (Cruz) 

f)  Accept  work  performed  by  A.  Ruiz  Construction  for  Contract  No.  WW-488,  As- 
^      Needed  Main  Sewer  Replacement  No.  1 ,  for  a  total  contract  amount  of 

c=>      $3,395,217  (consisting  of  $2,915,114  in  sewer  work  funded  by  WWE  and 

$480,103  in  paving  work  funded  by  DPW  Paving  Program),  and  authorize  final 
payment  to  the  contractor.  (Moala) 


CD 


g)  Accept  work  performed  by  J.  Flores  Construction,  Inc.,  for  Contract  No.  WW- 
555,  Spot  Sewer  Repair  Contract,  for  a  total  contract  amount  of  $5,668,267, 
and  authorize  final  payment  to  the  contractor.  (Moala) 


REGULAR  BUSINESS 


1 1 .  Authorize  the  General  Manager  to  enter  into  separate  agreements  to  provide  a 
Credit  Facility  authorized  under  2002  Proposition  E  for  the  Wastewater  Enterprise 

t-j  Commercial  Paper  Program  with  US  Bank,  NA,  and  Wells  Fargo,  NA,  the  lowest 
c4  cost,  responsive  and  responsible  bidders  to  the  SFPUC's  competitive  Request  for 
0  Proposals  process.  The  agreements  replace  expiring  agreements  and  provide 
-<t<  $150,000,000  in  available  credit  with  total  annual  costs  not-to-exceed 
1"H  $600,000  for  a  duration  of  up  to  three  years.  The  General  Manager  is  further 
authorized  to  select  the  next  lowest  cost,  responsive  and  responsible  bidder  should 
either  of  the  selected  banks  be  unable  to  meet  City  contracting  requirements  or  if 
negotiations  are  otherwise  not  successful.  (Rydstrom) 

12.  Approve  and  award  Agreement  CS-365,  Front  Yard  Ambassadors  Program 
Grant,  in  the  amount  of  $85,000,  from  the  San  Francisco  Public  Utilities 
Commission  to  Friends  of  the  Urban  Forest,  for  a  term  of  one  year,  to  manage  the 
Front  Yard  Ambassadors  Program.  (Ellis) 

13.  Approve  Agreement  No.  CS-371,  and  authorize  the  General  Manager  to  solicit 
***  applications,  negotiate  and  execute  approximately  15-20  Youth  Project  Learning 
2    Grant  agreements  with  selected  local  community  based  nonprofit  organizations  to 


support  disadvantaged  San  Francisco  high  school  youth  who  will  engage  in  SFPUC 
project-based  service  learning  opportunities  during  the  summer  of  2014;  the  grants 
will  have  cumulative  not-to-exceed  amount  of  $350,000,  with  a  duration  of  six 
months  per  agreement.  (Ellis) 

14.  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-925B-J,  Assembly  Of 
Individual  Eminent  Industry  Experts  with  Jack  Moehle  (CS-925B),  Norman 
Abrahamson  (CS-925C),  IM  Idriss  (CS-925D),  Thomas  O'Rourke  (CS-925E), 


Demetrious  Koutsoftas  (CS-925F),  Greg  Korbin(CS-925G),  Michael  0'Rourke(CS- 
925H),  Douglas  Nyman  (CS-925I),  Frank  Rollo  (CS-925J),  for  continued 
participation  in  Technical  Advisor  Roles  and  Task  Force  participation  on  an  as- 
y-i     needed  basis;  authorize  the  General  Manager  to  execute  this  amendment 

extending  the  contract  duration  for  two  years  for  a  total  agreement  duration  of 
seven  years,  and  increasing  the  Agreement  amounts  of  CS-925E  (Thomas 
O'Rourke)  and  CS-925H  (Michael  O'Rourke)  by  $150,000  and  $80,000, 
respectively,  for  total  not-to-exceed  agreement  amounts  of  $510,000  and 
$240,000.  (Cruz) 

15.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-556, 

^  Southeast  Water  Pollution  Control  Plant  (SEP)  Chemical  System  Relocation  and 
r*l   Facility  Upgrades,  in  the  amount  of  $14,025,000,  to  the  lowest  cost,  qualified, 
g   responsible  and  responsive  bidder,  NTK  Construction  Inc.,  to  replace  and  relocate 
-<t<   the  secondary  and  primary  effluent  disinfection  system,  enhance  odor  control,  and 
•*h    upgrade  various  aging  mechanical  and  electrical  systems  at  SEP.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code, 
Chapter  31.  (Cruz) 

16.  Hold  a  public  hearing  under  California  Water  Code  Section  10753.2  and 
*®       possible  action  to  adopt  a  resolution  of  intent  to  draft  a  Groundwater 
c=>       Management  Plan  for  the  North  Westside  Groundwater  Basin,  located  within  the 

City  and  County  of  San  Francisco.  (Ritchie) 

p- 

17.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 


05 
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The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
^     54956.9  (d)  (1 )  and  San  Francisco  Administrative  Code  Section  67.1 0  (d)  (1 ) 

-v»  (Cauley) 

Existing  Claim 
^    State  Farm  Insurance  Company 
•rH    City  Attorney  Unlitigated  Claim  No:  1 4-00387 


Date  Filed:  August  16,  2013 


Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  Ave  and  Wawona  are  as  follows: 
Payment  of  $80,759.31  in  exchange  for  a  full  and  final  release  of  all  liability. 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

23.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Milstein) 

Anticipated  Litigation  as  Plaintiff 

24.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Milstein) 

Anticipated  Litigation  as  Plaintiff 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 


26.  Announcement  following  Closed  Session 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

28.  Other  new  business 
ADJOURNMENT 
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ORDER  OF  BUSINESS 


1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1 1:05  AM. 

2.  Roll  Call 

Present:  Courtney,  Vietor,  Moran  and  Torres 

3.  Approval  of  the  Minutes  of  January  14,  2014 

On  Motion: 

Ayes:  Courtney,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

Prior  to  public  comment,  President  Courtney  stated  that  it  is  important  to  hear  from 
those  who  have  taken  time  out  of  their  day  to  speak,  but  he  asked  that  those  who 
have  criticism  or  concerns  about  individual  staff  to  raise  those  issues  with  the 
General  Manager,  rather  than  in  a  public  forum. 

4.  Public  Comments 

•  Ms.  Ann  Cochrane,  Executive  Director,  San  Francisco  Conservation  Corps, 
thanked  the  SFPUC  for  their  support  for  the  Corps,  and  for  their  work  in 
community  benefits  and  workforce  development. 

•  Mr.  Kevin  Vargas,  Conservation  Corps,  described  the  value  of  his  experience 
working  for  the  Corps. 

Commissioner  Caen  arrived  at  1 1:10  AM. 

Commissioner  Vietor  thanked  the  speakers  for  their  work  with  the  Corps. 

•  Mr.  Francisco  DaCosta  provided  thoughts  on  the  Conservation  Corps  and  stated 
that  the  focus  needs  to  be  on  career  path  jobs.  He  offered  comments  on  various 
issues,  and  the  need  for  accountability  and  transparency. 

•  Dr.  Espanola  Jackson  stated  that  the  SFPC  has  not  treated  the  Southeast 
Facility  (SEF)  or  neighborhood  well.  She  asked  for  a  hearing  on  mitigation,  and 
asked  how  much  money  the  SFPC  has  received  in  rent  from  the  SEF. 

President  Courtney  asked  staff  for  a  memorandum  summarizing  Dr.  Jackson's 
comments,  and  about  a  possible  hearing. 

General  Manager  (GM)  Kelly  suggested,  since  staff  has  been  in  the  area  identifying 
roles  and  legal  requirements,  a  presentation  be  made  to  the  Commission  at  a 
regular  meeting.  President  Courtney  concurred  and  asked  that  the  new  Southeast 
Commission  President,  Karen  Chung,  be  included.  Commissioner  Vietor  requested 
that  the  conversation  be  focused  on  programmatic,  not  personnel/staff  issues. 
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•  Mr.  Kevin  Williams  provided  comments  on  the  Arts  Commission  grant  awards 
and  detailed  investigative  work  he  has  conducted.  He  asked  that  the  grant 
agreement  be  terminated  and  that  he  be  allowed  to  present  his  findings. 

President  Courtney  stated  that  the  Commission  has  touched  on  the  grant  issue 
almost  every  meeting  since  the  grants  were  released  and  that  many  procedural 
issues  were  resolved.  He  stated  that  any  legal  issues  will  be  handled  by  counsel.  He 
asked  staff  to  find  out  if  the  SFPUC  recommendations  put  forth  to  the  Arts 
Commission  have  been  adopted. 

The  GM  stated  that  the  Commission's  concerns  have  been  expressed  to  the  Arts 
Commission  and  that  staff  will  respond  with  their  plans  of  incorporation. 

Mr.  Williams  stated  a  memo  of  evidence  will  be  provided.  President  Courtney  asked 
that  materials  be  delivered  to  legal  counsel  rather  than  the  Commission.  The 
General  Manager  stated  he  would  accept  any  documents,  as  did  President 
Courtney,  which  will  be  forwarded  to  counsel. 

•  Ms.  Yolanda  Lewis,  BEE  Coalition,  stated  she  is  working  to  provide  solutions  on 
economic  sustainability  in  District  10  through  a  performance-based  model  and 
technology. 

•  Ms.  Wendy  Aragon,  Citizens'  Advisory  Committee  (CAC)  Chair  and  District  1 
representative,  stated  she  looks  forward  to  a  productive  relationship  with  the 
Commission  and  recapped  the  CAC's  membership. 

Commissioner  Vietor  welcomed  Wendy  to  the  CAC. 

•  Ms.  Sunny  Schultz,  Five  Keys  Charter  School,  detailed  her  history  working  in 
Criminal  Justice  with  the  City  and  County  of  San  Francisco.  She  expressed  her 
appreciation  for  the  School's  new  space. 

•  Mr.  Robert  Woods  discussed  the  GED  program  at  ABU,  which  was  funded  by  the 
SFPUC  the  first  year.  He  stated  there  is  a  digital  divide  and  the  new  program, 
funded  by  MOEWD,  is  computerized  and  that  computers  are  needed. 

•  Ms.  Tracy  Zhu,  appointee  to  the  CAC  Environmental  Justice  seat  formerly  held 
by  Mr.  Landsberg,  discussed  her  background.  She  expressed  support  for 
continued  funding  for  project-based  learning  opportunities  and  provided 
information  on  LYRIC'S  environmental  justice  project. 

Commissioner  Vietor  welcomed  Tracy  and  thanked  Mr.  Landsberg  for  his  service. 

5.  FY  2014-15  and  FY  2015-16  Budget  Hearings 

The  GM  introduced  the  budget  hearing  and  briefly  recapping  prior  hearings.  He 
noted  that  responses  to  previous  questions  were  included  in  the  budget  binders. 
Mr.  Todd  Rydstrom,  CFO  and  Assistant  General  Manager  (AGM),  stated  that  the 
presentation  would  cover  the  remaining  enterprise  and  bureaus.  He  provided  a 
summary  of  the  total  budget,  noting  most  of  the  growth  is  related  to  capital 
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investment.  He  reviewed  position  growth:  two  percent  increase  in  authorized 
positions;  and  one  percent  increase  operating  positions,  which  make  up  25  percent 
of  the  total  budget. 

Commissioner  Moran  stated  that  they  need  to  guard  against  the  tendency  for 
organizations  to  grow  over  time.  He  noted  that  there  needs  to  be  ways  to  go  after 
savings  and  efficiencies. 

Commissioner  Caen  asked  about  assumptions  and  projections  made  regarding 
power  purchase  over  the  next  two  years,  which  Mr.  Rydstrom  provided. 

Mr.  Rydstrom  recapped  the  new  project  funded  and  operating  budget  funded 
positions.  He  noted  the  GM  denied  almost  all  new  position  requests,  and  that 
personnel  efforts  were  re-aligned,  reduced  and  shifted. 

a)  Water  Enterprise 

Mr.  Steve  Ritchie,  AGM  Water,  began  his  presentation  by  showing  a  slide  detailing 
the  water  system  and  his  organizational  chart.  Mr.  Ritchie  continued  by  presenting 
the  Enterprise's  FY  14-15  and  FY  15-16  priorities:  Reliability:  (Managing  WSIP 
shutdowns;  Transition  to  post-WSIP  organization;  Increasing  rate  of  distribution  main 
replacement;  and  implementing  in-City  fire  response  investment  strategy).  Supply: 
(Implementing  the  2009  Water  Supply  Agreement;  Maintaining  existing  supply  and 
managing  for  drought;  Addressing  future  demands;  and  continued  diversifying  water 
supply).  Operations:  (Implementing  Automated  Water  Meter  Program;  Improving 
asset  management;  Modernizing  Sunol  facilities;  Implementing  Watershed  and 
Environmental  Improvement  Program;  and  Increasing  workforce  preparedness). 

Mr.  Ritchie  discussed  the  operating  budget,  stating  the  increase  is  primarily  due  to 
debt  service  and  reserves.  He  noted  proposed  changes  in  authorized  positions, 
including  substitutions,  and  that  new  positions  are  for  the  groundwater  and  main 
replacement  programs. 

Mr.  Ritchie  discussed  Capital  budget  changes:  Cost  increases  for  projects  with 
WSIP-based  funding;  Balance  with  proposed  deferral  of  three  projects  (Regional 
Desalination;  Millbrae  Yard  Improvements;  and  Eastside  Recycled  Water). 

Discussion  ensued  on  project  deferral.  Commissioner  Moran  indicated  that  there  has 
been  no  decision  on  whether  to  proceed  with  the  desalination  project.  He  stated  that 
there  is  no  need  to  fund  projects  that  can't  be  completed,  but  those  that  fit  within  the 
10  year  plan  should  be  included.  Vice  President  Caen  asked  about  the  view  of  the 
SFPUC's  partners  on  the  need  for  the  projects.  Commissioner  Vietor  indicated  she 
doesn't  want  to  see  the  Eastside  Recycled  Water  project  deferred  and  would  like  to 
see  views  other  than  budgetary  included. 

Mr.  Ritchie  continued  his  presentation  on  the  Capital  budget  changes:  Robust 
Regional  10-Year  CIP;  Increasing  in-City  water  main  renewal  and  replacement;  and 
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Auxiliary  Water  Supply  System  (AWSS).  He  concluded  by  discussing  the  2030 
Water  Map. 

Commissioner  Caen  asked  why  FY  14-15  reserve  is  so  high,  to  which  AGM 
Rydstrom  responded. 

Commissioner  Moran  stated  that  staff  should  proceed  on  the  assumption  that  there 
will  be  a  "yes"  to  all  questions.  He  noted  that  a  look  has  to  be  taken  at  retail  and 
wholesale  rate  structures  to  cover  fixed  costs,  even  when  consumption  declines.  He 
requested  an  independent  plus/minus  position  count,  with  dollar  values,  for  all 
substituted  positions,  for  all  enterprises. 

Mr.  Francisco  DaCosta  suggested  that  public  comment  be  accepted  after  each 
budget  presentation,  to  which  President  Courtney  concurred. 

Public  Comments 

•  Mr.  Francisco  DaCosta  said  that  a  holistic  approach  needs  to  be  taken;  that  a  20 
percent  mandate  for  conservation  needs  to  be  incorporated  into  discussions;  that 
universities,  past  meeting  attendees,  and  the  CAC  should  participate. 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  provided  comments  on  the  Water  Management 
Plan  and  on  Mr.  Ritchie's  presentation.  She  expressed  concern  with  budget 
creep. 

•  Dr.  Espanola  Jackson  provided  clarification  on  the  CAC.  She  expressed  concern 
with  the  digesters. 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  discussed  the  265  MGD  cap  and 
opportunities  to  decrease  demand,  including  recycled  water.  He  encouraged  the 
Commission  to  look  at  buying  back  water  allocation  with  the  funding  going  to 
other  uses. 

Commissioner  Vietor  stated  that  a  larger  conversation  needs  to  take  place  on 
diversification  and  the  prioritization  of  new  projects.  She  asked  that  staff  come  back 
after  budget  hearings  to  deliberate  options.  Mr.  Ritchie  indicated  staff  would  return 
with  a  framework  for  short  and  long-term  decisions. 

b)  Wastewater  Enterprise 

Mr.  Tommy  Moala,  AGM,  Wastewater,  provided  a  system  overview  map  and  his 
organizational  chart.  He  introduced  his  senior  staff  and  described  their  roles. 

AGM  Moala  detailed  Wastewater's  authorized  positions,  noting  an  increase  of  four 
positions  for  FY  2014-15.  He  presented  the  operating  budget,  noting  few  changes, 
with  the  exception  of  debt  service.  At  the  request  of  Commissioner  Torres,  AGM 
Rydstrom  clarified  the  debt  service  amount. 

President  Torres  asked  if  the  digester  project  was  proceeding,  to  which  Mr.  Moala 
indicated  it  was,  and  that  construction  is  on-time.  AGM  Cruz  discussed  the 
construction  schedule. 
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AGM  Moala  presented  the  Capital  Program  for  SSIP  work  for  FY  14-16,  and  briefly 
outlined  the  source  and  use  of  funds.  He  detailed  key  policy  initiatives  for  FY  14-15 
and  FY  15-16. 

Mr.  Moala  discussed  the  Wastewater  Enterprise's  program  priorities  in  the 
categories  of  regulatory,  asset  management,  and  green  programs.  He  noted  the 
Enterprise's  accomplishments.  Commissioner  Vietor  asked  about  staffing  levels  for 
additional  stormwater  staff. 

AGM  Moala  concluded  by  discussing  preventative  vs.  corrective  maintenance; 
sewer  inspection  and  replacement;  and  on-going  facility  improvements.  Discussion 
ensued  on  goals  and  the  scheduling  and  coordination  of  maintenance  and  paving 
projects. 

Commissioner  Caen  asked  about  the  increase  in  the  general  fund  reserves,  to  which 
AGM  Rydstrom  provided  response. 

Commissioner  Moran  asked  for  clarification  on  off-budget,  project-based  positions, 
which  GM  Kelly  and  AGM  Rydstrom  provided. 

Public  Comments 

President  Courtney  stated  that  public  comment  would  be  limited  to  two  minutes  for 
speakers  who  had  previously  spoken  on  a  budget  item. 

•   Mr.  Francisco  DaCosta  provided  comment  on  repaving  work  requirements,  and 
encouraged  more  coordination  on  repaving. 

The  Commission  recessed  at  1:06  PM. 

The  Commission  reconvened  at  1:58  PM. 

c)  Infrastructure 

Mr.  Emilio  Cruz,  AGM,  Infrastructure,  began  his  presentation  by  discussing  the 
mission,  roles,  and  responsibilities  of  Infrastructure.  He  briefly  reviewed  his 
organizational  chart,  discussed  the  role  of  each  bureau  and  the  project  team  matrix. 
AGM  Cruz  outlined  the  division  of  current  workload  and  discussed  billable  vs.  non- 
billable  staff.  He  provided  an  outline  of  SFPUC  Capital  Improvement  Programs  and 
provided  updates  on  the  completion  status  for  each  project. 

AGM  Cruz  offered  a  histogram  for  staffing  and  discussed  authorized  positions, 
noting  the  request  for  21  additional  project-related  positions  in  FY  2014-15,  with 
none  proposed  in  FY  2015-16. 

AGM  Cruz  discussed  project  funded  budget  adjustments  and  noted  the  breakdown 
in  operating  expenses.  He  concluded  by  discussing  WSIP,  SSIP,  HSIP,  AWSS  and 
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other  capital  project  accomplishments  and  objectives.  He  touched  on  staff  transition 
from  WSIP  to  SSIP. 

Commissioner  Vietor  asked  how  the  Mountain  Tunnel  project  fits  in.  AGM  Cruz 
responded  that  it  does  so  in  the  HSIP. 

Commissioner  Caen  requested  a  new  organizational  chart  that  shows  the  names  of 
bureau  chiefs  and  directors. 

Commissioner  Moran  asked  for  clarification  on  staffing  levels  and  the  histogram, 
and  for  specific  information  on  the  number  of  City  employees,  rather  than  a 
combination  of  City  employees  and  consultants. 

Public  Comments 

•  Dr.  Espanola  Jackson  asked  about  infrastructure  projects  at  1800  Oakdale 
Avenue.  She  asked  how  many  jobs  are  given  to  residents  of  the  92124  zip  code. 

•  Mr.  Francisco  DaCosta  stated  an  economic  analysis  of  the  Bayview  needs  to  be 
done  as  the  demographics  have  changed. 

d)  External  Affairs/Business  Services/General  Manager 
Ms.  Juliet  Ellis,  AGM,  External  Affairs,  provided  a  brief  review  of  External  Affairs 
and  described  the  core  services  the  bureau  provides.  She  offered  her 
organizational  chart,  stating  she  would  provide  an  updated  chart  showing  names  of 
division  heads.  She  noted  key  accomplishments  for  FY  12-14,  and  discussed 
priorities  for  FY  14-16,  including  increasing  strategic  engagement  and  community 
benefits  program  build-out.  AGM  Ellis  concluded  by  reviewing  the  FY  14-16 
proposed  budget  request. 

Commissioner  Vietor  expressed  pleasure  with  the  increased  strategic  engagement. 

AGM  Rydstrom  provided  a  summary  of  Business  Services.  He  discussed  budget 
change  requests  for  IT  emergency  management,  and  security  for  data  systems.  Mr. 
Rydstrom  introduced  his  division  heads,  discussed  accomplishments,  and  provided 
budget  summaries  for  each  division.  AGM  Rydstrom  concluded  by  reviewing  the 
General  Manager's  operating  budget  and  position  summary. 

Vice  President  Caen  asked  about  the  requirement  to  use  City  Shops  for  auto 
repairs.  AGM  Rydstrom  stated  both  SFPUC  and  City  facilities  are  used. 

AGM  Rydstrom  turned  his  focus  to  a  summary  of  the  10-Year  Capital  Plan  Financial 
Plan.  He  discussed  the  total  per  gallon  cost  for  ratepayers  and  what  the  resulting 
numbers  are  for  the  average  monthly  bills,  noting  the  affordability  index.  AGM 
Rydstrom  discussed  the  breakdown  of  the  bill  and  noted  exactly  where  the  funds 
are  being  spent. 
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Discussion  ensued  on  the  cost  of  delivery  and  efficiencies  and  where  that  can  best 
be  achieved.  AGM  Cruz  noted  that  as  the  Capital  Plan  is  being  developed  those 
issues  are  being  balanced  and  addressed. 

President  Courtney  re-stated  that  individuals  who  have  already  spoken  on  budget 
item  would  be  allotted  two  minutes,  while  those  who  have  not  would  receive  three 
minutes. 

Public  Comments 

•  Dr.  Espanola  Jackson  provided  her  comments  on  the  Workforce  and  City  Build 
Programs,  and  stated  that  the  Bayview  community  is  not  receiving  benefits. 

•  Mr.  Francisco  DaCosta  thanked  the  presenters.  He  suggested  involving 
university  students  in  the  discussions,  wants  meaningful  outreach  for  cultural 
competency,  and  investment  in  violence  prevention  and  intervention. 

•  Ms.  Yolanda  Lewis,  BEE  Coalition,  stated  she  doesn't  like  the  media  campaign 
and  thinks  it  is  insensitive  to  the  affected  communities. 

GM  Kelly  responded  to  Ms.  Lewis,  noting  that  the  SFPUC  worked  with  the 
community  and  the  Digester  Task  Force,  who  requested  that  the  digesters  remain. 
He  indicated  that  the  investment  to  do  so  is  $2B.  He  stated  that  there  has  been 
years  of  communication  on  the  subject.  He  noted  jobs  are  being  provided,  there 
have  been  improvements  to  the  Southeast  Community  Facility,  that  the  Contractor 
Assistance  Center  recently  opened,  and  that  SFPUC  is  investing,  in  and  is  proud  of 
the  community. 

President  Courtney  wrapped-up  discussions.  He  provided  closing  thoughts  and 
thanked  those  in  attendance. 

Vice  President  Caen  requested  a  projection  of  the  overtime  for  next  fiscal  year,  with 
a  comparison  over  time,  and  a  line  item  report  by  enterprise  and  bureau. 

Commissioner  Vietor  asked  for  additional  information  on  risk  management  and 
disaster  preparedness. 

6.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Budget  Hearing  Follow-Up  Questions  and  Responses  to  Date 

d)  Quarterly  Audit  and  Performance  Review  Report 

i.  Crystal  Springs  Partners  Follow-up  Audit 

ii.  FY  2012-13  SFPUC  Comprehensive  Annual  Financial  Report 

iii.  FY  201 2-1 3  SFPUC  Popular  Annual  Financial  Report 

iv.  SFPUC  Ratepayer  Assurance  Scorecard 

v.  Bay  Division  Pipelines  Nos.  3  &  4  Crossover  Facilities  Project 

vi.  Hanson  Aggregates  Mid-Pacific,  Inc.,  Follow-up  Audit 

e)  Quarterly  Budget  Report 
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f)  Water  Supply  Agreement  Update 

Commissioner  Moran  stated  the  audit  program  is  fantastic  and  thanked  staff. 

Public  Comments 
None. 

7.  Other  Commission  Business 
None. 

8.  Report  of  the  General  Manager 

GM  Kelly  stated  that  on  January  31,  2014  he  will  be  asking  for  a  voluntary  10  percent 
reduction  in  consumption. 

a)  Water  Supply  Outlook 

AGM  Ritchie  provided  an  update  on  the  water  supply  conditions,  noting  current 
reservoir  storage,  with  the  bulk  in  Cherry  Reservoir  and  the  water  bank,  both  of 
which  are  not  directly  assessable  potable  supplies.  He  reviewed  precipitation  and 
snowpack  averages,  as  compared  to  past  years.  He  stated  that  information  on 
water  supply  availability  is  being  provided  to  customers  as  per  the  Water  Supply 
Agreement.  He  noted  influencing  factors  and  detailed  what  is  happening  with 
other  California  water  agencies.  He  briefly  discussed  total  usage  and  population 
over  the  last  10  years,  stating  demand  has  dropped  by  40M  gallons  per  day, 
mainly  due  to  conservation.  He  discussed  the  conservation  budget  and  efforts  in 
response  to  Commissioner  Vietor's  earlier  comments. 

Discussion  ensued  on  the  request  for  voluntary  reduction  in  usage  and  next 
steps.  AGM  Richie  noted  that  the  models  are  being  reviewed  and  will  be  tracked, 
and  that  depending  on  the  results,  decisions  can  be  made.  He  clarified  the 
difference  between  voluntary  and  mandatory  reduction. 

Public  Comments 
None 

9.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BASWCA,  thanked  AGM  Ritchie  for  the  water  supply  outlook. 
She  stated  she  has  been  in  communications  with  her  members  regarding  the 
voluntary  reduction.  She  indicated  they  will  work  with  the  SPUC  for  a  coordinated 
message. 

Ms.  Sandkulla  read  an  official  BAWSCA  statement  about  the  potential  for 
catastrophic  failure  of  the  San  Francisco  Regional  Water  System's  Mountain  Tunnel. 

Public  Comments 
None. 
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1 0.  CONSENT  CALENDAR 

a)  Approve  and  award  Agreement  Nos.  CS-258A-C,  As-needed  Sewer  System 
Improvement  Program  and  Hetchy  System  Improvement  Program  Environmental 
Services,  to  Environmental  Science  Associates/Orion  Environmental  Joint 
Venture  (CS-258A),  ICF  Jones  &  Stokes,  lnc.,/Panorama  Environmental,  Inc., 
Joint  Venture  (CS-258B),  and  URS  Corporation  (CS-258C).  to  provide 
environmental  analyses,  studies  and  reports;  prepare  resource  agency 
documents  and  permit  applications;  and  provide  specialized  natural  resource  and 
other  environmental  analysis  and  permitting  support  expertise  and  services;  and 
authorize  the  General  Manager  to  negotiate  and  execute  three  professional 
services  agreements,  for  an  amount  not-to-exceed  $4,850,000  each,  for  an 
aggregate  amount  not  to  exceed  $14,550,000  and  with  a  duration  of  five  years 
per  agreement.  (Resolution  14-0014) 

b)  Reject  bid  for  Contract  No.  HH-963,  Moccasin  Control  and  Server  Building,  and 
authorize  the  General  Manager  to  re-advertise  the  contract  as  Contract  No.  HH- 
963R  to  receive  and  evaluate  bids  and  to  return  to  the  Commission  with  a 
recommendation  for  award.  (Resolution  14-0015) 

c)  Approve  Modification  No.  1  to  Contract  No.  WD-2651R  Bioregional  Habitat 
Restoration,  SASS.  and  Upper  San  Mateo  Creek,  with  Shimmick  Construction 
Company,  Inc.,  to  delete  the  Sherwood  Point  and  Upper  San  Mateo  Creek  sites, 
decreasing  the  contract  by  $1 ,240,818,  for  a  total  contract  amount  of  $4,350,932. 
(Resolution  14-0016) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2670A, 
Cathodic  Protection  for  30-Inch.  36-Inch.  42-Inch,  and  48-Inch  Steel  Pipe 
Transmission  Main  of  University  Mound  System,  in  the  amount  of  $640.300  to 
the  lowest  cost,  Qualified,  responsible  and  responsive  bidder,  Azul  Works  Inc.,  to 
install  16  sacrificial  anode  systems  to  protect  the  existing  steel  mains.  The 
proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31.  (Resolution  14-0017) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2727, 
Peninsula  Pipelines  Seismic  Upgrade,  in  the  amount  of  $20.736.380.  to  the 
lowest  cost,  gualified,  responsible  and  responsive  bidder,  Ranger  Pipelines  Inc.. 
to  provide  seismic  upgrades  to  the  SFPUC's  potable  water  transmission 
pipelines  that  deliver  water  from  the  Harry  Tracy  Water  Treatment  Plant  to  the 
SFPUC's  regional  water  system  through  the  San  Andreas  Pipeline  No.  2.  San 
Andreas  Pipeline  No.  3.  and  Sunset  Supply  Branch  Pipeline.  (Resolution  14- 
0018) 

f)  Accept  work  performed  by  A.  Ruiz  Construction  for  Contract  No.  WW-488.  As- 
Needed  Main  Sewer  Replacement  No.  1 .  for  a  total  contract  amount  of 
$3.395.217  (consisting  of  $2.915,114  in  sewer  work  funded  by  WWE  and 
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$480,103  in  paving  work  funded  by  DPW  Paving  Program),  and  authorize  final 
payment  to  the  contractor.  (Resolution  14-0019) 

g)     Accept  work  performed  by  J.  Flores  Construction.  Inc..  for  Contract  No.  WW-555. 
Spot  Sewer  Repair  Contract,  for  a  total  contract  amount  of  $5.668.267.  and 
authorize  final  payment  to  the  contractor.  (Resolution  14-0020) 

Public  Comments 
None 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

11.  Authorize  the  General  Manager  to  enter  into  separate  agreements  to  provide  a 
Credit  Facility  authorized  under  2002  Proposition  E  for  the  Wastewater  Enterprise 
Commercial  Paper  Program  with  US  Bank.  NA.  and  Wells  Fargo.  NA.  the  lowest 
cost,  responsive  and  responsible  bidders  to  the  SFPUC's  competitive  Reguest  for 
Proposals  process.  The  agreements  replace  expiring  agreements  and  provide 
$150.000.000  in  available  credit  with  total  annual  costs  not-to-exceed  $600.000  for 
a  duration  of  up  to  three  years.  The  General  Manager  is  further  authorized  to  select 
the  next  lowest  cost,  responsive  and  responsible  bidder  should  either  of  the 
selected  banks  be  unable  to  meet  City  contracting  reguirements  or  if  negotiations 
are  otherwise  not  successful.  (Resolution  14-0021) 

Public  Comments 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

12.  Approve  and  award  Agreement  CS-365.  Front  Yard  Ambassadors  Program  Grant, 
in  the  amount  of  $85.000.  from  the  San  Francisco  Public  Utilities  Commission  to 
Friends  of  the  Urban  Forest,  for  a  term  of  one  year,  to  manage  the  Front  Yard 
Ambassadors  Program.  (Resolution  14-0022) 

In  response  to  a  question  from  Vice  President  Caen,  AGM  Ellis  confirmed  that  the 
program  is  voluntary. 

Public  Comments 

•  Ms.  Ashley  Summers,  Supervisor  Tang's  office,  commented  on  the  project  and 
relayed  the  Supervisor's  support  for  the  program. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

13.  Approve  Agreement  No.  CS-371 .  and  authorize  the  General  Manager  to  solicit 
applications,  negotiate  and  execute  approximately  15-20  Youth  Project  Learning 
Grant  agreements  with  selected  local  community  based  nonprofit  organizations  to 
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support  disadvantaged  San  Francisco  high  school  youth  who  will  engage  in  SFPUC 
project-based  service  learning  opportunities  during  the  summer  of  2014;  the  grants 
will  have  cumulative  not-to-exceed  amount  of  $350,000,  with  a  duration  of  six 
months  per  agreement.  (Resolution  14-0023) 

Public  Comments 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

14.  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-925B-J,  Assembly  Of  Individual 
Eminent  Industry  Experts  with  Jack  Moehle  (CS-925B),  Norman  Abrahamson  (CS- 
925C).  IM  Idriss  (CS-925D).  Thomas  O'Rourke  (CS-925E),  Demetrious  Koutsoftas 
(CS-925F).  Greg  Korbin(CS-925G).  Michael  Q'Rourke(CS-925H),  Douglas  Nyman 
(CS-925Q,  Frank  Rollo  (CS-925J),  for  continued  participation  in  Technical  Advisor 
Roles  and  Task  Force  participation  on  an  as-needed  basis;  authorize  the  General 
Manager  to  execute  this  amendment  extending  the  contract  duration  for  two  years 
for  a  total  agreement  duration  of  seven  years,  and  increasing  the  Agreement 
amounts  of  CS-925E  (Thomas  O'Rourke)  and  CS-925H  (Michael  O'Rourke)  by 
$150,000  and  $80,000,  respectively,  for  total  not-to-exceed  agreement  amounts  of 
$510,000  and  $240.000.  (Resolution  14-0024) 

Public  Comments 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

15.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-556,  Southeast 
Water  Pollution  Control  Plant  (SEP)  Chemical  System  Relocation  and  Facility 
Upgrades,  in  the  amount  of  $14,025,000,  to  the  lowest  cost,  gualified,  responsible 
and  responsive  bidder,  NTK  Construction  Inc.,  to  replace  and  relocate  the 
secondary  and  primary  effluent  disinfection  system,  enhance  odor  control,  and 
upgrade  various  aging  mechanical  and  electrical  systems  at  SEP.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code, 
Chapter  31.  (Resolution  14-0025) 

Public  Comments 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

16.  Hold  a  public  hearing  under  California  Water  Code  Section  10753.2  and  possible 
action  to  adopt  a  resolution  of  intent  to  draft  a  Groundwater  Management  Plan  for 
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the  North  Westside  Groundwater  Basin,  located  within  the  City  and  County  of  San 
Francisco.  (Resolution  14-0026) 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

17.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  assert: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 
The  Commission  entered  Closed  Session  at  4:05  PM. 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
(Resolution  14-0027) 

Existing  Claim 

State  Farm  Insurance  Company 

City  Attorney  Unlitigated  Claim  No:  14-00387 

Date  Filed:  August  16,  2013 

Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  1 5th  Ave  and  Wawona  are  as  follows: 
Payment  of  $80,759.31  in  exchange  for  a  full  and  final  release  of  all  liability. 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
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Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

23.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Plaintiff 

24.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Plaintiff 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

26.  Announcement  following  Closed  Session 

President  Courtney  announced  that  a  settlement  was  reached  on  item  19. 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  NOT  to  disclose: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

28.  Other  new  business 
None. 

President  Courtney  adjourned  the  meeting  at  4:08  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0014 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC's)  Sewer  System 
Improvement  Program  (SSIP)  capital  projects  and  Hetchy  System  Improvement  Program  (HSIP) 
capital  projects  require  as-needed  specialized  work  and  technical  expertise  to  support  their 
planning,  environmental,  design,  and  construction  management  phases;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  consulting  firms  to 
provide  specialized  environmental  analysis  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $14,550,000  ($4,850,000/agreement);  and 

WHEREAS,  The  request  for  proposals  was  advertised  on  July  18,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  March  2014  and  end  in  March  2019  and 
the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  proposals  resulted  in  the  establishment  of  Environmental  Science 
Associates/Orion  Environmental  Joint  Venture,  ICF  Jones  &  Stokes,  Inc./Panorama 
Environmental,  Inc.,  Joint  Venture,  and  URS  Corporation  as  the  three  highest  ranked  consulting 
firms;  and 

WHEREAS,  A  CMD  subconsulting  goal  of  15%  Local  Business  Enterprise  (LBE) 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  will  be  available  at  the  time  of  award  of  the  agreements  from  SSIP 
and  HSIP  projects,  as  well  as  from  other  capital  projects  from  the  Water,  Wastewater,  and  Power 
Enterprises.;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  and  awards 
Agreement  Nos.  CS-258A-C,  As-needed  SSIP  and  HSIP  Environmental  Services  to 
Environmental  Science  Associates/Orion  Environmental  Joint  Venture  (CS-258A),  ICF  Jones  & 
Stokes,  Inc./Panorama  Environmental,  Inc.,  Joint  Venture  (CS-258B),  and  URS  Corporation  (CS- 
258C)  to  provide  environmental  analyses,  studies  and  reports;  prepare  resource  agency 
documents  and  permit  applications;  and  provide  specialized  natural  resource  and  other 
environmental  analysis  and  permitting  support  expertise  and  services;  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  three 
professional  services  agreements  for  amounts  not-to-exceed  $4,850,000  each,  for  a  cumulative 
total  amount  not-to-exceed  $14,550,000  and  with  a  duration  of  five  (5)  years  per  agreement,  or  in 
the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and 
execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0015 


WHEREAS,  Hetch  Hetchy  Water  and  Power  (HHWP)  Capital  Improvement  Program 
(ClP)-funded  Contract  No.  HH-963,  Moccasin  Control  and  Server  Building  was  advertised  on 
November  22,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  construction  contract  work  is  $3,500,000; 

and 

WHEREAS,  The  contract  duration  is  270  consecutive  calendar  days;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  December  19,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  reviewed  the  bid 
and  recommend,  in  the  interest  of  equity  and  in  the  best  interest  of  the  City,  to  reject  the  bid 
because  only  one  bid  was  received  and  was  higher  than  10%  of  the  Engineer's  Estimate,  and  to 
re-advertise;  and 

WHEREAS,  A  Contract  Monitoring  Division  subcontracting  goal  of  12%  Local  Business 
Enterprise  participation  has  been  established  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  HH-963  -  Moccasin  Control  and 
Server  Building  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rejects  all  bids  for  HHWP  CIP-funded 
Contract  No.  HH-963,  Moccasin  Control  and  Server  Building  Project;  and  authorizes  the  General 
Manager  of  the  SFPUC  to  re-advertise  the  contract  as  Contract  No.  HH-963R,  Moccasin  Control 
and  Server  Building  Project,  to  receive  and  evaluate  bids,  and  to  return  to  the  Commission  with  a 
recommendation  for  award. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 


HMMh  \MmL^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0016 


WHEREAS,  On  April  24,  2012,  per  Resolution  No.  12-0058  this  Commission  approved 
the  award  of  Contract  No.  WD-2651R  Bioregional  Habitat  Restoration,  Sherwood  Point,  Adobe 
Gulch  Creek,  Skyline  Quarry,  Skyline  Boulevard  Point  and  Upper  San  Mateo  Creek,  to 
Shimmick  Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  May  31,  2012 

and 

WHEREAS,  The  original  contract  amount  was  for  $5,591,750,  and  the  original  contract 
duration  was  1,521  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  ($1,240,818)  to  delete  the 
Sherwood  Point  and  Upper  San  Mate  creek  sites  from  the  contract,  decreasing  the  contract 
amount  to  $4,350,932,  with  no  changes  in  contract  duration;  and 

WHEREAS,  The  original  Engineer's  Estimate  for  construction  was  $6,486,644;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  18%  Local  Business 
Enterprise  participation  were  originally  established  for  this  construction  contract  and  Shimmick 
Construction  committed  to  a  19.76%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  funds  are  available  from  Project  CUW38802  -  Bioregional  Habitat 
Restoration  ;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Water 
Enterprise  Water  System  improvement  Program- funded  Contract  No.  WD-2651R  with 
Shimmick  Construction  Company,  Inc,  decreasing  the  contract  amount  by  ($1,240,818),  for  a 
total  contract  amount  of  $4,350,932  and  with  no  time  extension. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 


M 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0017 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded 
Contract  No.  WD-2670A,  Cathodic  Protection  for  30-Inch,  36-Inch,  42-Inch,  and  48-Inch  Steel 
Pipe  Transmission  Main  of  University  Mound  System  was  advertised  on  August  30,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $650,000  and  the  Engineer's  Estimate  is 
$650,000  for  this  construction  contract  work  to  install  sixteen  (16)  sacrificial  anode  systems  to 
protect  the  existing  30-inch,  36-inch,  42-inch  and  48-inch  diameter  steel  mains;  and 

WHEREAS,  The  contract  duration  is  257  consecutive  calendar  days;  and 

WHEREAS,  on  December  17,  2012,  the  Planning  Department  determined  that  Project 
No.  CUW280,  Cathodic  Protection  for  30-Inch,  36-Inch,  42-Inch,  and  48-Inch  Steel  Pipe 
Transmission  Main  of  University  Mound  System,  is  exempt  as  a  Class  1  Categorical  Exemption 
under  the  California  Environmental  Quality  Act  (CEQA)  on  December  17,  2012.  This  proposed 
action  is  the  Approval  Action  as  defined  by  S.  F.  Administrative  Code  Chapter  31;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  October  3,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Azul  Works,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  a  LBE 
participation  of  17.95%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  On  December  17,  2012  the  Planning  Department  determined  that  Project 
No.  CUW280  is  exempt  as  a  Class  1  Categorical  Exemption  under  the  California  Environmental 
Quality  Act  (CEQA)  Guidelines  and  Chapter  31  of  the  Administrative  Code  under  Planning 
Department  Case  Number  2012.1332E,  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280,  Cathodic  Protection  for  30- 
Inch,  36-Inch,  42-Inch,  and  48-Inch  Steel  Pipe  Transmission  Main  of  University  Mound  System; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program  -funded  Contract  No. 
WD-2670A,  Cathodic  Protection  for  30-Inch,  36-Inch,  42-Inch,  and  48-Inch  Steel  Pipe 
Transmission  Main  of  University  Mound  System,  in  the  amount  of  $640,300,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Azul  Works,  Inc. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0018 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Contract  No.  WD-2727,  Peninsula  Pipelines  Seismic  Upgrade  project  was  advertised  on 
November  15,  2013;  and 

WHEREAS,  the  approved  baseline  budget  amount  is  $23,602,033  and  the  Engineer's 
Estimate  is  $22,500,000  for  this  construction  contract  work  to  provide  seismic  upgrades  to  the 
San  Francisco  Public  Utilities  Commission  (SFPUC's)  potable  water  transmission  pipelines  that 
deliver  water  from  the  Harry  Tracy  Water  Treatment  Plant  (HTWTP)  to  the  SFPUC's  regional 
water  system,  the  San  Andreas  Pipeline  No.  2  (SAPL2),  San  Andreas  Pipeline  No.  3  (SAPL3), 
and  Sunset  Supply  Branch  Pipeline  (SSBPL);  and 

WHEREAS,  the  contract  duration  is  500  consecutive  calendar  days;  and 

WHEREAS,  Five  bids  were  received  and  opened  publicly  on  December  19,  2013;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Ranger  Pipelines,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  a  CMD  subcontracting  goal  of  12%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  13.1  %  with  its  bid  submittal;  and 

WHEREAS,  the  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  the  balance  of  funds  for  this  contract  are  held  on  reserve  at  the  Budget  and 
Finance  Committee  of  the  San  Francisco  Board  of  Supervisors;  and 

WHEREAS,  funds  will  be  available  from  CUW36702  -  Peninsula  Pipelines  Seismic 
Upgrade  pending  release  of  funds  by  the  Budget  and  Finance  Committee  of  the  San  Francisco 
Board  of  Supervisors;  and 

WHEREAS,  an  environmental  impact  report  ("EIR")  was  prepared  for  Project  Number 
CUW36702;and 

WHEREAS,  the  Final  EIR  (FEIR)  was  certified  by  the  Planning  Commission  on  October 
17,  2013  by  Motion  No.  19004;  and 


WHEREAS,  on  October  22,  2013,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC),  by  Resolution  No.  13-0161,  approved  the  Project  and  adopted  findings  (CEQA 
findings)  and  a  Mitigation  Monitoring  and  Reporting  Program  (MMRP)  required  by  the 
California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  the  Project  files,  including  the  FEIR  and  SFPUC  Resolution  No.  13-0161 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  this  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR  the  findings  contained  in  SFPUC  Resolution  No.  13-0161  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  this  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  approve  and  award  Water  Enterprise  Water  System  Improvement  Program- 
funded  Contract  No.  WD-2727,  Peninsula  Pipelines  Seismic  Upgrade,  and  incorporates  the 
CEQA  findings  contained  in  Resolution  No.  13-0161  [including  the  Statement  of  Overriding 
Considerations]  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  this  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise,  WSIP  funded  Contract  No.  WD-2727,  Peninsula 
Pipelines  Seismic  Upgrade,  in  the  amount  of  $20,736,380,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Ranger  Pipelines,  Inc.  pending  the  release  of  funds  from  the  Budget  and 
Finance  Committee  of  the  San  Francisco  Board  of  Supervisors. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0019 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program-funded  (CIP),  WWE  Renewal  and  Replacement  (R&R)  Program- 
funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract 
No.  WW-488,  As-Needed  Main  Sewer  Replacement  No.  1,  by  the  contractor,  A.  Ruiz 
Construction;  and 

WHEREAS,  On  September  13,  2011,  by  Resolution  No.  11-0147,  this  Commission 
awarded  Contract  No.  WW-488,  As-Needed  Main  Sewer  Replacement  No.  1,  in  the  amount  of 
$2,617,290,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  A.  Ruiz  Construction;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  November  7, 
2011,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  372  consecutive  calendar  days  on  November  12,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,617,290  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $167,891  to  perform  curb  to  curb 
pavement  renovation  work  on  Presidio  Avenue  from  Pine  Street  to  Sacramento  Street,  increasing 
the  contract  amount  to  $2,785,1 8 1 ;  and 

WHEREAS,  Modification  No.  2  was  approved  for  $720,884  (Resolution  No.  13-0044 
dated  March  26,  2013)  to  adjust  contract  bid  quantities  due  to  actual  quantities  used  to  complete 
contract  work,  increasing  the  contract  amount  to  $3,506,065,  and  extending  the  contract  duration 
by  seven  consecutive  calendar  days,  for  a  total  contract  duration  of  372  consecutive  calendar 
days;  and 

WHEREAS,  Modification  No.  3  was  issued  for  ($1 10,848)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  contract  work  under  bid  item  allowances,  decreasing 
the  contract  amount  to  $3,395,2 17;  and 

WHEREAS,  The  contractor  has  made  more  than  a  good  faith  effort  to  comply  with  the 
established  Contract  Monitoring  Division  subcontracting  goals  of  16%  Local  Business 
Enterprise  participation,  by  utilizing  a  project  total  LBE  participation  of  27.62%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CENMSCIC50  and 
C WWRNRCS 84,  As-Needed  Main  Sewer  Replacement  No.  1  and  DPW  Project  No. 
CENTRNSRU238,  CENTRNSR0Z3 8  and  CSTR11SR2738,  As-Needed  Paving;  now,  therefore, 
be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  A.  Ruiz 
Construction  for  WWE,  CIP,  WWE  R&R  Program-funded  and  DPW  Pavement  Renovation 
Program-funded  Contract  No.  WW-488,  As-Needed  Main  Sewer  Replacement  No.  1,  for  a  total 
contract  amount  of  $3,395,217  and  with  a  total  contract  duration  of  372  consecutive  calendar 
days;  and  authorizes  final  payment  to  the  contractor. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0020 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program- funded  Contract  No.  WW-555,  Spot  Sewer  Repair 
Contract,  by  the  contractor,  J.  Flores  Construction,  Inc.;  and 

WHEREAS,  On  August  14,  2012,  by  Resolution  No.  12-0140,  this  Commission  awarded 
Contract  No.  WW-555,  Spot  Sewer  Repair  Contract,  in  the  amount  of  $5,153,450,  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  J.  Flores  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  9, 
2012,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  327  consecutive  calendar  days  on  August  31,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,153,450  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $514,817  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  sewer  replacement  work  under  bid  item  allowances, 
increasing  the  contract  amount  to  $5,668,267;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  has  made 
an  effort  to  comply  with  the  13.5%  Local  Business  Enterprise  submitted  for  this  contract.  Due  to 
changes  in  the  scope  of  work  and  availability  of  one  subcontractor,  the  contractor  utilized  a 
6.96%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS60,  Spot  Sewer  Repair; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J.  Flores 
Construction,  Inc.  for  WWE,  R&R  Program-funded  Contract  No.  WW-555,  Spot  Sewer  Repair 
Contract,  for  a  total  contract  amount  of  $5,668,267,  and  with  a  total  contract  duration  of  327 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0021 


WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  "City")  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Public  Utilities  Commission  (the  "Commission")  to  issue  indebtedness,  including  revenue  bonds 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  "Board"),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  "Wastewater  Enterprise");  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code,  enacted 
by  Ordinance  No  203-98  adopted  by  the  Board  on  June  8,  1998,  and  signed  by  the  Mayor  on 
June  19,  1998,  the  Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue 
short-term  indebtedness,  including  the  issuance  of  commercial  paper  ("Commercial  Paper")  in 
anticipation  of  the  issuance  of  its  revenue  bonds;  and 

WHEREAS,  Under  Section  8B.  124  of  the  Charter  of  the  City  (the  "Charter"),  the  Board's 
authority  to  authorize  an  issuance  of  debt  under  Proposition  E  is  subject  to  its  receipt  of  a 
certification  from  an  independent  engineer  that  (i)  the  projects  to  be  financed  by  such  debt  meet 
utility  standards  and  (ii)  estimated  net  revenue  will  be  sufficient  to  meet  operating,  maintenance, 
debt  service  coverage  and  other  indenture  or  resolution  requirements  (the  "Engineer 
Certification");  and 

WHEREAS,  The  Board's  authority  to  authorize  an  issuance  of  debt  under  Proposition  E 
is  also  subject  to  its  receipt  of  a  certification  from  the  San  Francisco  Planning  Department  that 
facilities  financed  with  such  debt  will  comply  with  applicable  requirements  of  the  California 
Environmental  Quality  Act  (together  with  the  Engineer  Certification,  the  "Proposition  E 
Certificates");  and 

WHEREAS,  The  Commission  (Resolution  No.  06-0164)  and  the  Board  (Ordinance  No. 
266-06)  have  previously  authorized  the  issuance  of  commercial  paper  notes  for  the  Wastewater 
Enterprise  in  an  aggregate  principal  amount  not  to  exceed  $150,000,000  against  Proposition  E 
authorization;  and 

WHEREAS,  on  July  27,  2010,  Commission  Resolution  10-0114  established  Levels  of 
Service  Goals  for  the  Sewer  System  Improvement  Program  Goals,  which  anticipates  the  issuance 
of  more  than  $4  billion  dollars  of  revenue  bonds  over  the  upcoming  decade;  and 

WHEREAS,  Pursuant  to  Resolution  No.  11-0197,  adopted  by  the  Commission  on 
December  13,  2011  and  Ordinance  No.  91-12  adopted  by  the  Board  on  May  1,  2012  and  signed 
by  the  Mayor  on  May  14,  2012,  the  Commission  increased  the  authorization  of  the  commercial 
paper  program  from  $150,000,000  to  $300,000,000  to  provide  short-term  financing  for  the  costs 


of  capital  improvements,  capitalized  interest  and  related  costs  for  improvements,  betterments  and 
additions  to  the  Wastewater  Enterprise;  and 

WHEREAS,  In  order  to  provide  support  for  the  issuance  from  time  to  time  by  the 
Commission  of  its  Commercial  Paper  Notes,  the  Commission  has  previously  entered  into 
reimbursement  agreements  or  other  credit  support  agreements  with  certain  commercial  banks  to 
provide  letters  of  credit  or  other  credit  support  for  the  Commercial  Paper  Notes;  and 

WHEREAS,  The  Commission  has  authorized,  executed  and  delivered  that  certain  Issuing 
and  Paying  Agent  Agreement,  dated  as  of  July  1,  2012,  with  U.S.  Bank  National  Association,  as 
issuing  and  paying  agent  thereunder,  pursuant  to  which  the  Commission  has  caused  the  issuance 
of  its  Commercial  Paper  Notes;  and 

WHEREAS,  The  Commission  has  determined  that  it  is  necessary  and  desirable  to  make 
certain  additional  improvements  to  the  facilities  of  the  Wastewater  Enterprise  (the 
"Improvements"),  and  has  further  determined  to  finance  the  Improvements  through  the  issuance 
of  wastewater  revenue  bonds,  and  in  anticipation  of  the  issuance  of  such  wastewater  revenue 
bonds,  through  the  use  of  the  Commission's  commercial  paper  program  and  the  issuance  and 
reissuance  of  its  Commercial  Paper  Notes  from  time  to  time;  and 

WHEREAS,  In  connection  with  the  commercial  paper  program  the  Commission,  among 
other  matters,  entered  into  that  Revolving  Credit  and  Term  Loan  Agreement ,  dated  Febmary  10, 
2012,  by  and  between  the  Commission  and  U.S.  Bank  National  Association  ("U.S.  Bank"),  and 
the  Commission  has  determined  to  extend  the  expiration  date  of  such  agreement  (February  10, 
2014)  to  such  period  indicated  in  the  First  Amendment  to  Revolving  Credit  and  Term  Loan 
Agreement  (the  "First  Amendment  to  Credit  Agreement"  or  the  "Credit  Agreement"),  dated  its 
dated  date,  between  the  Commission  and  U.S.  Bank  National  Association  and  determine  other 
matters  in  connection  therewith;  and 

WHEREAS,  In  order  to  support  the  issuance  of  additional  commercial  paper,  the 
Commission  has  also  determined  to  enter  into  a  reimbursement  agreement  (the  "Reimbursement 
Agreement")  with  Wells  Fargo  Bank,  National  Association  (  "Wells  Fargo  Bank")  pursuant  to 
which  Wells  Fargo  Bank  will  issue  its  direct-pay  letter  of  credit  in  an  original  stated  amount  not 
to  exceed  $81,657,535  (representing  a  principal  amount  of  $75,000,000  plus  an  amount  equal  to 
270  days  interest  on  such  principal  amount  at  a  rate  of  twelve  percent  (12%)  computed  on  a  basis 
of  a  365  day  year),  or  a  Liquidity  Facility  Agreement  in  the  original  stated  amount  of 
$75,000,000,  as  additional  credit  support  for  the  payment  when  due  of  the  Commercial  Paper 
Notes;  and 

WHEREAS,  Certificates  meeting  the  Proposition  E  requirements  are  on  file  with  the 
Clerk  of  the  Board  in  File  No.  061298  and  is  part  of  Ordinance  No.  266-06,  and  revised 
Proposition  E  Certificates  describing  additional  improvements  to  the  facilities  of  the  Wastewater 
Enterprise  will  be  prepared  and  filed  with  the  Board  of  Supervisors  in  accordance  with 
Proposition  E;  WHEREAS,  The  Commission  reasonably  expects  to  reimburse  certain  capital 
expenditures  incurred  prior  to  the  execution  and  delivery  of  the  commercial  paper  with  proceeds 
derived  from  the  financing  and  hereby  declares  its  official  intent  to  reimburse  certain 


FURTHER  RESOLVED,  That  the  General  Manager  or  his  appointed  designee  is  hereby 
authorized  and  directed  to  cause  revised  Proposition  E  Certificates  describing  additional 
improvements  to  the  facilities  of  the  Wastewater  Enterprise  to  be  completed  and  filed  with  the 
Board  of  Supervisors  in  accordance  with  Proposition  E;  and 

FURTHER  RESOLVED,  That  the  General  Manager  or  his  appointed  designee  is  hereby 
authorized  and  directed  to  take  any  and  all  necessary  action  expeditious  to  the  issuance  of  the 
Commercial  Paper  Notes,  including  but  not  limited  to,  the  execution  of  such  documents 
(including  the  preparation  or  amendment  of  any  offering  memorandum  circulated  or  published  in 
connection  with  any  Commercial  Paper  Notes)  and  certificates  as  are  deemed  necessary  or 
desirable  to  accomplish  the  purposes  of  this  Resolution,  and  all  prior  actions  heretofore  taken 
towards  that  end  are  hereby  ratified,  approved  and  confirmed  by  this  Commission. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014  


Nl)nn/A   N  iUA  

Secretary,  Public  Utilities  Commission 


expenditures  for  capital  equipment  from  future  financing  proceeds  for  purposes  of  complying 
with  certain  provisions  of  the  Internal  Revenue  Code  of  1986,  as  amended;  and 


WHEREAS,  Section  1.150.2  of  the  Treasury  Regulations  requires  that  the  SFPUC 
declare  its  reasonable  official  intent  to  reimburse  prior  expenditures  with  proceeds  of  the 
commercial  paper;  and 

NOW,  THEREFORE,  BE  IT 

RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager  to  enter  into 
the  First  Amendment  to  Credit  Agreement  with  U.S.  Bank,  and  the  Reimbursement  Agreement 
with  Wells  Fargo  Bank  substantially  in  the  forms  submitted  to  this  meeting,  or  a  Liquidity 
Facility  Agreement,  with  such  additional  terms  as  the  General  Manager  shall  negotiate,  provided, 
however,  that  (i)  the  maximum  principal  amount  of  Commercial  Paper  Notes  at  any  one  time 
outstanding,  when  combined  with  the  total  principal  amount  of  outstanding  and  unpaid 
obligations  issued  to  the  provider(s)  of  any  credit  or  liquidity  facility  (the  "Liquidity  Providers") 
executed  in  connection  with  such  Commercial  Paper  Notes,  shall  not  be  in  excess  of 
$300,000,000,  exclusive  of  interest  reserve,  if  applicable,  (ii)  the  principal  amount  of 
Commercial  Paper  Notes  outstanding  at  any  one  time  shall  not  exceed  the  principal  component 
available  to  be  drawn  under  the  Credit  Agreement  or  the  Letter  of  Credit,  respectively;  (iii)  the 
Commercial  Paper  Notes  shall  not  mature  later  than  five  (5)  years  from  their  respective  date  of 
issuance  (provided  that  obligations  issued  to  the  Liquidity  Provider  may  have  a  longer  maturity) 
and  have  a  maximum  rate  or  rates  of  interest  of  not  to  exceed  twelve  percent  (12%)  per  annum- 
provided  however,  that  the  General  Manager  is  hereby  authorized,  in  consultation  with  the  City 
Attorney  and  the  Controller's  Director  of  Public  Finance,  to  extend  the  term  of  the 
Reimbursement  or  Liquidity  Facility  Agreement  with  Wells  Fargo  Bank  for  an  additional  two 
years  on  substantially  the  same  terms  without  further  approval  of  this  Commission.  The 
Commercial  Paper  Notes  (including  any  repayment  obligations  owing  to  the  Liquidity  Providers) 
may,  in  the  discretion  of  the  General  Manager  upon  recommendation  by  the  Commission  be 
subordinate  to  the  payment  of  the  Wastewater  Revenue  Bonds  (including  any  wastewater 
revenue  bonds  current  outstanding).  The  authorization  of  the  Commercial  Paper  Notes  pursuant 
to  this  Resolution  is  in  addition  to  the  authorization  of  any  commercial  paper  notes  authorized  by 
Resolution  06-0164  of  this  Commission  or  any  other  prior  resolution  or  ordinance;  and 

FURTHER  RESOLVED,  Pursuant  to  Treasury  Regulation  Section  1.150-2  the  SFPUC 
hereby  declares  its  intent  to  reimburse  itself,  from  financing  proceeds,  for  capital  expenditures 
paid  within  sixty  (60)  days  prior  to  the  effective  date  of  this  resolution  and  other  expenditures 
permitted  to  be  reimbursed  pursuant  to  Treasury  Regulation  Section  1  150-2  Any 
reimbursement  allocation  of  financing  proceeds  to  be  made  with  respect  to  expenditures  incurred 
prior  to  the  execution  and  delivery  of  the  commercial  paper  (excluding  certain  de  minimis 
expenditures  and  preliminary  expenditures  in  an  amount  not  to  exceed  twenty  percent  (20%)  of 
the  issue  price  of  the  commercial  paper)  will  occur  not  later  than  eighteen  (18)  months  after  the 
later  of  (i)  the  date  on  which  the  expenditure  is  paid,  or  (ii)  the  date  on  which  the  facilities  are 
placed  in  service,  but  in  no  event  more  than  three  (3)  years  after  the  expenditure  is  paid  Further 
any  reimbursable  cost  will  be  of  a  type  properly  chargeable  to  a  capital  account  under  general 
federal  income  tax  principles;  and 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0022 


WHEREAS,  San  Francisco  District  4  Supervisor  Katy  Tang  approached  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  request  a  partnership  in  the  development  and 
implementation  of  The  Front  Yard  Ambassadors  Program;  and 

WHEREAS,  The  Front  Yard  Ambassadors  Program  is  designed  to  give  District  4 
residents  the  opportunity  to  transform  their  front  yards  in  order  to  provide  permeable  surfaces  to 
take  pressure  off  our  combined  sewer  system,  enhance  the  pedestrian  experience,  encourage 
community  cohesion,  and  educate  residents  about  horticulture  and  stormwater  management;  and 

WHEREAS,  Increasing  permeable  surfaces  in  District  4  is  of  particular  interest  to  the 
SFPUC  since  this  district  is  one  of  the  worst  areas  of  the  City  for  stormwater  runoff  due  to  the 
prevalence  of  paved-over  front  yards;  and 

WHEREAS,  One  of  the  goals  of  the  Sewer  System  Improvement  Program  (SSIP)  is  to 
integrate  green  and  grey  infrastructure  to  manage  stormwater  and  minimize  flooding;  and 

WHEREAS ,  The  SFPUC  has  budgeted  $500,000  from  add-back  funding  for  permeable 
paving  and  other  stormwater  management  grants  programs  in  FY  2013-2014,  of  which  $75,000 
has  been  allocated  to  support  the  Front  Yard  Ambassadors  Program;  and 

WHEREAS,  Supervisor  Katy  Tang  has  contributed  $10,000  of  her  office's  discretional 
funding  to  the  Front  Yard  Ambassadors  Program  grant  fund  for  a  total  program  fund  of  $85,000; 
and 

WHEREAS,  Following  a  competitive  selection  process,  it  is  the  recommendation  of  staff 
for  the  SFPUC  to  approve  the  grant  for  the  project  manager  of  the  Front  Yard  Ambassadors 
Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  negotiate  and 
execute  a  Grant  Agreement  with  Friends  of  the  Urban  Forest  to  serve  as  the  project  manager  for 
the  Front  Yard  Ambassadors  Program  for  an  amount  not-to-exceed  $85,000  with  a  duration  of 
one  (1)  year. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 

 ^  A  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0023 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  received  a 
$720,000  Add-back  from  the  Board  of  Supervisors  for  Youth  Workforce  Services  for  FY2013- 
14; and 

WHEREAS,  Project-based  learning  opportunities  will  expose  more  than  350  youth  and 
young  adults  to  careers  and  concepts  related  to  water  conservation,  environmental  stewardship, 
sewer  system  and  water  system  improvement  projects,  and  the  mission  and  work  of  the  SFPUC; 
and 

WHEREAS,  SFPUC 's  project-based  learning  strategy  will  expand  the  number  of  youth 
and  young  adults  connecting  to  paid  summer  opportunities  related  to  the  SFPUC,  while  reaching 
out  to  disadvantaged  youth  and  young  adults  who  may  be  under  represented  in  existing 
programs;  and 

WHEREAS,  SFPUC  Project  Learning  investments  will  leverage  existing  summer  youth 
development  programs  that  provide  disadvantaged  youth  and  young  adults  from  San  Francisco 
with  summer  work  opportunities;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  herby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  solicit  applications,  negotiate  and  execute 
approximately  15-20  grant  agreements  with  selected  local  community  based  nonprofit 
organizations  to  support  disadvantaged  San  Francisco  high  school  youth  who  will  engage  in 
SFPUC  project-based  service  learning  opportunities  during  the  summer  of  2014;  the  grants  will 
have  cumulative  not-to-exceed  amount  of  $350,000,  with  a  duration  of  six  months  per 
agreement. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 

Secretary,  Public  Utilities  Commission 


J 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0024 


WHEREAS,  On  January  27,  2009,  this  Commission  approved  the  Industry  Experts  Pool 
for  Agreement  Nos.  CS-925B-K,  Assembly  of  Individual  Eminent  Industry  Experts,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate 
and  execute  a  professional  services  agreement  with  Jack  Moehle  (CS-925B),  Norman 
Abrahamson  (CS-925C),  IM  Idriss  (CS-925D),  Thomas  O'Rourke  (CS-925E),  Demetrious 
Koutsoftas  (CS-925F),  Greg  Korbin(CS-925G),  Michael  0'Rourke(CS-925H),  Douglas  Nyman 
(CS-925I),  Frank  Rollo  (CS-925J),  and  Dennis  McCarry  (CS-925K)  for  Technical  Advisory 
Panel  (TAP)  and  task  force  services  for  a  cumulative  total  amount  not-to-exceed  $1,980,000,  and 
with  a  duration  of  five  years  per  agreement,  concluding  on  February  1,  2014;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  of  CS- 
925B-J  by  two  years  for  a  total  agreement  duration  of  seven  years  and  increase  the  contract 
amount  of  CS-925E  (Thomas  D.  O'Rourke  )  and  CS-925H  (Michael  O'Rourke)  by  $150,000  and 
$80,000,  respectively,  for  ongoing  participation  in  the  SFPUC  TAPs  and  various  task  forces;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  sub-consulting  goals  have  been 
waived  for  these  agreements;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  individual  projects;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
Nos.  CS-925B-J,  Assembly  of  Individual  Eminent  Industry  Experts,  for  ongoing  participation  in 
TAPs  and  Task  Forces  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  execute  this  amendment  extending  these  agreements  for  two  years,  for  total 
agreement  durations  of  seven  years,  and  increasing  the  agreement  amounts  of  CS-925E  (Thomas 
D.  O'Rourke)  and  CS-925H  (Michael  O'Rourke)  for  $150,000  and  $80,000,  respectively,  for  a 
aggregate  total  not-to-exceed  amount  of  $2,2 10,000  for  these  agreements. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0025 


WHEREAS,  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program- 
Funded  (SSIP)  Contract  No.  WW-556,  Chemical  System  Relocation  and  Facility  Upgrades  was 
advertised  on  November  8,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $17,000,000  and  the  Engineer's  Estimate  is 
$13,000,000  for  this  construction  contract  work  to  replace  and  relocate  the  secondary  and 
primary  effluent  disinfection  system,  enhance  odor  control  and  upgrade  various  aging 
mechanical  and  electrical  systems  at  Southeast  Water  Pollution  Control  Plant  (SEP);  and 

WHEREAS,  The  contract  duration  is  600  consecutive  calendar  days;  and 

WHEREAS,  Contract  No.  WW-556,  SEP  Disinfection  System  Relocation  and  Facility 
Upgrades,  was  determined  to  be  categorically  exempt  as  a  Class  1  &  Class  3  Categorical 
Exemption  under  the  California  Environmental  Quality  Act  (CEQA)  by  the  Planning  Department 
on  November  22,  2013;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  December  20,  2013; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  NTK  Construction  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  13%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE  participation  of 
18.21%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Wastewater  CIP  Funds,  Project  No. 
CENMSCICTF,  SEP  Disinfection  System  Relocation  and  Facility  Upgrades;  now,  therefore,  be 
it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  CIP-funded  Contract  No.  WW-556,  Chemical  System  Relocation  and  Facility 
Upgrades,  in  the  amount  of  $14,025,000,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  NTK  Construction  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0026 


WHEREAS,  the  North  Westside  Basin  is  one  of  seven  groundwater  basins  located  within 
in  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  identified  the 
supply  of  water  for  municipal  purposes  in  San  Francisco  as  one  of  the  planned  uses  for  water 
extracted  from  the  North  Westside  Basin;  and 

WHEREAS,  on  December  19,  2013,  the  San  Francisco  Planning  Commission  certified 
the  Final  Environmental  Impact  Report  for  Project  No.  CUW30102,  San  Francisco  Groundwater 
Supply  (SFGW)  Project  by  Motion  No.  19050; 

WHEREAS,  on  January  14,  2014,  the  SFPUC  adopted  the  California  Environmental 
Quality  Act  Findings,  including  a  Statement  of  Overriding  Considerations,  and  the  Mitigation 
Monitoring  and  Reporting  Program  for  the  SFGW  Project  and  authorized  the  General  Manager 
to  implement  the  Project;  and 

WHEREAS,  on  January  14,  2014,  the  SFPUC  further  approved  the  SFGW  Project  and 
authorized  staff  to  proceed  with  actions  necessary  to  implement  the  Project,  which  will  extract 
groundwater  from  six  wells  located  in  the  North  Westside  Basin;  and 

WHEREAS,  the  North  Westside  Basin  is  a  local  water  source  that  will  expand  and 
diversify  the  SFPUC's  water  supply  portfolio  and  increase  system  reliability  by  increasing  the 
use  of  local  water  supply  sources  and  reducing  dependence  on  imported  surface  water,  as  well  as 
providing  drinking  water  for  emergency  supply  in  the  event  of  an  earthquake  or  other  major 
catastrophe;  and 

WHEREAS,  in  1992,  the  California  Legislature  adopted  Water  Code  section  10750  et 
seq.  to  provide  local  public  agencies  with  increased  management  authority  over  groundwater 
resources  by  developing  groundwater  management  plans  as  a  prerequisite  for  eligibility  for  grant 
funding  for  groundwater-related  projects;  and 

WHEREAS,  a  groundwater  management  plan  will  further  efforts  to  protect  and  provide  a 
reliable  local  groundwater  supply,  facilitate  collection  of  information  to  increase  understanding 
of  groundwater  basin  conditions,  and  evaluate  groundwater  resource  protection  programs  and 
policies  affecting  the  North  Westside  Basin,  consistent  with  the  SFGW  Project  as  approved  by 
the  Commission;  and 

WHEREAS,  prior  to  adopting  a  resolution  of  intent  to  draft  a  groundwater  management 
plan,  Water  Code  Section  10753.2  requires  a  local  agency  to  hold  a  public  hearing,  after 
publication  of  notice  pursuant  to  California  Government  Code  Section  6066,  on  whether  or  not 
to  adopt  a  resolution  of  intent  to  draft  a  groundwater  management  plan;  and 


WHEREAS,  pursuant  to  Government  Code  Section  6066,  notice  of  a  public  hearing 
before  the  SFPUC  on  whether  or  not  to  adopt  a  resolution  of  intent  to  draft  a  groundwater 
management  plan  was  published;  and 

WHEREAS,  on  January  28,  2014,  a  public  hearing  was  held  before  this  Commission  on 
whether  or  not  to  adopt  a  resolution  of  intent  to  draft  a  groundwater  management  plan;  now, 
therefore,  be  it 

RESOLVED,  that  this  Commission  intends  to  draft  a  groundwater  management  plan  for 
the  North  Westside  Basin;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  directs  staff  to  prepare  a  groundwater 
management  plan  for  the  North  Westside  Basin  in  accordance  with  California  Water  Code 
Sections  10750  et  seq  and  to  return  to  this  Commission  for  consideration  of  adoption  of  the  plan 
within  two  years  of  the  adoption  of  this  resolution;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager  or  his 
designee  to  publish  this  resolution  of  intention  in  accordance  with  Government  Code  section 
6066,  and  to  provide  a  copy  of  this  resolution  to  the  California  Department  of  Water  Resources 
within  30  days  and  to  otherwise  comply  with  the  requirements  of  Water  Code  section  10753.2(c) 
and  (d). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 


WD/ViA-  'MtorU  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0027 


WHEREAS,  On  January  28,  2014,  the  San  Francisco  Public  Utilities  Commission 
met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated  Claim  of  State 
Farm  General  Insurance  Company  ("Claimant"),  arising  from  an  incident  on  February 
27,  2013,  when  a  16"  water  transmission  pipeline,  located  between  West  Portal  Avenue 
and  Wawona  Street,  ruptured  in  front  of  2733  15th  Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $80,759.31  (Eighty  Thousand  Seven  Hundred  and  Fifty-Nine  and  31/100) 
from  the  City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $80,759.31  (Eighty  Thousand 
Seven  Hundred  and  Fifty-Nine  and  31/100,  on  the  terms  set  forth  in  the  Full  and  Final 
Release  for  Claim  No.  14-00387  on  file  with  the  Commission  Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  28,  2014. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  £ 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  February  25,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus.comA/iewPublisher.php7viev;  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(a)sfwater.orq. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.org/index. aspx?page=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  February  1 1 ,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Hetch  Hetchy  Water  and  Power  Enterprises  Capital  Improvement  Program 
Quarterly  Reports 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  WSIP  Change  Order  Summary 

f)  Budget  Hearing  Follow-Up  Questions  and  Responses  to  Date 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Recognition  of  Gail  Ciardi's  Retirement  and  32  Years  of  Service  (Carlin) 

b)  Recognition  of  Moshe  Blum's  Retirement  and  33  Years  of  Service  (Carlin) 

c)  Water  Supply  Outlook  (Ritchie) 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


CD 
CD 


CO 


a)  Approve  Modification  No.  1  to  JOC-42,  General  Engineering  (A-License  with 
Marine  Engineering  emphasis),  for  San  Francisco/Peninsula/East  Bay  to  Hetch 
Hetchy,  with  Power  Engineering  Construction  Company,  to  perform  general 
engineering  and  construction  tasks,  increasing  the  contract  by  $2,500,000,  for 
a  total  contract  amount  of  $7,500,000,  and  with  a  time  extension  of  730 
consecutive  calendar  days,  for  a  total  contract  duration  of  1825  consecutive 
calendar  days,  as  allowed  for  JOC  contracts  under  the  San  Francisco 
Administrative  Code.  This  contract  modification  is  needed  to  complete  general 
engineering  and  construction  tasks  in  City  facilities.  (Cruz) 

REGULAR  BUSINESS 

1 0.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WD-2666,  Bioregional  Habitat  Restoration  (BHR)  -  Sheep  Camp  Creek,  in  the 
amount  of  $545,664;  and  Authorize  the  General  Manager  or  his  designee  to 
approve  future  modifications  to  the  contract  for  a  total  revised  contract  amount  up 
to  $4,849,414.  The  requested  increase  in  the  contract  cost  contingency  is  due  to 

cd  drought  conditions  requiring  emergency  watering  and  due  to  changes  in 

®|  hydrogeological  conditions  requiring  additional  well  investigations  and  construction. 

tH  (Ritchie) 

1 1 .  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 3.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Cauley) 

Existing  Claim 
cd    Roger  and  Paula  A.  Guido 
5    City  Attorney  Unlitigated  Claim  No.:  14-01546 
t-h     Date  Filed:  January  15,  2014 

Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  and  Wawona  are  as  follows:  Payment  of 
$75,000  in  exchange  for  a  full  and  final  release  of  liability. 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

<=>  (Cauley) 
1*   Existing  Claim 

cd    Jason  C.  Wu  and  Dianna  V.  Yick 

NT* 

1— < 


City  Attorney  Unlitigated  Claim  No.:  14-01751 
Date  Filed:  February  13,  2014 


Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  and  Wawona  are  as  follows:  Payment  of 
$560,000  in  exchange  for  a  full  and  final  release  of  liability. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1 )  and  San  Francisco  Administrative  Code  Section  67. 1 0  (d)  (1 ) 
I?  (Emery) 
o  Existing  Litigation 

*j|  California  Coastal  Protection  Network  v.  City  and  County  of  San  Francisco 
t-i   San  Francisco  Superior  Court  Case  No. :CGC-1 1-513176 
Date  Filed:  August  16,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (O'Neil) 

Existing  Litigation: 

Fletcher  Ranch  Road  Properties,  a  Limited  Liability  Company,  Robert  N. 
Fletcher  as  Trustee  of  The  Robert  N.  and  Patricia  A.  Fletcher  Living  Trust  and 
Richard  S.  Fletcher  as  Trustee  of  The  Richard  S  and  Linda  K.  Fletcher  Revocable 
Inter  Vivos  Trust,  and  C.  Nelson  Fletcher  as  Trustee  of  The  C.Nelson  and  Betty  S. 
Fletcher  Revocable  Inter  Vivos  Trust  v.  City  and  County  of  San  Francisco  and 
DOES  1  thru  100 

Alameda  County  Superior  Court,  Case  No.  VG1 051 0699 
Date  filed  April  22,  2010 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

21 .  Announcement  following  Closed  Session 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

23.  Other  new  business 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:40  PM. 

2.  Roll  Call 

Present:  Courtney,  Moran,  and  Torres 

3.  Approval  of  the  Minutes  of  February  11,  2014 
On  Motion: 

Courtney,  Moran,  and  Torres 

Public  Comments: 
None. 

4.  Public  Comments 

•   Ms.  Yolanda  Lewis,  BEE  Coalition,  stated  those  in  the  Southeast  Sector  need  to 
receive  Community  Benefits  through  infrastructure  projects. 

President  Courtney  noted  an  earlier  rally  on  the  City  Hall  steps  related  to  local  hiring, 
and  stated  that  labor  organizations  are  looking  for  workers. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Hetch  Hetchv  Water  and  Power  Enterprises  Capital  Improvement  Program 
Quarterly  Reports 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  WSIP  Change  Order  Summary 

f)  Budget  Hearing  Follow-Up  Questions  and  Responses  to  Date 

Public  Comments 
None. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  Recognition  of  Gavle  Ciardi's  Retirement  and  32  Years  of  Service 

Deputy  General  Manager  (DGM)  Michael  Carlin  summarized  the  career  of  Ms. 
Ciardi,  the  first  female  SFPUC  watershed  keeper.  The  Commission 
congratulated  her  on  her  career  and  presented  her  with  a  Certificate  of 
Recognition. 

Ms.  Ciardi  thanked  the  Commission  and  provided  brief  thoughts  on  her  career. 

b)  Recognition  of  Moshe  Blum's  Retirement  and  33  Years  of  Service 

DGM  Carlin  summarized  the  career  of  Mr.  Blum.  The  Commission  congratulated 
him  on  his  career  and  presented  him  with  a  Certificate  of  Recognition. 
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Mr.  Blum  thanked  the  Commission  for  their  recognition  and  expressed  thoughts 
on  his  career. 

Commissioner  Vietor  arrived  at  1:49  PM. 
Commissioner  Caen  arrived  at  1:51  PM. 

c)  Water  Supply  Outlook 
Assistant  General  Manager  (AGM)  Steve  Ritchie  provided  an  update  on  the 
water  supply  conditions  and  current  reservoir  storage,  noting  Cherry  Reservoir 
has  205  AF,  which  could  be  made  available  for  potable  purposes.  He  provided 
precipitation  and  snowpack  levels,  discussed  management  actions,  and 
described  the  upcoming  schedule. 

Vice  President  Caen  asked  for  clarification  on  how  water  from  the  Cherry 
Reservoir  arrives  and  how  the  water  might  be  used,  to  which  AGM  Ritchie 
provided  response. 

Public  Comments 

•   Mr.  Eric  Brooks,  San  Francisco  Green  Party,  grassroots  organization,  "Our  City"; 
and  the  Sierra  Club  Bay  Chapter  Water  Committee,  commented  on  desalination, 
noting  the  Sierra  Club  does  not  support  desalination.  He  read  from  the  Sierra 
Club's  guidelines  regarding  desalination. 

Commissioner  Moran  asked  for  clarification  on  the  Sierra  Club  position  (technology 
vs.  water  supply  not  based  on  conservation),  which  Mr.  Brooks  provided.  Brief 
discussion  ensued. 

8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  stated  she  has  been  providing  her  Board  and 
member  agencies  updates  on  the  Mountain  Tunnel  Project.  She  indicated  that  she 
looks  forward  to  receiving  answers  for  specific  questions,  which  were  provided  to 
staff. 

Ms.  Sandkulla  noted  what  her  agencies  are  doing  in  response  to  the  drought 
conditions,  and  that  they  are  meeting  the  SFPUC's  request  for  a  10  percent 
reduction.  She  stated  that  BAWSCA  will  continue  close  coordination  with  the  SFPUC 
to  prepare  for  additional  reductions,  if  necessary. 

Public  Comments 
None. 

9.  Consent  Calendar 

a)  Approve  Modification  No.  1  to  JOC-42,  General  Engineering  (A-License  with 
Marine  Engineering  emphasis),  for  San  Francisco/Peninsula/East  Bay  to  Hetch 
Hetchv,  with  Power  Engineering  Construction  Company,  to  perform  general 
engineering  and  construction  tasks,  increasing  the  contract  by  $2,500,000,  for  a 
total  contract  amount  of  $7.500,000,  and  with  a  time  extension  of  730 
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consecutive  calendar  days,  for  a  total  contract  duration  of  1825  consecutive 
calendar  days,  as  allowed  for  JOC  contracts  under  the  San  Francisco 
Administrative  Code.  This  contract  modification  is  needed  to  complete  general 
engineering  and  construction  tasks  in  City  facilities.  (Resolution  14-0037) 

On  Motion: 

Courtney,  Caen,  Vietor,  Moran,  and  Torres 

Public  Comments 
None. 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No. 
WD-2666.  Bioregional  Habitat  Restoration  (BHR)  -  Sheep  Camp  Creek,  in  the 
amount  of  $545,664;  and  Authorize  the  General  Manager  or  his  designee  to 
approve  future  modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$4,849,414.  The  reguested  increase  in  the  contract  cost  contingency  is  due  to 
drought  conditions  reguiring  emergency  watering  and  due  to  changes  in 
hvdrogeological  conditions  reguiring  additional  well  investigations  and  construction. 
(Resolution  14-0038) 

Commissioner  Moran  asked  for  clarification  for  the  need  to  drill  wells  to  water  native 
plants.  AGM  Ritchie  indicated  the  water  is  needed  in  order  to  establish  the  plants. 

On  Motion: 

Courtney,  Caen,  Vietor,  Moran,  and  Torres 

Public  Comments 
None. 

11.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  assert: 

Courtney,  Caen,  Vietor,  Moran,  and  Torres 

The  Commission  entered  Closed  Session  at  2:16  PM. 

13.  Conference  with  Leoal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Claim 

Roger  and  Paula  A.  Guido 

City  Attorney  Unlitigated  Claim  No.:  14-01546 

Date  Filed:  January  15,  2014 
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Material  terms  of  the  proposed  settlement  of  the  uniitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  and  Wawona  are  as  follows:  Payment  of 
$75,000  in  exchange  for  a  full  and  final  release  of  liability. 
(Resolution  14-0039) 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Claim 

Jason  C.  Wu  and  Dianna  V.  Yick 

City  Attorney  Uniitigated  Claim  No.:  14-01751 

Date  Filed:  February  13,  2014 

Material  terms  of  the  proposed  settlement  of  the  uniitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  and  Wawona  are  as  follows:  Payment  of 
$560,000  in  exchange  for  a  full  and  final  release  of  liability. 
(Resolution  14-0040) 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation 

California  Coastal  Protection  Network  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:CGC-11-513176 
Date  Filed:  August  16,  2013 
(Resolution  14-0041) 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10. 
Existing  Litigation: 

Fletcher  Ranch  Road  Properties,  a  Limited  Liability  Company,  Robert  N. 
Fletcher  as  Trustee  of  The  Robert  N.  and  Patricia  A.  Fletcher  Living  Trust  and 
Richard  S.  Fletcher  as  Trustee  of  The  Richard  S  and  Linda  K.  Fletcher  Revocable 
Inter  Vivos  Trust,  and  C.  Nelson  Fletcher  as  Trustee  of  The  C.Nelson  and  Betty  S. 
Fletcher  Revocable  Inter  Vivos  Trust  v.  City  and  County  of  San  Francisco  and 
DOES  1  thru  100 

Alameda  County  Superior  Court,  Case  No.  VG1 051 0699 
Date  filed  April  22,  2010 
(Resolution  14-0042) 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 
City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 
City  Attorney  File  No.  0000657 
Date  Filed  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
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Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1 ). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

The  Commission  exited  Closed  Session  at  2:41  PM. 

21.  Announcement  following  Closed  Session 

President  Courtney  announced  that  settlements  were  reached  on  items  13,  14, 
15,  and  16. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose: 

Courtney,  Caen,  Vietor,  Moran,  and  Torres 

23.  Other  new  business 

President  Courtney  noted  that  a  joint  meeting  with  the  Environment  is  being 
planned  and  that  a  joint  meeting  LAFCo  is  scheduled.  He  requested  that  staff 
respond  to  his  prior  request  for  information  on  jobs  in  the  Southeast  sector. 

Public  Comments 

Mr.  Eric  Brooks,  San  Francisco  Green  Party,  grassroots  organization,  "Our  City"; 
commented  on  the  joint  LAFCo/SFPUC  meeting. 

President  Courtney  noted  that  neither  he  nor  Commissioner  Torres  can  attend  the 
joint  meeting. 

President  Courtney  adjourned  the  meeting  at  2:45  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0037 


WHEREAS,  On  October  23,  2012,  per  Resolution  No.  12-0183,  this  Commission  approved  the 
award  of  Contract  No.  JOC-42,  Job  Order  Contract  (JOC),  General  Engineering  (A-License  with  Marine 
Engineering  emphasis),  San  Francisco/Peninsula/East  Bay/Hetch  Hetchy  to  Power  Engineering 
Constaiction  Company;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  December  10,  2012; 

and 

WHEREAS,  The  original  contract  amount  was  for  $5,000,000  and  the  original  contract  duration 
was  1095  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  increase  the  contract  amount  by 
$2,500,000,  for  a  total  contract  value  of  $7,500,000,  and  increase  the  contract  duration  730  consecutive 
calendar  days,  for  a  total  duration  of  1825  consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  18%  Local  Business 
Enterprise  participation  was  originally  established  for  this  construction  contract;  and  the  contractor  is 
committed  to  meeting  the  LBE  goal  of  19.4%;  and 

WHEREAS,  Under  the  delegation  agreement  between  the  San  Francisco  Planning  Department 
and  the  SFPUC,  the  Bureau  of  Environmental  Management  determined  the  activities  that  were 
previously  authorized  under  the  subject  contract  did  not  meet  the  definition  of  a  "project"  under  the 
California  Environmental  Quality  Act  (CEQA),  and  CEQA  Guidelines  Section  15378,  or  were 
determined  to  be  categorically  exempt  from  CEQA.  For  future  task  orders  authorized  pursuant  to  JOC 
42,  no  task  order  will  be  issued  until  environmental  review  has  been  completed,  and,  excluding  those 
task  orders  determined  to  be  exempt  under  CEQA,  until  the  Commission  has  an  opportunity  to  review 
the  environmental  analysis  and  take  action  if  deemed  appropriate;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Enterprise  funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
42,  Job  Order  Contract,  General  Engineering  (A-License  with  Marine  Engineering  emphasis),  San 
Francisco/Peninsula/East  Bay/Hetch  Hetchy,  to  Power  Engineering  Construction  Company,  for 
continued  general  engineering  constaiction  work  for  all  SFPUC  Operations  and  Bureaus,  increasing  the 
contract  amount  by  $2,500,000  for  a  total  contract  value  of  $7,500,000,  and  with  a  time  extension  of  730 
consecutive  calendar  days,  for  a  total  contract  duration  of  1825  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  25,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0038 


WHEREAS,  On  June  26,  2012,  per  Resolution  No.  12-0115,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -  funded 
Construction  Contract  No.  WD-2666  Bioregional  Habitat  Restoration  (BHR)  -  Sheep  Camp 
Creek,  to  Shimmick  Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  was  issued  on  September  4, 
2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,912,500  and  the  original  contract 
duration  was  1,710  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  encountered  conditions  in  the  field  that  were  not  anticipated 
during  planning  and  design  of  the  project  such  as  an  exceedingly  dry  year  and  changes  in 
hydrogeological  conditions;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$296,401,  pending  change  orders  amount  to  $16,230,  potential  change  orders  amount  to 
$546,283,  trends  amount  to  $78,000,  and  the  original  10%  contingency  amount  is  $391,250;  and 

WHEREAS,  These  change  orders  and  trends,  if  converted  to  approved  change  orders, 
would  exceed  the  pre-approved  10%  construction  cost  contingency,  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $545,664  is 
requested,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  Savings  from  other  BHR  projects  are  available  to  cover  the  additional 
construction  contract  cost;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goals  of  18%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  The  17.97%  LBE  participation  goal,  as  submitted  at  the  time  of  bid,  has 
been  committed  by  the  Contractor;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $545,664  for  the  Water  Enterprise,  WSIP  -  funded 
Construction  Contract  WD-2666  Bioregional  Habitat  Restoration  -  Sheep  Camp  Creek,  for  a 
total  cost  contingency  amount  of  $936,914;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee  to  consider,  and  if  appropriate,  to  approve  future  modifications  to  the  contract 
amount  for  up  to  $4,849,414. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  25,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0039 


WHEREAS,  On  February  25,  2014,  the  San  Francisco  Public  Utilities 
Commission  met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated 
Claim  of  Roger  and  Paula  A.  Guido  ("Claimant"),  arising  from  an  incident  on  February 
27,  2013,  when  a  16"  water  transmission  pipeline,  located  between  West  Portal  Avenue 
and  Wawona  Street,  ruptured  in  front  of  2733  1 5th  Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $75,000  from  the  City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $75,000  on  the  terms  set  forth  in  the 
Full  and  Final  Release  for  Claim  No.  14-01546  on  file  with  the  Commission  Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  25,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0040 


WHEREAS,  On  February  25,  2014,  the  San  Francisco  Public  Utilities 
Commission  met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated 
Claim  of  Jason  C.  Wu  and  Deanna  V.  Yick  ("Claimants"),  arising  from  an  incident  on 
February  27,  2013,  when  a  16"  water  transmission  pipeline,  located  between  West 
Portal  Avenue  and  Wawona  Street,  ruptured  in  front  of  2733  15th  Avenue;  and 

WHEREAS,  Claimants  have  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $560,000  from  the  City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimants 
have  agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify 
the  City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimants  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $560,000,  on  the  terms  set  forth  in 
the  Full  and  Final  Release  for  Claim  No.  14-01751  on  file  with  the  Commission 
Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  25,  2014. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 
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City  and  County  of  San  Francisco 
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1  Dr.  Carlton  B.  Goodlett  Place 
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San  Francisco,  CA  94102 
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Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www. sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(a)sfwater.orq. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  January  28,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Budget  Hearing  Follow-Up  Questions  and  Responses  to  Date 

d)  Informational  Report  presenting  FY  2014-15  Schedules  of  Rates  and  Charges  for 
Non-Municipal,  Retail  Residential  and  Commercial  Electric  Service 

e)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

j)  Water  System  Improvement  Program  Quarterly  Report  -  Water  Supply 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Rim  Fire  Update  (Carlin) 

b)  Water  Supply  Outlook  (Ritchie) 

c)  WSIP  Quarterly  Update  (Wade) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 


which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2707,  As- 
Needed  Integration  Services  (Lenel  VAR  Required)  -  2013  to  2015,  for  an 
amount  not-to-exceed  $1,187,648,  to  the  lowest  cost,  qualified,  responsible, 
and  responsive  bidder,  G4S  Technology,  to  provide  the  City  with  as-needed  / 
construction  services  to  furnish  and  install  Access  Control  and  Alarm  Monitoring 
System  and  Digital  Video  Surveillance  System  equipment  and  installations  at 


4^ 

CD 
CCD 

j£    locations  throughout  the  Hetch  Hetchy  Regional  Water  Transmission  System. 

(Cruz) 


b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-547, 

Alhambra/Bay/Beach  Streets  and  Mallorca/Retiro/Toledo  Way  Sewer 
as     Replacement,  in  the  amount  of  $2,626,560,  to  the  lowest  cost,  qualified, 
'       responsible  and  responsive  bidder,  Precision  Engineering,  to  replace  the  existing 


CD 


cd     sewers  on  the  subject  streets  in  the  City  of  San  Francisco.  The  proposed  action 
Jjj     is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code, 
Chapter  31.  (Cruz) 

c)  Approve  the  revised  Memorandum  of  Agreement  between  the  San  Francisco 
^       Public  Utilities  Commission  and  the  San  Francisco  Housing  Authority  (SFHA) 

approved  by  the  Commission  on  August  13,  2013  that  provides  the  terms  for 
g       SFHA  to  pay  its  outstanding  unpaid  electric  utility  bills  through  September  30, 

2013,  including  accrued  interest,  and  authorize  the  General  Manager  to  amend 
*-*       and  execute  the  Agreement.  (Rydstrom) 

REGULAR  BUSINESS 

f*>  9.  Consider  the  adoption  of  the  Proposed  FY  2014-15  and  FY  2015-16  Operating  and 
§        Programmatic  Budgets  for  the  Water,  Power  and  Wastewater  Enterprises  and  all 
-<t«        support  bureaus  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities 
*~l        Commission  and  possible  action  to  approve  the  proposed  budgets.  (Rydstrom) 

10.  Consider  the  adoption  of  the  Proposed  FY  2014-15  and  FY  2015-16  Capital 
Budgets;  Authorize  a  request  for  a  Supplemental  Appropriation  for  the 

M  Enterprises  of  the  San  Francisco  Public  Utilities  Commission;  and  Authorize  and 

co  direct  the  General  Manager  to  submit  to  the  Board  proposed  Ordinances 

authorizing:  1 )  the  issuance  of  not-to-exceed  $302,708,400  aggregate  principal 
amount  of  Water  Revenue  Bonds;  2)  the  issuance  of  not-to-exceed  $846,906,000 
aggregate  principal  amount  of  Wastewater  Revenue  Bonds;  and  3)  the  issuance  of 
not-to-exceed  $147,874,000  aggregate  principal  amount  of  Power  Revenue  Bonds, 
all  subject  to  the  terms  of  Charter  (Rydstrom) 

1 1 .  Public  Hearing  to  consider  and  possible  action  to  adopt  the  San  Francisco  Public 
Utilities  Commission  10-Year  Financial  Plan  for  FY  2014-15  through  FY  2023-24. 

<=>  (Rydstrom) 
o 


CD 
CD 


CO 
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i — i  12.  Public  Hearing  to  cosider  and  possible  action  to  adopt  of  the  San  Francisco  Public 
Utilities  Commission  10-Year  Capital  Plan  for  FY  2014-15  through  FY  2023-24. 

(Rydstrom) 

AO 

13.  Motion  to  calendar  Public  Hearings  on  April  22,  2014  and  May  13,  2014,  to 

zz>         consider  the  adoption  of  Retail  Water  and  Sewer  Rates  on  May  13,  2014,  for  FY 
^         2014-15  through  FY  2017-18,  effective  July  1,  2014.  (Rydstrom) 

14.  Motion  to  calendar  a  Public  Hearing  on  May  13,  2104  to  consider  the  adoption  of 
Wholesale  Water  Rates  for  FY  2014-15,  effective  July  1 ,  2014.  (Rydstrom) 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Emery) 

Existing  Litigation 

California  Coastal  Protection  Network  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:CGC-1 1-513176 
Date  Filed:  August  16,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Furman) 

Anticipated  Litigation  as  Defendant 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Milstein) 

Anticipated  Litigation  as  Plaintiff 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Milstein) 

Anticipated  Litigation  as  Plaintiff 


21. 


Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 


Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

25.  Announcement  following  Closed  Session 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

27.  Other  new  business 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Courtney,  Caen,  Moran  and  Torres 

3.  Approval  of  the  Minutes  of  January  28,  2014 
On  Motion: 

Ayes:  Courtney,  Caen,  Moran  and  Torres 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  spoke  on  the  issues  of  increased  housing  in  the  Southeast 
sector,  water  conservation,  the  Sewer  System  Improvement  Project,  and  outfalls. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Budget  Hearing  Follow-Up  Questions  and  Responses  to  Date 

d)  Informational  Report  presenting  FY  2014-15  Schedules  of  Rates  and  Charges  for 
Non-Municipal,  Retail  Residential  and  Commercial  Electric  Service 

e)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

j)  Water  System  Improvement  Program  Quarterly  Report  -  Water  Supply 

Commissioner  Moran  spoke  on  item  5j,  which  includes  projects  necessary  to 
meet  the  265mgd  yield.  He  requested  that  going  forward  the  report  include  all 
necessary  projects  for  meeting  the  yield,  not  just  WSIP  projects. 

Public  Comments 

•       Ms.  Nicole  Sandkulla,  BAWSCA,  stated  she  looks  forward  to  a  response  to 
BAWSCA's  questions  regarding  Mt.  Tunnel. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  Rim  Fire  Update 

Deputy  GM  Carl  in  provided  update  on  the  Rim  Fire,  noting  an  advance  of$1.6M 
was  received.  He  outlined  SFPUC's  cost  and  recovery  options,  including  other 
mitigation  funding  and  hazard  mitigation  for  specific  projects.  He  discussed 
environmental  impacts  of  the  fire,  noting  four  types  of  economic  value. 
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b)  Water  Supply  Outlook 

The  GM  stated  that  the  recent  rain  has  helped  but  there  is  a  long  way  to  go.  He 
has  asked  customers  for  a  10  percent  voluntary  conservation.  He  indicated  that 
the  Mayor  has  issued  an  Executive  Directive  to  all  City  departments  regarding 
water  conservation. 

Commissioner  Vietor  arrived  at  1:45  PM. 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water,  provided  an  update 
on  the  water  supply,  describing  current  water  supply  conditions.  He  reviewed 
current  reservoir  storage,  and  precipitation  and  snowpack  levels,  which  are  still 
below  2007  levels. 

AGM  Ritchie  discussed  Hetchy  Hetchy  storage  levels  and  described  what  will 
happen  to  storage  levels  with  additional  precipitation.  He  detailed  the  effect  of 
demand  reduction  on  Hetch  Hetchy  as  of  October  1,  2014,  assuming  10  percent 
reduction. 

AGM  Ritchie  stated  water  supply  availability  information  is  being  provided  to 
customers,  as  per  the  Water  Supply  Agreement.  He  concluded  by  describing 
management's  actions  taken  to  address  the  situation. 

Commissioner  Vietor  asked  if  City  departments  buy  water  from  the  SFPUC  at 
market  rate,  to  which  AGM  Ritchie  replied  they  do,  and  that  their  use  is 
approximately  five  percent. 

The  GM  noted  the  direct  install  program  which  helps  with  installation  costs  of 
efficient  devices. 

c)  WSIP  Quarterly  Update 

Mr.  Dan  Wade,  WSIP  Director,  provided  a  WSIP  quarterly  report.  Mr.  Wade 
discussed  the  program  status,  noting  the  program  is  approximately  80.4  percent 
complete,  with  three  projects  in  pre-construction,  16  in  construction,  and  63 
completed. 

He  reviewed  WSIP  accomplishments,  stating  that  they  are  past  peak  of 
construction.  He  briefly  discussed  the  program  cost  trend,  noting  that  the 
increase  is  due  to  four  projects:  Alameda  Creek  Recapture;  Regional 
Groundwater  Storage  and  Recovery;  New  Irvington  Tunnel  Project;  and  the 
Calaveras  Dam  Replacement  Project. 

Mr.  Wade  gave  brief  pre-construction  updates  for  the  Alameda  Creek  Recapture 
Project;  Peninsula  Pipeline  Seismic  Upgrade  Project;  and  the  Regional 
Groundwater  Storage  and  Recovery.  He  discussed  work  that  is  taking  place  and 
outlined  next  steps. 
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Mr.  Wade  provided  updates  on  the  New  Irvington  Tunnel  Project;  Bay  Tunnel 
Project;  Seismic  Upgrades  to  BDPL  Nos.  3  and  4;  Crystal  Springs/San  Antonio 
Transmission  Upgrade;  and  the  Harry  Tracy  Water  Treatment  Plant.  Brief 
discussion  ensued  on  the  cost  increases  and  project  forecasts. 

Commissioner  Moran  requested  that  additional  information  be  provided  on  the 
re-scope  of  the  Alameda  Creek  Recapture  Project  that  shows  the  impact  on  yield 
and  the  change  of  design  and  operation  practice. 

Public  Comments 

•  Mr.  Francisco  DaCosta  asked  what  percent  of  water  is  leeching  into  the 
ground.  He  suggested  that  the  USGS  be  given  maps  and  grant  money  to 
conduct  experiments  to  avoid  soil  transfer. 

8.  Consent  Calendar 

a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2707.  As- 
Needed  Integration  Services  (Lenel  VAR  Required)  -  2013  to  2015.  for  an 
amount  not-to-exceed  $1.187,648.  to  the  lowest  cost,  qualified,  responsible,  and 
responsive  bidder,  G4S  Technology,  to  provide  the  City  with  as-needed 
construction  services  to  furnish  and  install  Access  Control  and  Alarm  Monitoring 
System  and  Digital  Video  Surveillance  System  equipment  and  installations  at 
locations  throughout  the  Hetch  Hetchv  Regional  Water  Transmission  System. 
(Resolution  14-0028) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-547. 
Alhambra/Bav/Beach  Streets  and  Mallorca/Retiro/Toledo  Way  Sewer 
Replacement,  in  the  amount  of  $2.626.560.  to  the  lowest  cost,  qualified- 
responsible  and  responsive  bidder.  Precision  Engineering,  to  replace  the  existing 
sewers  on  the  subject  streets  in  the  City  of  San  Francisco.  The  proposed  action 
is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code- 
Chapter  31.  (Resolution  14-0029) 

c)  Approve  the  revised  Memorandum  of  Agreement  between  the  San  Francisco 
Public  Utilities  Commission  and  the  San  Francisco  Housing  Authority  (SFHA) 
approved  bv  the  Commission  on  August  13.  2013  that  provides  the  terms  for 
SFHA  to  pay  its  outstanding  unpaid  electric  utility  bills  through  September  30. 
2013,  including  accrued  interest,  and  authorize  the  General  Manager  to  amend 
and  execute  the  Agreement.  (Resolution  14-0030) 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

The  Commission  Secretary  read  items  9,  10,  11,  and  12  together. 
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Mr.  Todd  Rydstrom,  AGM  Business  Services  and  CFO,  noted  that  the  packets 
contained  answers  to  previously  submitted  budget  questions. 

Commissioner  Moran  stated  he  had  five  items  to  discuss:  First,  the  need  for  net 
zero  position  counts.  He  requested  by  the  first  meeting  in  May,  staff  return  with  a 
proposal  to  capture  productivity  savings,  with  a  target  of  five  positions  under  $1M, 
to  be  included  in  the  budget  submitted  to  the  Board  of  Supervisors. 

GM  Kelly  noted  the  process  used  to  redirect  staff  and  prioritize.  Commissioner 
Moran  acknowledged  the  effort. 

Second,  the  Desalination  Project.  He  noted  the  yield  needs  to  be  restored  to  265 
and  the  Project  should  not  be  put  off.  AGM  Rydstrom  noted  that  $2.5M  has  been 
appropriated,  with  an  additional  $200K  appropriated  in  the  Capital  Plan  two-year 
budget. 

Third,  he  indicated  that  the  Hetchy  Financial  Plan  is  not  a  Financial  Plan  and  that 
he  could  not  vote  for  it. 

Fourth,  he  noted  that  the  funding  for  the  transmission  distribution  cost  under  the 
new  agreements  in  not  reflected  in  the  power  rates  for  water  and  wastewater. 

Fifth,  he  requested  a  review  of  the  Commissions'  adopted  policies  to  see  if  the 
budget  accomplishes  the  objectives  set  by  the  Commission.  He  requested  a 
summary  document  indicating  if  the  objectives  have  been  met.  AGM  Rydstrom 
stated  a  summary  for  each  enterprise  with  key  Commission  goals  and  objectives 
were  included  in  the  packet,  and  that  staff  is  working  with  the  Controller's  Office  on 
scorecards.  Commissioner  Moran  stated  he  was  interested  in  receiving  information 
as  to  how  the  Commission  is  doing  in  meeting  policy  directives.  AGM  Rydstrom 
stated  that  the  mid-cycle  budget  will  allow  for  a  review. 

Discussion  ensued  on  Commissioner  Moran's  list.  Commissioner  Torres  asked  for 
the  reason  Commissioner  Moran  could  not  support  the  Financial  Plan,  which 
Commissioner  Moran  provided. 

GM  Kelly  discussed  the  process  that  was  taken  to  develop  the  Financial  Plan. 
Commissioner  Vietor  expressed  concern  given  the  lack  of  a  component  for  revenue 
generation,  in  addition  to  other  items  previously  identified.  Further  discussions  took 
place  on  the  Financial  Plan,  and  with  the  concerns  expressed  by  Commissioners 
Moran  and  Vietor. 

Commissioner  Vietor  asked  for  clarification  on  the  cost  to  treat  and  deliver  water, 
the  systems,  and  the  personnel  required  to  do  so.  Discussion  ensued  on  the 
challenges  for  balancing  the  budget  with  personnel  realignment  to  ensure  no  new 
positions.  AGM  Rydstrom  noted  there  were  over  100  position  reassignments,  over 
100  position  substitutions,  and  six  new  operating  positions. 
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Commissioner  Vietor  indicated  that  all  avenues  should  be  explored  to  help  achieve 
265mgd. 

President  Courtney  thanked  the  Commission  and  staff  for  their  comments.  He 
indicated  that  although  the  items  were  called  together,  he  would  call  for  a  separate 
vote  on  each  item,  to  which  the  Commission  agreed. 

9.  Consider  the  adoption  of  the  Proposed  FY  2014-15  and  FY  2015-16  Operating  and 
Programmatic  Budgets  for  the  Water.  Power  and  Wastewater  Enterprises  and  all 
support  bureaus  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities 
Commission  and  possible  action  to  approve  the  proposed  budgets.  (Resolution  14- 
0031) 

Commissioner  Caen  commented  on  the  budgetary  line-items  of  fringe  benefits  and 
legal  salaries.  She  questioned  why  the  legal  fees  go  to  the  General  Fund.  AGM 
Rydstrom  replied  that  payment  is  made  via  Work  Order,  and  as  a  General  Fund 
Department,  that  is  where  the  funds  are  deposited. 

Commissioner  Caen  questioned  why  External  Affairs  Bureau's  travel,  training, 
entertainment,  and  promotion  line-items  have  increased.  Mr.  Rydstrom  noted  the 
increase  is  primarily  due  to  the  Community  Benefits  Program  and  government 
relations  work.  AGM  Juliet  Ellis,  External  Affairs,  noted  that  the  previous  budget 
only  budgeted  for  salaries  associated  with  Community  Benefits.  Commissioner 
Caen  requested  that  the  budget  be  revaluated  next  time  to  see  if  it  is  keeping  to  the 
direction  of  the  Commission. 

Commissioner  Caen  asked  about  mail  services  increase.  AGM  Rydstrom  noted  that 
the  increase  is  due  to  the  new  bi-monthly  billing  system  and  that  on-line  bill  pay  is 
being  promoted  and  encouraged  to  reduce  those  costs. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

10.  Consider  the  adoption  of  the  Proposed  FY  2014-15  and  FY  2015-16  Capital 

Budgets;  Authorize  a  reouest  for  a  Supplemental  Appropriation  for  the  Enterprises 
of  the  San  Francisco  Public  Utilities  Commission:  and  Authorize  and  direct  the 
General  Manager  to  submit  to  the  Board  proposed  Ordinances  authorizing:  1 )  the 
issuance  of  not-to-exceed  $302.708.400  aggregate  principal  amount  of  Water 
Revenue  Bonds:  2)  the  issuance  of  not-to-exceed  $846,906.000  aggregate 
principal  amount  of  Wastewater  Revenue  Bonds:  and  3)  the  issuance  of  not-to- 
exceed  $147.874.000  aggregate  principal  amount  of  Power  Revenue  Bonds,  all 
subject  to  the  terms  of  Charter.  (Resolution  14-0032) 
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Commissioner  Moran  stated  he  would  move  the  item  with  the  understanding  that 
staff  will  return  with  suggestions  to  modify  it  to  address  the  265  issue. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

11,  Public  Hearing  to  consider  and  possible  action  to  adopt  the  San  Francisco  Public 
Utilities  Commission  10-Year  Financial  Plan  for  FY  2014-15  through  FY  2023-24. 
(Resolution  14-0033) 

Discussion  ensued  on  the  adoption  of  the  Financial  Plan,  given  the  projection 
concerns  expressed  by  Commissioner  Moran.  He  noted  his  unwillingness  to  adopt 
a  10-Year  Plan,  and  asked  about  options  for  adopting  the  Plan  without  Hetchy. 

Commissioner  Vietor  stated  that  an  additional  "Whereas"  clause  should  be  added, 
noting  the  financial  projections  don't  conform. 

Discussion  ensued  on  the  item,  the  proposed  resolution,  and  proposed  wording  for 
the  modified  resolution. 

The  Commission  Secretary  asked  Commissioner  Moran  to  read  his  proposed 
amendment  for  the  record:  RESOLVED,  That  this  Commission  adopts  the  attached 
SFPUC  10-Year  Financial  Plan  for  FY  2014-15  through  FY  2023-24,  for  the  Water 
and  Wastewater  Enterprises;  and  adopts  the  10-Year  Financial  Projections  for 
Hetch  Hetchy  Water  and  Power;  and  hereby  finds  that  quarterly  updates  for  Hetch 
Hetchy  Water  and  Power,  including  the  Power  Enterprise  will  be  undertaken  in 
order  to  establish  a  balanced  10-Year  Financial  Plan  for  Hetch  Hetchy  Water  and 
Power. 

Commissioner  Vietor  requested  that  a  "Whereas"  clause  is  added  to  recognize  that 
the  action  is  being  taken  since  the  financial  projections  do  not  conform  to  the  fund 
balance  policy:  WHEREAS,  The  Hetchy  financial  projections  do  not  conform  to  the 
Commission's  fund  balance  policy. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comment 
None. 

12.  Public  Hearing  to  consider  and  possible  action  to  adopt  of  the  San  Francisco  Public 
Utilities  Commission  10-Year  Capital  Plan  for  FY  2014-15  through  FY  2023-24. 
(Resolution  14-0034) 
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Commissioner  Moran  stated  he  would  move  the  item  with  the  understanding  that 
staff  will  return  with  suggestions  to  modify  it  to  address  the  265  issue. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

13.  Motion  to  calendar  Public  Hearings  on  April  22.  2014  and  May  13.  2014.  to  consider 
the  adoption  of  Retail  Water  and  Sewer  Rates  on  May  13.  2014.  for  FY  2014-15 
through  FY  2017-18.  effective  July  1,  2014.  (Resolution  14-0035) 

Commissioner  Moran  asked  that  as  part  of  the  presentation  that  a  discussion  take 
place  on  water  rate  structures. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

14.  Motion  to  calendar  a  Public  Hearing  on  May  13.  2104  to  consider  the  adoption  of 
Wholesale  Water  Rates  for  FY  2014-15.  effective  July  1.  2014.  (Resolution  14- 
0036) 

Commissioner  Moran  asked  that  as  part  of  the  presentation,  that  a  discussion  take 
place  on  water  rate  structures. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  assert: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 
The  Commission  entered  Closed  Session  at  3:38  PM. 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
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Existing  Litigation: 

California  Coastal  Protection  Network  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:CGC-1 1-513176 
Date  Filed:  August  16,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Defendant 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Plaintiff 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Plaintiff 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

The  Commission  exited  Closed  Session  at  4:04  PM. 

25.  Announcement  following  Closed  Session. 

President  Courtney  stated  that  there  was  no  action  taken  in  Closed  Session. 
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26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

27.  Other  new  business. 

President  Courtney  requested  a  summary  of  discussions  from  the  last  LAFCo 
meeting.  He  noted  that  conversations  are  taking  place  regarding  the  scheduling  of 
a  joint  meeting;  and  that  a  joint  meeting  with  Environment  is  being  scheduled  for 
the  second  meeting  in  April. 

President  Courtney  requested  a  presentation  be  provided  to  the  Commission 
related  to  pre-apprentice/apprentice  programs  in  horticulture,  tree  care,  etc., 
specifically  with  the  Southeast  sector  and  94124  Zip  Code. 

Commissioner  Vietor  noted  a  possible  conflict  with  the  proposed  joint  meeting 
with  Environment  due  to  the  scheduled  rate  hearings  of  April  22  and  May  13.  Brief 
discussion  ensued  on  the  meeting  and  possible  agenda  topics. 

In  response  to  questions  regarding  energy  efficiencies,  Ms.  Barbara  Hale,  AGM 
Power,  summarized  a  memo  in  the  budget  packet  which  described  opportunities 
for  receiving  funding  through  the  California  Public  Utilities  Commission  for  energy 
efficiency  programming. 

GM  Kelly  discussed  an  RFP  LAFCo  is  preparing. 
President  Courtney  adjourned  the  meeting  at  4:18  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0028 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Contract  No.  WD-2707,  As-Needed  Integration  Services  (Lenel  VAR  Required)  -  2013  to  2015, 
was  advertised  on  August  15,  2013;  and 

WHEREAS,  The  baseline  budget  amount  within  WSIP-funded  Project  CUW36302, 
Security  System  Upgrades  is  $6,987,593  (multiple  construction  contracts)  and  the  Engineer's 
Estimate  is  $1,200,000  for  this  third  construction  contract  work  to  provide  the  City  with  as- 
needed  construction  services  to  furnish  and  install  Access  Control  and  Alarm  Monitoring  System 
and  Digital  Video  Surveillance  System  equipment  and  installations  at  various  key  locations  in 
the  City  of  San  Francisco  and  within  the  Hetch  Hetchy  Regional  Water  System;  and 

WHEREAS,  The  contract  duration  is  730  consecutive  calendar  days;  and 

WHEREAS,  All  security  improvements  to  be  implemented  as  part  of  this  action  have 
been  considered  in  the  final  certified  Environmental  Impact  Reports  or  Mitigated  Negative 
Declarations  prepared  for  the  respective  WSIP  construction  projects,  approved  between  2008  and 
2013  (see  Attachment  4.  List  of  WSIP  Project  EIRs  and  MNDs),  and  prior  to  approval  of 
individual  task  orders  under  this  contract,  the  Bureau  of  Environmental  Management  will  review 
each  scope  of  work  and  identify  any  applicable  mitigation  measures  identified  in  the  relevant 
environmental  document  for  incorporation  in  the  project;  and 

WHEREAS,  Two  bids  were  received  and  opened  publicly  on  September  19,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  G4S  Technology  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  The  Chapter  14B  Local  Business  Enterprise  subcontracting  goal  was  waived 
for  this  project;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36302,  System  Security 
Upgrades;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  WSIP-funded  Contract  No.  WD-2707,  As-Needed  Integration  Services 
(Lenel  VAR  Required)  -  2013  to  2015,  for  a  total  contract  amount  not  to  exceed  $1,187,648,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  G4S  Technology. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  11,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0029 


WHEREAS,  The  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-547,  Alhambra/B ay/Beach  Streets  and 
Mallorca/Retiro/Toledo  Way  Sewer  Replacement  was  advertised  on  October  28,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,470,000  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  226  consecutive  calendar  days;  and 

WHEREAS,  On  March  13,  2013  the  SFPUC  Bureau  of  Environmental  Management 
determined  the  proposed  project  was  statutorily  exempt  from  the  California  Environmental 
Quality  Act  under  Public  Resources  Code  Section  21080.21  and  on  March  15,  2013  the  San 
Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  December  12,  2013; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS52, 
Alhambra/B  ay/Beach  Streets  and  Mallorca/Retiro/Toledo  Way  Sewer  Replacement;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-547,  Alhambra/B ay/Beach  Streets  and 
Mallorca/Retiro/Toledo  Way  Sewer  Replacement,  in  the  amount  of  $2,626,560,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Precision  Engineering. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  11,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0030 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  provides  water, 
wastewater  and  electricity  services  to  the  San  Francisco  Housing  Authority  ("Authority")  for  its 
corporate  needs  and  public  housing  residents;  and 

WHEREAS,  The  Authority  is  largely  funded  by  formula  from  the  U.S.  Housing  and 
Urban  Development  Agency.  Due  to  the  inability  of  the  U.S.  Congress  to  pass  a  balanced 
budget,  automatic  budget  cuts  were  implemented  for  most  non-defense  federal  government 
expenditures  on  March  1,  2013.  As  a  result,  the  Authority's  budget  -  as  well  as  the  budgets  of 
HUD-funded  public  housing  authorities  throughout  the  U.S.  -  was  reduced  by  15  percent;  and 

WHEREAS,  According  to  an  audit  conducted  by  the  San  Francisco  Board  of  Supervisors' 
Budget  Analyst,  the  Authority  has  "faced  significant  financial  challenges,"  due  to  both  the 
reduction  in  federal  funding  and  fiscal  mismanagement  over  the  years;  and 

WHEREAS,  Through  the  City  Administrator's  Office,  several  departments  including  the 
SFPUC  have  offered  counsel  and  assistance  to  the  Authority  in  reducing  its  expenditures;  and 

WHEREAS,  In  March  2013,  the  Authority's  Finance  Department  reported  to  the 
Authority  Board  of  Commissioners  that  its  cash  would  be  fully  depleted  between  May  and  July 
2013  unless  measures  were  taken  to  curb  expenditures  or  raise  extraordinary  revenue;  and 

WHEREAS,  The  Authority  has  requested  temporary  relief  from  its  obligations  to  the 
SFPUC  in  the  form  of  rate  reductions  and  expenditure  abatement.  While  the  Authority  has 
remained  in  current  payment  status  on  its  water  and  wastewater  charges,  it  is  in  arrears  on  its 
payments  for  its  electricity  charges  as  of  March  2013;  and 

WHEREAS,  The  outstanding  amount  of  the  Authority's  unpaid  obligation  to  the  SFPUC 
as  of  September  30,  2013  is  $2,175,258.99.  It  includes  the  unpaid  actual  charges  totaling 
$2,122,045.32  from  March  through  September  2013  ;  and 

WHEREAS,  The  structuring,  restructuring,  or  approval  of  rates  as  contemplated  in  the 
proposed  agreement  is  statutorily  exempt  from  the  California  Environmental  Quality  Act 
(CEQA)  under  CEQA  Guidelines  Section  15273;  and 

WHEREAS,  The  Authority  and  the  SFPUC  are  entering  into  this  Agreement  to  provide 
for  the  settlement  of  the  SFPUC's  claims  regarding  the  Unpaid  Electric  Utility  Amount;  now 
therefore,  be  it 

RESOLVED,  That  the  SFPUC  hereby  approves  the  terms  of  the  Agreement  with  the 
Authority  for  payment  of  its  outstanding  obligation  and  authorizes  the  General  Manager  of  the 
SFPUC  to  amend,  setting  a  final  payment  term  and  annual  interest  rate,  and  execute  the 
Agreement. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  11,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0031 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  proposed  FY  2014-15  and  FY  2015-16  Operating  and 
Programmatic  Project  Budgets  to  the  Commission  at  special  hearings  held  on  January  14  and  28, 
and  February  1 1,  2014  for  the  Water  Enterprise,  the  Wastewater  Enterprise,  and  Hetch  Hetchy 
Water  and  Power,  including  the  Power  Enterprise  as  well  as  the  SFPUC  Support  Bureaus;  and 

WHEREAS,  The  SFPUC  proposed  Operating  and  Programmatic  Project  Budgets  must  be 
submitted  to,  and  approved  by,  Mayor  Edwin  M.  Lee  and  the  Board  of  Supervisors;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  Fiscal  Years  2014-15  and  2015- 
16  Operating  Budgets  as  presented  by  the  General  Manager,  including  the  following  Operating 
Budget  amounts  for  each  Enterprise: 


FY  2014-15 

FY  2015-16 

Water  Enterprise 

$477,336,784 

$529,736,764 

Wastewater  Enterprise 

$271,983,170 

$285,583,169 

Hetch  Hetchy  Power 

$121,675,368 

$140,810,184 

Hetch  Hetchy  Water 

$  56.210,507 

$  56.531.226 

Subtotal 

$927,205,829 

$1,012,661,344 

Support  Bureaus 

$163,964,975 

$162,613,704 

Bureau  Recoveries 

$(87,227,288) 

$(86,121,876) 

Project  Recoveries,  Infrastructure 

$(76,737,687) 

$(76,491,828) 

Total  SFPUC 

$927,205,829 

$1,012,661,344 

RESOLVED,  That  this  Commission  hereby  approves  Fiscal  Years  2014-15  and  2015- 
16  Programmatic  Project  Budgets  for  each  Enterprise  as  follows: 

Programmatic  Projects  FY  20 14- 15  FY  20 15-16 

Water  Enterprise  $  26, 1 24,7 1 2  $  25,609,000 

Wastewater  Enterprise  $  6,085,713  $  6,121,000 

Hetchy  Power  $18,018,712  $16,002,000 

Hetchy  Water  $     720.000  $  720.000 

Total  SFPUC  $  50,949,137  $  48,452,000 

and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
submit  the  Operating  Budgets  and  Programmatic  Project  Budgets  to  the  Mayor  and  the  Board  of 
Supervisors  for  approval;  and  be  it 


FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  make  further 
technical  adjustments  to  these  approved  amounts  as  may  be  necessary  or  upon  further  direction 
from  the  Commission;  and,  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  adjust  salaries  in 
accordance  with  amendments  to  the  Annual  Salary  Ordinance  and  mandatory  fringe  benefits  in 
accordance  with  the  Controller's  instructions;  and,  be  it 

FURTHER  RESOLVED,  That  the  budget  estimates  shall  be  filed  with  the  Controller  in 
accordance  with  the  provisions  of  the  San  Francisco  Charter  Article  DC  and  Administrative  Code 
Chapter  3.  Copies  of  the  approved  budget  are  on  file  in  the  office  of  the  Commission  Secretary; 
and,  be  it 

FURTHER  RESOLVED  that,  as  required  by  the  Commission-adopted  Ratepayer 
Assurance  Policy  of  2012,  the  Commission  finds  that  select  areas  of  the  budget,  exclusive  of  debt 
service  and  cash-funded  capital  investment,  exceed  the  3%  annual  projected  cost  of  inflation  over 
the  next  two  years,  but  are  necessary  for  the  prudent  operation  of  the  SFPUC.  The  Commission 
hereby  adopts  the  findings  of  necessity  for  the  increase  in  Power  Purchase  costs  as  a  result  of 
projected  higher  transmission,  distribution  and  streetlight  costs,  the  increase  in  Power  Grid 
Regulatory  Compliance,  WECC/NERC  related  costs,  the  increase  Personnel  costs  primarily  the 
result  of  higher  Employer-Paid  Pension  Costs,  the  increase  in  Bureau  costs  primarily  related  largely 
one-time  to  Information  Technology  Disaster  Preparedness  and  Continuity  of  Operations  costs. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  11,  2014. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0032 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  FY  2014-15  and  FY  2015-16  Capital 
Improvement  Budget  to  the  Commission  at  public  hearings  held  on  January  14  and  28,  2014, 
and  February  1 1,  2014  for  the  Water  Enterprise,  Wastewater  Enterprise,  and  Hetch-Hetchy 
Water  and  Power,  including  the  Power  Enterprise;  and 

WHEREAS,  The  proposed  FY  2014-15  and  FY  2015-16  Capital  Improvement 
Budget  must  be  submitted  to,  and  approved  by,  Mayor  Edwin  M.  Lee  and  the  Board  of 
Supervisors;  and 

WHEREAS,  The  SFPUC  General  Manager  recommends  that  the  SFPUC  seek  a 
supplemental  appropriation  for  the  capital  expenditures  presented  in  the  proposed  FY  2014- 
15  and  FY  2015-16  Capital  Improvement  Budget  for  the  Water  Enterprise,  Wastewater 
Enterprise  and  Hetch  Hetchy  Water  &  Power,  including  the  Power  Enterprise,  to  timely 
implement  public  repair  and  improvement  projects,  including  the  preparation  and 
consideration  of  environmental  analysis  pursuant  to  the  California  Environmental  Quality 
Act  (CEQA)  and  Administrative  Code  Chapter  31,  where  required;  and 

WHEREAS,  This  Commission  has  considered  the  proposed  Fiscal  Years  14-15  and 
2015-16  Capital  Improvement  Program  Budgets  for  the  Water  Enterprise,  Wastewater 
Enterprise,  and  Hetch  Hetchy  Water  and  Power,  including  the  Power  Enterprise,  which  total 
$655,083,000  for  FY  2014-15  and  $817,695,000  for  FY  2015-16;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  Fiscal  Years  2014-15  and  FY 
2015-16  Capital  Improvement  Program  Budget  for  each  Enterprise  as  follows: 


FURTHER  RESOLVED,  That  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  is  authorized  to  make  further  technical  adjustments  to  these 
approved  amounts  as  may  be  necessary,  or  upon  further  direction  from  the  Commission;  and, 
be  it 


Capital  Improvement  Program 

Wastewater  Enterprise 
Water  Enterprise 
Hetchy  Power 
Hetchy  Water 


Total  SFPUC 


FY  2014-15 

$304,642,000 
$232,357,000 
$  90,881,100 
$  27.202.900 
$655,083,000 


FY  2015-16 

$536,635,000 
$158,368,000 
$  88,865,500 
$  33.826.500 
$817,695,000 


and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  adopts  the  proposed  FY 
2014-15  and  2015-16  SFPUC  Capital  Improvement  Program  Budgets  for  the  Water 
Enterprise,  the  Wastewater  Enterprise,  and  Hetch  Hetchy  Water  and  Power,  including  the 
Power  Enterprise,  and  authorizes  the  General  Manager  to  request  the  Mayor  to  recommend 
to  the  Board  of  Supervisors  a  supplemental  appropriation  in  the  amount  of  $729,811,000  to 
fund  FY  2014-15  and  $935,769,000  to  fund  FY  2015-16  as  follows: 


Financing 

FY  2014-15  Projects 

Amount 

Costs 

Total 

Wastewater  Enterprise 

$304,642,000 

$38,133,000 

$342,775,000 

Water  Enterprise 

$232,357,000 

$14,784,000 

$247,141,000 

Hetchy  Power 

$  90,881,100 

$16,239,000 

$107,120,100 

Hetchy  Water 

$  27,202.900 

$  5,572,000 

$  32.774.900 

Total  SFPUC 

$655,083,000 

$74,728,000 

$729,811,000 

Financing 

FY  2015-16  Projects 

Amount 

Costs 

Total 

Wastewater  Enterprise 

$536,635,000 

$71,496,000 

$608,131,000 

Water  Enterprise 

$158,368,000 

$24,177,000 

$182,545,000 

Hetchy  Power 

$  88,865,500 

$15,472,000 

$104,337,500 

Hetchy  Water 

$  33.826.500 

$  6.929.000 

$  40.755.500 

Total  SFPUC 

$817,695,000 

$118,074,000 

$935,769,000 

FURTHER  RESOLVED,  The  General  Manager  is  hereby  authorized  and  directed  to 
submit  to  t  h  e  Board  proposed  Ordinances  authorizing  the  issuance  of  not  to  exceed 
$302,707,000  aggregate  principal  amount  of  Water  Revenue  Bonds  and  $846,906,000 
aggregate  principal  amount  of  Wastewater  Revenue  Bonds  under  the  terms  of  Proposition  E; 
provided,  however,  the  issuance  of  such  Bonds  shall  be  subject  to  the  terms  of  Proposition 
E  (approved  by  the  voters  November  2002);  and  $148,874,000  aggregate  principal  amount  of 
Power  Revenue  Bonds,  subject  to  the  terms  of  Charter  Section  9.107(8).  The  General  Manager 
shall  return  to  this  Commission  and  the  Board  for  a  subsequent  discretionary  approval  of  any 
disclosure  and  security  documents  prepared  in  connection  with  the  issuance  of  such  Bonds  to 
finance  these  capital  improvement  program  projects. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  1 1,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0033 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  10- Year  Financial  Plan  for  the  period  FY  2014-15 
through  FY  2023-24  to  the  Commission  at  a  duly  noticed  public  hearing  held  on  Febaiary  1 1  of 
2014  for  the  Water  Enterprise,  Wastewater  Enterprise  and  Hetch  Hetchy  Water  and  Power 
including  the  Power  Enterprise;  and 

WHEREAS,  It  is  recommended  that  governmental  entities  maintain  a  multi-year 
financial  plan  to  forecast  future  fiscal  operations  and  revenue  requirements  for  their  customers 
and  stakeholders;  and 

WHEREAS,  It  is  an  SFPUC  practice  to  use  the  10- Year  Financial  Plan  both  to  assess 
and  identify  fiscal  opportunities  and  challenges  as  well  as  how  to  balance  ratepayer  affordability 
and  to  achieve  Commission  goals  and  policy;  and 

WHEREAS,  It  is  further  recommended  that  future  year  revenue  requirement  impacts  be  . 
considered  when  making  budgetary  decisions;  and 

WHEREAS,  The  10- Year  Financial  Plan  is  mandated  by  City  Charter  Section  8B.123 
and  is  updated  annually  as  a  part  of  the  budget  process;  and 

WHEREAS,  The  10- Year  Financial  Plan  will  also  be  used  to  meet  the  City  requirement 
for  a  5-Year  Financial  Plan;  and 

WHEREAS,  The  Hetchy  financial  projections  do  not  conform  to  the  Commission's  fund 
balance  policy;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  adopts  the  attached  SFPUC  10- Year  Financial  Plan 
for  FY  2014-15  through  FY  2023-24,  for  the  Water  and  Wastewater  Enterprises;  and  adopts  the 
10- Year  Financial  Projections  for  Hetch  Hetchy  Water  and  Power;  and  hereby  finds  that 
quarterly  updates  for  Hetch  Hetchy  Water  and  Power,  including  the  Power  Enterprise  will  be 
undertaken  in  order  to  establish  a  balanced  10- Year  Financial  Plan  for  Hetch  Hetchy  Water  and 
Power. 

/  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  February  11,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0034 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  SFPUC  10- Year  Capital  Plan  for  FY  2014-15  to 
FY  2023-24  to  the  Commission  at  public  hearings  held  on  January  14  and  28,  2014,  and 
February  11,  2014  for  the  Water  Enterprise,  Wastewater  Enterprise,  and  Hetch-Hetchy 
Water  and  Power,  including  the  Power  Enterprise;  and 

WHEREAS,  SF  Charter  Section  8B.123  requires  the  SFPUC  shall  annually  hold  public 
hearings  to  review,  update  and  adopt  a  long-term  Capital  Plan  including  cost  estimates  and 
schedules;  and 

WHEREAS,  In  2012,  Administrative  Code  Section.  3.20.  Capital  Expenditure  Plan, 
was  amended  such  that  by  March  1  of  each  odd-numbered  year,  beginning  with  March  I,  2013, 
the  City  Administrator  also  shall  submit  to  the  Mayor  and  Board  of  Supervisors  a  ten-year 
capital  expenditure  plan,  and 

WHEREAS,  The  Commission  approved  10- Year  Capital  Plan  for  FY  2014-15  to  FY 
2023-24  will  be  submitted  to  the  Mayor  and  filed  with  the  City's  Capital  Planning  Committee; 
and 

WHEREAS,  The  plan  is  required  to  develop  the  SFPUC  two-year  operating  and 
capital  budgets,  as  well  as  financial  planning,  revenue  requirements,  debt  issuances  and 
projected  rates,  therefor  be  it 

RESOLVED,  The  FY  2014-15  to  FY  2023-24  Ten- Year  Capital  Plan  is  hereby 
adopted: 


Total  SFPUC 


10- Year  Capital  Plan 

Wastewater  Enterprise 
Water  Enterprise 
Hetch  Hetchy  Water 
Hetch  Hetchy  Power 


FYE  2015-2024 

$5,547,358,000 
$1,304,157,000 
$  514,202,000 
$  882.718,000 
$8,248,435,000 


RESOLVED,  The  Commission,  hereby,  authorizes  the  General  Manager  to  update  and 
reflect  in  the  Commission-adopted  Capital  Plan,  the  final  General  Obligation  Bond  funding 
allocations  for  the  Auxiliary  Water  Supply  System,  consistent  with  Board  of  Supervisors  final 
action. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  February  11,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0035 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  FY  2014-15  and  FY  2015-16  Operating  and  Capital 
Budgets  to  the  Commission  at  public  hearings  held  on  January  14  and  January  28  of  2014,  for  the 
Water  Enterprise,  Wastewater  Enterprise,  and  Hetch  Hetchy  Water  and  Power,  including  the  Power 
Enterprise;  and 

WHEREAS,  The  SFPUC  approves  the  Retail  Water  and  Sewer  Rate  pursuant  to  the  City 
and  County  Charter;  now  therefore  be  it 

RESOLVED,  That  this  Commission  will  hold  public  hearings  on  April  22,  2014,  and  May  13, 
2014,  to  review  and  consider  approval  on  May  13,  2014  of  proposed  FY  2014-15  through  FY  2017- 
1 8  Retail  Water  and  Sewer  Rates  and  Rates  Structure. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of  February  11,  2014. 

'Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.. 


14-0036 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
and  staff  presented  the  proposed  FY  2014-15  and  FY  2015-16  Operating  and  Capital  Budgets  to  the 
Commission  at  public  hearings  held  on  January  14  and  January  28  of  2014,  for  the  Water  Enterprise, 
Wastewater  Enterprise,  and  Hetch  Hetchy  Water  and  Power,  including  the  Power  Enterprise;  and 

WHEREAS,  The  SFPUC  annually  approves  the  Wholesale  Water  Rate  pursuant  to  the  long-term 
Water  Supply  Agreement;  now  therefore  be  it 

RESOLVED,  That  this  Commission  will  hold  a  public  hearing  on  May  13,  2014  to  review  and 
consider  approval  of  proposed  FY  2014-15  Wholesale  Rates  and  Charges. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  February  1 1,  2014. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 
AGENDA 
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Vince  Courtney,  President 
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Francesca  Vietor 
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Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  vYWvv.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  the  Legislative  Chamber,  Room  250,  at  One 
1  Dr.  Carlton  B.  Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible 
BART  Station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible 
MUNI  Lines  serving  this  location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M 
Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus 
routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno, 
9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For  more  information  about 
MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailin9  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.oro.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 


JOINT  MEETING 
San  Francisco  Public  Utilities  Commission 

and 

Local  Agency  Formation  Commission 


Call  to  Order 
Roll  Call 

Opening  Remarks  and  discussion  of  expectations  for  the  joint  meeting. 

(Avalos/Caen) 

Power  Enterprise  Update  (Hale) 

CleanPowerSFUpdate  (Hale) 

Update  on  Request  for  Proposals  to  Provide  Build  Out  Strategy  and  Plan  for 
CleanPowerSF  Program  (Energy  Efficiency,  Facilities,  and  Local  Jobs  Policy) 

(Miller) 

General  Public  Comment 

Members  of  the  public  may  address  the  Special  Joint  Meeting  of  the  San  Francisco 
Public  Utilities  Commission  and  the  Local  Agency  Formation  Committee  on  matters 
that  are  within  either  of  their  respective  jurisdictions  and  are  not  on  today's  agenda. 


Adjournment 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13th  Floor 

San  Francisco,  CA  94102 


LOCAL  AGENCY  FORMATION  COMMISSION 


CITY  AND  COUNTY  OF  SAN  FRANCISCO 

AGENDA 

City  Hall,  Legislative  Chamber,  Room  250 
1  Dr.  Carlton  B.  Goodlett  Place 
San  Francisco,  CA  94102-4689 

SPECIAL  JOINT  MEETING 
with  the 

SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION  (SF  PUC) 

March  3,  2014  -  2:00  PM 
1.  Call  to  Order 


2. 


Roll  Call 

Seat  1 

London  Breed,  Vice-Chairperson 

Seat  2 

John  Avalos,  Chairperson 

Seat  3 

David  Campos 

Seat  4 

Vacant 

Seat  5 

Eric  Mar  (Alternate) 

Seat  6 

Hope  Schmeltzer 

Seat  7 

Leah  Pimentel  (Alternate) 

3.  Opening  Remarks  and  Discussion  of  Expectations  for  the  Joint  Meeting  (Discussion) 
SF  LAFCo  Chairperson  John  Avalos  and  SF  PUC  Vice-President  Ann  Caen 

4.  Power  Enterprise  Update  (Discussion  and  Possible  Action) 
Barbara  Hale 

5.  CleanPowerSF  Update  (Discussion  and  Possible  Action) 
Barbara  Hale 

6.  Update  on  Request  for  Proposals  (RFP)  to  Provide  Build  Out  Strategy  and  Plan  for 
CleanPowerSF  Program  (Energy  Efficiency,  Facilities,  and  Local  Jobs  Policy) 

(Discussion  and  Possible  Action)  [attachment] 
Nancy  Miller 

7.  General  Public  Comment:  Members  of  the  public  may  address  the  Special  Joint  Meeting 
of  the  San  Francisco  Local  Agency  Formation  Commission  and  the  San  Francisco  Public 
Utilities  Commission  on  matters  that  are  within  their  respective  jurisdictions  and  not  on 
today's  agenda. 


8. 


Adjournment 


SF  Local  Agency  Formation  Commission 

SF  Public  Utilities  Commission  Joint  Meeting  Agenda 


March  3,  2014 


Agenda  Item  Information 

Each  item  on  the  agenda  may  include:  1)  Department  or  Agency  cover  letter  and/or  report;  2)  Public 
correspondence;  3)  Other  explanatory  documents.  For  more  information  concerning  agendas,  minutes, 
and  meeting  information,  such  as  these  documents,  please  contact: 

Alisa  Miller,  LAFCo  Clerk 
City  Hall,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244 
San  Francisco,  CA  94102 
(415)554-4447 
alisa.miller@sfgov.org 

Meeting  Procedures 

Public  Comment  will  be  taken  before  or  during  the  Commission's  consideration  of  each  agenda  item. 
Each  member  of  the  public  will  be  allotted  the  same  maximum  number  of  minutes  to  speak  as  set  by  the 
Chair  at  the  beginning  of  each  item,  except  public  speakers  using  translation  assistance  will  be  allotted 
twice  the  amount  of  the  public  testimony  time  limit.  Members  of  the  public  who  want  a  document  placed 
on  the  overhead  for  display  should  clearly  state  such  and  subsequently  remove  the  document  when  they 
want  the  screen  to  return  to  live  coverage  of  the  meeting.  The  public  is  encouraged  to  testify  at  LAFCo 
meetings  and  to  write  letters  to  its  members:  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco, 
CA  94102. 

Procedures  do  not  permit:  1)  persons  in  the  audience  to  vocally  express  support  or  opposition  to 
statements  by  Commissioners  by  other  persons  testifying;  2)  ringing  and  use  of  cell  phones,  pagers,  and 
similar  sound-producing  electronic  devices;  3)  bringing  in  or  displaying  signs  in  the  meeting  room;  and  4) 
standing  in  the  meeting  room. 

LAPTOP  COMPUTER  FOR  PRESENTATIONS:  Contact  City  Hall  Media  Services  at  (415)  554-7490 
to  coordinate  the  use  of  the  laptop  computer  for  presentations.  Presenters  should  arrive  30  minutes  prior 
to  the  meeting  to  test  their  presentations  on  the  computer. 

AGENDA  PACKET:  Available  at  City  Hall,  Room  244,  Reception  Desk,  or  on  the  internet  at: 
http://www.sfbos.org/meeting.aspx?page=4162.  Meetings  are  cablecast  on  SF  Cable  26.  For  DVD 
copies  and  scheduling,  call  (415)  557-4293. 

LANGUAGE  INTERPRETERS:  Requests  must  be  received  at  least  48  hours  in  advance  of  the  meeting 
to  help  ensure  availability.  Contact  Madeleine  Licavoli  at  (415)  554-7722.  AVISO  EN  ESPANOL:  La 
solicitud  para  un  traductor  debe  recibirse  antes  de  mediodia  de  el  viernes  anterior  a  la  reunion.  Llame  a 
Erasmo  Vazquez  (415)  554-4909. 
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fill  (415)554-7719 

Disability  Access 

The  Legislative  Chamber  (Room  250)  and  the  Committee  Room  (Room  263)  in  City  Hall  are  wheelchair 
accessible.  Meetings  are  real-time  captioned  and  are  cablecast  open-captioned  on  SF  Cable  26.  Assistive 
listening  devices  for  the  Legislative  Chamber  are  available  upon  request  at  the  Clerk  of  the  Board's 
Office,  Room  244.  Assistive  listening  devices  for  the  Committee  Room  are  available  upon  request  at  the 
Clerk  of  the  Board's  Office,  Room  244  or  in  the  Committee  Room.  To  request  sign  language  interpreters, 
readers,  large  print  agendas  or  other  accommodations,  please  contact  Madeleine  Licavoli  at  (415)  554- 

Page  2 


SF  Local  Agency  Formation  Commission 

SF  Public  Utilities  Commission  Joint  Meeting  Agenda 


March  3,  2014 


7722  or  (415)  554-5227  (TTY).  Requests  made  at  least  48  hours  in  advance  of  the  meeting  will  help  to 
ensure  availability. 

The  nearest  accessible  BART  station  is  Civic  Center  (Market/Grove/Hyde  Streets).  Accessible  MUNI 
Metro  lines  are  the  F,  J,  K,  L,  M,  N,  T  (exit  at  Civic  Center  or  Van  Ness  Stations).  MUNI  bus  lines  also 
serving  the  area  are  the  5,  6,  9,  19,  21,  47,  49,  71,  and  71L.  For  more  information  about  MUNI  accessible 
services,  call  (415)  701-4485. 

There  is  accessible  parking  in  the  vicinity  of  City  Hall  at  Civic  Center  Plaza  and  adjacent  to  Davies  Hall 
and  the  War  Memorial  Complex.  Accessible  curbside  parking  is  available  on  Dr.  Carlton  B.  Goodlett 
Place  and  Grove  Street. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illness, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other 
attendees  may  be  sensitive  to  perfumes  and  various  other  chemical-based  scented  products.  Please  help 
the  City  to  accommodate  these  individuals. 

Know  Your  Rights  Under  The  Sunshine  Ordinance 

Government's  duty  is  to  serve  the  public,  reaching  its  decision  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to 
the  people's  review. 

For  information  on  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco 
Administrative  Code)  or  to  report  a  violation  of  the  ordinance,  contact  by  mail  Sunshine  Ordinance  Task 
Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco  CA  94102;  phone  at  (415)  554-7724; 
fax  at  (415)  554-7854;  or  by  email  at  sotf@sfgov.org. 

Citizens  may  obtain  a  free  copy  of  the  Sunshine  Ordinance  by  printing  Chapter  67  of  the  San  Francisco 
Administrative  Code  on  the  Internet,  at  http://www.sfbos.org/sunshine. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct  Code 
Sec.  2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance, 
please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco, 
CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  www.sfgov.org/ethics. 
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JOINT  MEETING 
San  Francisco  Public  Utilities  Commission 

and 

Local  Agency  Formation  Commission 

1.  Call  to  Order 

Chair  Avalos  called  the  meeting  to  order  at  2:10  p.m. 

2.  Roll  Call 

Local  Agency  Formation  Commission  (LAFCo) 

Present:  Avalos,  Breed,  and  Mar 

Absent:  Campos,  Schmeltzer,  and  Pimentel 

San  Francisco  Public  Utilities  Commission  (SFPUC) 
Present:  Caen,  Moran,  and  Vietor 
Excused:  Courtney  and  Torres 

3.  Opening  Remarks  and  Discussion  of  Expectations  for  the  Joint  Meeting 
LAFCo  Chair  Avalos  and  SFPUC  Vice  President  Caen  provided  opening  remarks 
and  expectations  for  the  joint  meeting.  President  Caen  noted  significant  and  urgent 
financial  and  regulatory  issues  faced  by  the  Power  Enterprise. 

Public  Comment 

•  Eric  Brooks,  SF  Green  Party/Our  City/SF  Clean  Energy  Advocates,  spoke  on 
various  concerns  regarding  the  joint  meeting  and  expectations. 

4.  Power  Enterprise  Update 

Mr.  Harlan  Kelly,  Jr.,  SFPUC  General  Manager  (GM)  introduced  Ms.  Barbara  Hale, 
Assistant  General  Manager  (AGM),  Power.  He  noted  that  there  are  significant 
challenges  with  the  financial  health  of  the  Power  Enterprise. 

Ms.  Hale  provided  an  update  on  and  overview  of  the  Power  Enterprise  and  Hetch 
Hetchy  Power  Systems.  She  offered  information  on  SFPUC  Generation  Assets  and 
decades  of  benefits  from  the  Power  System.  She  discussed  budgeted  cost  and 
revenue  for  Power  (FY  2013-14);  FY  2013-14  budgeted  revenues  from  current 
customer  base;  Benefits  to  General  Fund  and  cost  recovery;  Budgeted  costs  and 
revenues  form  powers  from  10-Year  Plan;  New  Challenges  that  are  expected  to 
increase  costs  by  2015;  SFPUC's  legal  responsibilities  to  the  community; 
Challenges  which  result  in  negative  consequences  for  the  City;  Power  budget 
outlook;  Options  for  balancing  capital  and  operating  budgets;  Power  budget 
scenarios  and  options;  Value  of  Hetch  Hetchy  Power  by  customer  type;  and  what 
does  it  all  mean  for  CleanPowerSF. 

Brief  discussion  ensued.  GM  Kelly  provided  information  regarding  the  Mountain 
Tunnel  situation.  LAFCo  Chair  Avalos  requested  information  as  to  from  where  and 
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with  whom  the  SFPUC  purchases  power,  information  on  the  amount  of  power 
purchased  in  past  droughts,  how  the  55/45%  sharing  of  costs  for  assets  like 
Mountain  Tunnel  was  arrived  at,  how  that  sharing  is  described  in  the  wholesale 
water  sales  agreement,  and  how  much  revenue  the  SFPUC  assumes  is  coming  from 
new  customers.  SFPUC  Commissioner  Vietor  asked  for  information  on  renewable 
energy  procurement  credits. 

Ms.  Nancy  Miller,  LAFCo  Interim  Executive  Officer,  presented  additional  information 
and  answered  questions  that  were  raised. 

Public  Comment 

•  Eric  Brooks,  SF  Green  Party/Our  City/SF  Clean  Energy  Advocates,  spoke  on 
concerns  regarding  bonds  and  the  CleanPowerSF  Program. 

•  Mr.  Jed  Holtzman,  350  San  Francisco,  spoke  on  concerns  regarding  funding  of 
the  CleanPowerSF  Program. 

•  Mr.  Jeff  Dorian,  350  Bay  Area,  spoke  in  support  of  the  previous  two  public 
speakers  and  expressed  various  concerns. 

LAFCo  Chair  Avalos  requested  information  on  energy  generation  over  the  past  20 
years,  including  the  last  drought  years. 

5.  CleanPowerSFUpdate 

AGM  Hale  provided  an  update  on  PG&E's  Green  Tariff  application  with  the 
California  Public  Utilities  Commission  (CPUC),  and  gave  a  recap  of  PG&E's 
proposal.  She  noted  the  SFPUC's  objectives  for  the  CPUC  proceedings,  and 
discussed  legislative  activity. 

In  response  to  a  question  from  LAFCo  Chair  Avalos,  Ms.  Hale  stated  she  would 
provide  a  memorandum  that  was  given  to  the  SFPUC  regarding  options  for 
accessing  funds  from  the  CPUC's  program  for  energy  efficiency  work. 

Mr.  Fried  indicated  that,  on  behalf  of  the  Board  of  Supervisors,  he  would  prepare  a 
memo  to  the  CPUC  inquiring  about  the  program  funding. 

Public  Comment 

•  Eric  Brooks,  SF  Green  Party,  Our  City,  and  SF  Clean  Energy  Advocates,  spoke 
on  concerns  regarding  the  negotiations  with  Shell  and  PG&E. 

•  Mr.  Jed  Holtzman.  350  San  Francisco,  spoke  on  concerns  regarding  the  financial 
situation  of  the  Power  Enterprise. 

6.  Update  on  Request  for  Proposals  to  Provide  Build  Out  Strategy  and  Plan  for 
CleanPowerSF  Program  (Energy  Efficiency.  Facilities,  and  Local  Jobs  Policy) 

Ms.  Miller  provided  an  update  on  the  Request  for  Proposals  (RFP)  to  Provide  Build- 
Out  Strategy  and  Plan  for  CleanPowerSF  Program,  which  included  a  summary  of 
the  RFP's  goals  and  projected  objectives;  Overview  of  services  requested;  Citywide 
integrated  clean  energy  and  efficiency  installation  network;  Timing  of  expected 
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revenues;  Comprehensive  financing  options;  and  anticipated  local  jobs  and  impacts 
to  the  local  community.  She  discussed  important  dates  and  offered  conclusions. 

Ms.  Miller  asked  that  SFPUC  staff  be  assigned  to  work  with  LAFCo  on  the  RFP 
interview  panel  and  that  they  be  available  to  provide  information  to  the  RFP 
consultant,  once  hired. 

SFPUC  Commissioner  Moran  asked  about  the  cost  of  and  funding  for  the  RFP,  and 
whether  the  RFP  tasks  assumed  the  availability  of  Hetch  Hetchy  Power  and  the 
$19M  currently  on  reserve.  Ms.  Miller  indicated  that  until  the  proposals  are  received, 
the  cost  is  unknown  and  that  the  funding  would  come  from  the  SFPUC/LAFCo  MOU. 
Ms.  Miller  confirmed  that  the  winning  bidder  was  not  constrained  to  assume 
availability  of  Hetch  Hetchy  Power  or  the  $19Mon  reserve  in  performing  their  study 
work. 

SFPUC  Commissioner  Vietor  directed  GM  Kelly  to  assign  SFPUC  staff  to  work  with 
LAFCo  on  the  RFP  review  process.  In  response  to  a  follow-up  question,  Ms.  Miller 
indicated  the  time  commitment  would  be  approximately  one  or  two  days. 

Public  Comment 

•  Eric  Brooks,  SF  Green  Party/Our  City,  thanked  LAFCo  for  the  work  done  on  the 
RFP  and  encouraged  SFPUC  staff  involvement. 

•  Jed  Holtzman,  350  San  Francisco,  thanked  LAFCo  and  staff  for  the  work  done 
on  the  RFP  and  provided  suggestions  on  how  to  keep  moving  forward  with  the 
CleanPowerSF  Program. 

•  Jeff  Dorian,  350  Bay  Area,  spoke  on  various  concerns  and  provided  suggestions 
on  the  how  to  move  forward. 

•  Mr.  Cal  Broomhead,  San  Francisco  Department  of  the  Environment,  presented 
information  on  the  work  being  done  by  his  department  and  of  their  willingness  to 
support  the  CleanPowerSF  Program. 

7.  General  Public  Comment 

•  Jed  Holtzman,  350  San  Francisco,  shared  his  professional  background,  what  is 
happening  at  the  Bay  Area  Air  Quality  Management  District,  and  how  it  may 
affect  both  Commissions. 

•  Eric  Brooks,  SF  Green  Party/Our  City/SF  Clean  Energy  Advocates,  spoke  on 
various  concerns  and  encouraged  both  Commissions  to  use  the  Department  of 
the  Environment  staff  more. 

8.  Adjournment 

Chair  Avalos  adjourned  the  meeting  at  4:14  p.m. 
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Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(S)sfwater.oro. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31 .1 6.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?page=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising" 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 

1.  Call  to  Order 


2.  Roll  Call 


3.  Approval  of  Minutes 

a)  February  25,  2014  SFPUC  Regular  Meeting 

b)  March  3,  2014  Special  Joint  SFPUC/LAFCo  Meeting 


4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Electric  Reliability  Annual  Compliance  Report 

d)  Revisions  to  Bayview  Arts  Grants  Program  Guidelines 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook  (Levin) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  o- 

fthe  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA 
94102,  Telephone:  (415)  554-3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Award  Agreement  No.  CS-328  to  Bureau  Veritas,  to  provide  as-needed  Factory 
Inspection  and  Quality  Surveillance  Services  at  various  procurement  facilities 
5       outside  the  nine  Bay  Area  counties,  in  the  United  States  and  overseas,  on  an  as- 
=>       needed  basis;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 


professional  services  agreement  for  an  amount  not-to-exceed  $1 ,000,000  and 
with  a  duration  of  five  years.  (Cruz) 

Approve  Amendment  No.  2  to  Agreement  Nos.  CS-954A-C,  As-needed 
Environmental  Services,  with  ESA+Orion,  Joint  Venture  (CS-954A),  RMC  Water 
and  Environment  (CS-954B)  and  URS  Corporation  (CS-954C),  to  provide 
environmental  compliance  services  for  SFPUC  capital  projects;  and  authorize 
the  General  Manager  to  negotiate  and  execute  a  time  extension  of  two  years, 
five  months  per  agreement,  for  a  total  agreement  duration  of  seven  years,  five 
months  per  agreement,  with  no  change  to  the  agreements'  values.  (Torrey) 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  license  to  San  Mateo  County,  for  no  annual 
Use  Fee,  to  use  approximately  15,000  square  feet  of  SFPUC  land  located 
between  Huntington,  Curtis,  Dumbarton  and  Berkshire  Avenues,  in  the 
unincorporated  community  of  North  Fair  Oaks,  San  Mateo  County,  California,  for 
a  public  park.  The  proposed  action  is  the  Approval  Action  as  defined  in  the  San 
Francisco  Administrative  Code,  Chapter  31 .  (Russell) 

9.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

10.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 1 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Meltlitzky/Margolis) 

0     Existing  Litigation: 

*      Thomas  Cooke,  III,  et  al.  v.  City  and  County  of  San  Francisco,  et  al. 
H     San  Francisco  Superior  Court  Case  No.:  CGC-1 1-515143 

City  Attorney  No.:  120640 

Date  Filed:  August  31,  2011 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 


b) 


CD 


c) 


in 


13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  201 0 

15.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

16.  Announcement  following  Closed  Session 

1 7.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

18.  Other  new  business 
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1.  Call  to  Order 

Vice  President  Caen  called  the  meeting  to  order  at  1:36  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Torres,  and  Moran 
Excused:  Courtney 

3.  Approval  of  the  Minutes 

a)  February  25,  2014  SFPUC  Regular  Meeting 

b)  March  3,  2014  Special  Joint  SFPUC/LAFCo  Meeting 

On  Motion: 

Ayes:  Caen,  Vietor,  Torres,  and  Moran 

4.  General  Public  Comments 

•  Dr.  Espanola  Jackson  expressed  concerns  with  the  Southeast  Facility  (SEF) 
Commission,  questioning  why  their  retreat  was  cancelled;  the  greenhouse;  and 
the  Southeast  Plant. 

General  Manager  Kelly  stated  a  presentation  on  the  history  and  operations  of  the 
SEF  and  an  update  of  what  is  being  done  in  the  community  will  be  forthcoming.  He 
touched  on  the  current  greenhouse  contract.  He  noted  the  retreat  was  cancelled  at 
the  request  of  the  SEF  Commission. 

•  Mr.  Francisco  DaCosta  expressed  concerns  over  the  SEF  Commission  and  the 
SFPUC.  He  wants  to  see  additional  dialogue. 

•  Mr.  Robert  Woods  described  his  work  and  experience  in  the  Bayview  community 
and  expressed  the  need  for  historical  training  for  SEF  Commissioners. 

Commissioner  Vietor  asked  for  confirmation  that  the  Mayor  makes  appointments  to 
the  SEFC,  which  the  General  Manager  indicated  was  correct. 

•  Ms.  Idell  Wilson,  Co-Chair,  Mayor's  Disability  Council,  invited  the  Commission  to 
their  Friday  monthly  meetings  in  City  Hall  Room  400. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Electric  Reliability  Annual  Compliance  Report 

d)  Revisions  to  Bayview  Arts  Grants  Program  Guidelines 

Commissioner  Moran  requested  that  the  letter  from  Mr.  Cadagan,  and  any  future 
correspondence  regarding  Lake  Merced,  be  forwarded  to  the  Recreation  and  Park 
Commission. 
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6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook 
Ms.  Ellen  Levin,  Deputy  Manager,  Water,  provided  an  update  on  water  supply 
conditions  and  reservoir  storage.  She  stated  that  the  demand  for  reduction  has 
been  responded  to,  and  that  there  is  a  12  percent  system-wide  reduction  in  use. 
She  provided  response  to  a  question  from  Commissioner  Vietor  as  to  where  the 
reductions  are  occurring.  Ms.  Levin  discussed  precipitation  and  snowfall  levels; 
Water  Supply  Outlook;  Update  on  management  actions;  and  upcoming  items. 

Public  Comments 

•   Espanola  Jackson  stated  that  she  read  that  secondary  water  is  going  into  the 
SEF  building. 

GM  Kelly  stated  that  no  secondary  water  is  going  into  the  SEF,  but  that  it  is  going  to 
the  greenhouse. 

8.  Consent  Calendar: 

a)  Award  Agreement  No.  CS-328  to  Bureau  Veritas,  to  provide  as-needed  Factory 
Inspection  and  Quality  Surveillance  Services  at  various  procurement  facilities 
outside  the  nine  Bay  Area  counties,  in  the  United  States  and  overseas,  on  an  as- 
needed  basis;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
professional  services  agreement  for  an  amount  not-to-exceed  $1,000,000  and 
with  a  duration  of  five  years.  (Resolution  14-0043) 

b)  Approve  Amendment  No.  2  to  Agreement  Nos.  CS-954A-C.  As-needed 
Environmental  Services,  with  ESA+Orion.  Joint  Venture  (CS-954A).  RMC  Water 
and  Environment  (CS-954B)  and  URS  Corporation  (CS-954C).  to  provide 
environmental  compliance  services  for  SFPUC  capital  projects:  and  authorize  the 
General  Manager  to  negotiate  and  execute  a  time  extension  of  two  years,  five 
months  per  agreement,  for  a  total  agreement  duration  of  seven  years,  five 
months  per  agreement,  with  no  change  to  the  agreements'  values.  (Resolution 
14-0044) 

c)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  license  to  San  Mateo  County,  for  no  annual  Use  Fee,  to 
use  approximately  15,000  sguare  feet  of  SFPUC  land  located  between 
Huntington,  Curtis.  Dumbarton  and  Berkshire  Avenues,  in  the  unincorporated 
community  of  North  Fair  Oaks.  San  Mateo  County,  California,  for  a  public  park. 
The  proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code.  Chapter  31.  (Resolution  14-0045) 

Public  Comments 
None. 
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On  Motion: 

Ayes:  Caen,  Vietor,  Torres,  and  Moran 


9.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

10.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT: 

Ayes:  Caen,  Vietor,  Torres,  and  Moran 

Closed  Session 

The  Commission  entered  closed  session  at  2:07  PM. 

1 1 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

Thomas  Cooke,  III,  et  al.  v.  City  and  County  of  San  Francisco,  et  al. 
San  Francisco  Superior  Court  Case  No.:  CGC-1 1-51 5143 
City  Attorney  No.:  120640 
Date  Filed:  August  31 ,  201 1 
(Resolution  14-0046) 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 

1 3.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 
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15.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

The  Commission  exited  Closed  Session  at  2:39  PM. 

16.  Announcement  following  Closed  Session 

Wee  President  Caen  announced  that  settlement  was  reached  on  item  1  land  that  no 
action  was  taken  on  items  12  through  15. 

17.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  NOT  to  disclose: 

Ayes:  Caen,  Vietor,  Torres,  and  Moran 

18.  Other  new  business 

Commissioner  Moan  commented  on  an  engineering  report  on  Mt.  Tunnel,  which 
recommends  that  a  second  tunnel  be  built  and  that  Mt.  Tunnel  be  decommissioned, 
which  would  be  costly.  He  requested  that  staff  have  an  independent  party  conduct  a 
challenge  investigation  to  that  recommendation,  with  the  understanding  that  the 
system  needs  to  remain  safe  and  reliable. 

Vice  President  Caen  adjourned  the  meeting  at  2:42  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0043 


WHEREAS,  It  is  required  for  a  City  Representative  to  perform  inspection,  quality 
surveillance,  sampling,  and  testing  of  equipment,  machinery,  materials  and  other  products  to  be 
furnished  for  various  construction  projects;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  consultant  to  provide 
Inspection,  Quality  Surveillance,  Sampling,  and  Testing  services  on  an  as-needed  basis  to 
supplement  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  at  various  procurement 
facilities  outside  of  the  nine  Bay  Area  counties  in  California,  in  the  United  States,  and  overseas; 
and 

WHEREAS,  The  estimated  cost  of  services  is  $1,000,000;  and 

WHEREAS,  The  proposal  was  advertised  on  October  21,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  April  2014  and  end  in  April  2019  and 
the  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  establishment  of  Bureau  Veritas  as  the  best  qualified  consulting  firm; 
and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  sub-consulting  goals  have  been  waived  for  this  agreement; 
and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  individual  capital  projects;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  awards  Agreement  No.  CS-328  to  Bureau 
Veritas,  to  provide  as-needed  Factory  Inspection  and  Quality  Surveillance  Services  on  an  as- 
needed  basis  at  various  procurement  facilities  outside  of  the  nine  Bay  Area  counties  in 
California,  in  the  United  States,  and  overseas;  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  professional  services 
agreement  with  Bureau  Veritas  for  an  amount  not-to-exceed  $1,000,000,  and  with  a  duration  of 
five  (5)  years,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not 
satisfied,  to  perform  outreach  and  re-advertise  for  proposals. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  11,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0044 


WHEREAS,  On  April  17,  2009,  this  Commission  awarded  Agreement  Nos.  CS-954A-C, 
As-needed  Environmental  Services,  and  authorized  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  individual  professional  services  agreements,  each  in  the 
amount  of  $3,300,000,  and  with  a  term  of  five  years,  concluding  on  April  30,  2014  with 
ESA+Orion,  Joint  Venture  (CS-954A),  RMC  Water  and  Environment  (CS-954B)  and  URS 
Corporation  (CS-954C);  and 

WHEREAS,  Amendment  No.  1  was  issued  to  increase  each  agreement  ESA+Orion,  Joint 
Venture  (CS-954A),  RMC  Water  and  Environment  (CS-954B)  and  URS  Corporation  (CS-954C) 
by  $1,600,000  per  agreement  to  provide  on-going  as-needed  environmental  analysis  services, 
increasing  each  total  not-to-exceed  agreement  amount  to  $4,900,000,  with  no  change  to  the 
agreement  duration,  in  order  to  complete  California  Environmental  Quality  Act  (CEQA)  review 
and  resource  agency  permit  applications  for  various  Water  System  Improvement  Program 
(WSIP)  and  non-WSIP  projects;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  extend  each  agreement  duration 
ESA+Orion,  Joint  Venture  (CS-954A),  RMC  Water  and  Environment  (CS-954B)  and  URS 
Corporation  (CS-954C)  by  two  years,  five  months,  with  no  change  in  value,  to  provide  ongoing 
as-needed  environmental  services  and  to  complete  the  CEQA  review  and  resource  agency  permit 
applications  for  various  WSIP  and  non-WSIP  projects,  and  to  provide  environmental 
construction  compliance;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  sub  consulting  goal  of  13%  Local 
Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  these  agreements;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  several  WSIP  and  non-WSIP 
projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Water  Enterprise 
Water  System  Improvement  Program-funded  and  Water  Enterprise  A  &  B  Bond-funded  / 
Wastewater  Enterprise  5-Year  Capital  Improvement  Program- funded  Agreement  Nos.  CS- 
954A-C,  As-needed  Environmental  Services,  with  ESA+Orion,  Joint  Venture  (CS-954A),  RMC 
Water  and  Environment  (CS-954B)  and  URS  Corporation  (CS-954C)  to  provide  specialized 
environmental  services,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  three  amendments  each  for  a  time  extension  of 
two  years,  five  months,  for  per  agreement,  for  a  total  agreement  durations  of  seven  years,  five 
months  per  agreement,  with  no  change  to  the  agreements'  values. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  11,  2014. 

§k%wjL  \JJmL  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0045 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  between  Curtis, 
Huntington,  Dumbarton  and  Berkshire  Avenues  in  the  unincorporated  community  of  North  Fair 
Oaks  in  San  Mateo  County  (Premises);  and 

WHEREAS,  San  Mateo  County  (Licensee)  desires  to  obtain  a  license  for  the  use  of  the 
Premises  as  Friendship  Park;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  revocable  license  with  Licensee  for  no 
annual  Use  Fee,  for  a  term  not  to  exceed  five  years,  allowing  Licensee  to  use  the  Premises  as  a 
public  park  (License),  and  Licensee  has  agreed  to  accept  such  terms  and  conditions  of  the 
License;  and 

WHEREAS,  On  December  5,  2013,  the  San  Mateo  County  Planning  and  Building 
Department  determined  the  Project  is  categorically  exempt  from  environmental  review  pursuant 
to  California  Environmental  Quality  Act  (CEQA)  Section  15304  and  the  Bureau  of 
Environmental  Management  has  determined  that  SFPUC 's  issuance  of  a  revocable  license  to  for 
the  use  of  SFPUC  ROW  is  within  the  scope  of  the  County's  CEQA  approvals,  and  that  these 
documents  are  adequate  for  SFPUC's  use  in  approving  the  revocable  license  for  the  Project.  The 
County's  CEQA  documentation  referenced  above  is  part  of  the  record  of  this  approval  and  the 
referenced  documents  are  available  for  public  review  at  the  SFPUC  offices,  Real  Estate  Services 
Division,  525  Golden  Gate  Avenue,  8th  Floor,  San  Francisco,  CA,  which  is  the  custodian  of 
records  for  the  revocable  license  approval;  and  since  the  County  applied  for  use  of  the  SFPUC 
ROW  and  determined  that  the  Project  is  exempt  from  CEQA,  there  have  been  no  substantial 
changes  in  the  Project  or  changes  in  Project  circumstances  that  would  result  in  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  exemption  determination.  The  minor  changes  in  design  of  the  Project  elements  made 
at  the  request  of  SFPUC  are  insignificant  to  the  Project  and  have  no  potential  to  result  in 
significant  environmental  effects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  the  2013  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  General  Manager  to 
enter  into  any  amendments  or  modifications  to  this  License,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are 
necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  License  or  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  March  11,  2014. 

Secretary,  Public  Utilities  Commission 
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Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood@sfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.orq/index.aspx?page=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  March  1 1 ,  2014 


4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 


5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Fire  Hydrant/Silver  Twins 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook  (Ritchie) 

b)  Sewer  System  Improvement  Program  Update  (Kubick) 

c)  Southeast  Facility  History  Update  (Roddy) 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
**"*       Contract  No.  WW-503,  Richmond  District  Sewer  Replacement  and  Pavement 
^       Renovation,  in  the  amount  of  $139,299,  and  a  potential  increase  in  the 
cd       contract  duration  of  up  to  161  consecutive  calendar  days;  and  authorize  the 
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General  Manager  or  his  designee  to  approve  future  modifications  to  the 

contract  to  increase  the  contract  amount  up  to  a  maximum  of  $3,378,167,  and  to 
extend  the  contract  duration  up  to  a  maximum  of  41 1  consecutive  calendar  days. 

(Moala) 

b)  Accept  work  performed  by  D'Arcy  &  Harty  Construction  for  Contract  No.  WW- 
*  oo     506'  McLaren/ln9,eside/Excelsior/Mt-  Davidson  Districts  Sewer  Replacement  and 
^     Pavement  Renovation,  for  a  total  contract  amount  of  $1 ,632,909  (of  which 
=>     $1,1 87,633  is  funded  by  WWE  and  $445,276  is  funded  by  DPW),  and  with  a 
^     total  contract  duration  of  219  consecutive  calendar  days;  and  authorize  final 
t-h     payment  to  the  contractor.  (Moala) 

10.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

1 1 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Rothschild) 

Existing  Claim 

Roque  and  Sonia  Ballesteros 

City  Attorney  Unlitigated  Claim  Nos:  14-00287  &  14-00591 
Date  Filed:  August  5,  2013  &  September  9,  2013 


13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

<=>  (Rothschild) 

Existing  Claim 
§         0/  Wu 

^         City  Attorney  Unlitigated  Claim  No:  14-01626 
Date  Filed:  January  26,  2014 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Rothschild) 

Existing  Claim 

^         Junelle  Johannah  Estacio  Taguas  v.  City  and  County  of  San  Francisco 
<=>  City  Attorney  Claim  No:  14-01249 

*5  Date  Filed:  December  9,  2013 

"ST 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Hannawalt) 

in    Existing  Litigation 

Patricia  MacDonald  v.  City  and  County  of  San  Francisco,  et  al. 
San  Francisco  Superior  Court  Case  No.:  CGC-1 0-501 646 
*H    City  Law  No.:  140063 

Date  Filed:  November  15,  2012  * 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 


in 


Existing  Litigation 


CO 

m 

c=>    Jacqueline  Ortega,  et  al.  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-12-526188 
City  Law  No.:  130560 
Date  Filed:  July  16,  2010 


CD 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Furman) 

Anticipated  Litigation  as  Defendant 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 


Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 

21 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

22.  Announcement  following  Closed  Session 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

24.  Other  new  business 
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1  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the  San  Francisco  Public  Utilities  Commission 

for 

Tuesday,  April  8,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CANCELLED 

(Posted  March  20,  2014) 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus.comA/iewPublisher.php7view  id=22 
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Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
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Art  Torres 
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General  Manager 
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Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 
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1.  Call  to  Order 

Vice  President  Caen  called  the  meeting  to  order  at  1:39  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  and  Torres 
Excused:  Courtney  and  Moran 

3.  Approval  of  the  Minutes  of  March  11 .  2014 
On  Motion: 

Ayes:  Caen,  Vietor  and  Torres 

4.  Public  Comment 

•  David  Cincotta,  JMBM,  spoke  on  behalf  of  the  Pacific  Rod  and  Gun  Club  and 
distributed  a  letter  detailing  their  concerns.  At  the  request  of  Vice  President 
Caen,  Mr.  Cincotta  clarified  those  concerns. 

•  Mr.  Francisco  DaCosta  spoke  on  an  issue  pertaining  to  the  SFPUC  which  was 
before  the  San  Francisco  Ethics  Commission  the  previous  evening. 

•  Dr.  Espanola  Jackson  asked  that  the  time  limit  for  public  comment  on  Item  7  be 
suspended,  as  per  Robert's  Rules.  President  Caen  noted  that  the  Commission 
does  not  follow  Robert's  Rules. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Fire  Hydrant/Silver  Twins 

General  Manger  (GM)  Kelly  stated  that,  at  the  request  of  President  Courtney,  he 
has  sent  correspondence  to  Chief  Hayes  White  regarding  the  request  to  paint  the 
Silver  Twins  fire  hydrants. 

Mr.  Bill  Koenig,  Guardians  of  the  City,  provided  a  brief  background  on  the  Silver 
Twins  project  and  thanked  the  Commission  for  considering  their  request. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  Water  Supply  Outlook 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water,  provided  an  update 
on  the  Water  Supply  Outlook,  discussing:  Water  supply  conditions;  Current 
reservoir  storage;  Precipitation  and  snow  levels;  Management  actions;  Lower 
Cherry  Aqueduct;  and  he  offered  a  look  ahead. 

Commissioner  Torres  asked  that  the  report  be  emailed  to  him. 
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Commissioner  Vietor  asked  when  the  storage  level  would  become  significant  and 
what  measures  would  be  taken  at  that  time.  AGM  Ritchie  stated  that  at 
approximately  700  acre  feet  there  would  be  concern  and  noted  possible  actions. 

b)  Sewer  System  Improvement  Program  (SSIP)  Update 

Ms.  Karen  Kubick,  SSIP  Director,  provided  a  quarterly  update,  discussing:  (1) 
Program-wide  Status:  Phase  I  Schedule;  Governance  Committees,  highlighting 
the  Green  Infrastructure  Advisory  Group  and  Technical  Steering  Committee; 
Urban  Watershed  Assessment  Coordination;  and  Climate  Change  Analysis.  (2) 
Planning  and  Design  Projects:  Central  Bayside  System  Improvements;  SEP 
Biosolids  Digesters  Facilities,  including  the  schedule  and  next  steps;  and 
Stakeholder  Engagement  and  outreach  efforts. 

Vice  President  Caen  asked  if  the  Digester  design  has  been  determined  and  if 
they  have  been  placed.  Ms.  Kubick  stated  that  the  siting  and  stakeholder 
engagement  processes  are  currently  being  developed. 

Public  Comment 

•  Dr.  Espanola  Jackson  asked  for  clarification  on  the  Green  Infrastructure  Task 
Force,  which  Ms.  Kubick  provided.  Mr.  Emilio  Cruz,  AGM,  Infrastructure,  noted 
that  technical  groups  will  be  broken-up  citywide  by  areas,  including  the  94124 
zip  code.  He  indicated  the  Green  Infrastructure  Task  force  has  technical 
background  and  will  assist  staff.  He  noted  that  there  will  be  significant 
opportunity  for  public  participation  and  input. 

c)  Southeast  Facility  History  Update 

GM  Kelly  introduced  Mr.  John  Roddy,  Deputy  City  Attorney,  who  provided  a  brief 
presentation  on  the  history  (timeline)  and  background  of  the  Southeast 
Community  Facility  (SEF),  the  Greenhouse,  and  the  Southeast  Facility 
Commission,  including  Commissioner  appointments  and  roles.  He  discussed  the 
legal  ownership  and  maintenance  of  the  SEF,  and  reviewed  SEF  rents  and 
Greenhouse  rents  vs.  SEF  Operating  Expenses. 

GM  Kelly  thanked  Mr.  Roddy  for  his  historical  presentation  and  offered  additional 
information  on  the  future  of  the  SEF.  He  noted  that  since  2005,  the  Wastewater 
Enterprise  has  provided  $4M  in  financial  subsidies  for  SEF  operating  costs,  and 
that  the  rent  does  not  cover  expenses.  He  stated  that  the  SFPUC  is  committed  to 
the  SEF. 

The  GM  described  additional  commitments,  including  a  Community  Needs 
Process,  conducted  in  2011,  that  revealed  the  building  and  the  Greenhouse  were 
being  underutilized;  Work  that  was  done  with  the  SEF  Commission  to  determine 
the  appropriate  tenant  mix;  Discussions  that  were  held  with  the  Chancellor  of 
CCSF  to  stay  in  the  building  and  provide  additional  training  opportunities;  Final 
renovation  of  the  new  wing;  and  opening  of  the  5  Keys  Charter  School.  He  stated 
that  he  is  working  to  develop  a  MOU  process  with  the  SEF  to  increase  their 
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participation  on  how  the  campus  will  operate.  He  noted  his  desire  to  work  closely 
with  the  SEF  Commissioners  and  to  provide  as  much  support  as  possible.  He 
stated  he  will  ask  for  a  Letter  of  Intent  for  current  and  potential  uses  of  the 
Greenhouse.  He  indicated  it  is  his  desire  to  be  a  good  neighbor  and  to  partner 
with  the  SEF  Commission  to  work  with  the  community.  He  touched  on  the  work 
of  the  Construction  Assistance  Center,  Youth  Workforce,  as  well  as  other  efforts. 

Commissioner  Vietor  asked  about  the  vision  and  timeline  for  the  Greenhouse. 
AGM  Cruz  noted  that  the  plan  is  to  optimize  their  use.  He  stated  that  they  are 
looking  at  the  entire  SEP  for  a  potential  location  and  that  the  Master  Plan  is  in 
development  and  should  be  ready  by  December. 

Commissioner  Torres  stated  that  the  report  was  thorough  and  that  it  needs  to  be 
disseminated  to  the  community  to  ensure  that  everyone  is  educated  about  the 
efforts  of  the  SFPUC,  and  to  keep  the  SFPUC  accountable. 

Public  Comment 

•  Mr.  Francisco  DaCosta  expressed  thoughts  on  issues  related  to  Mt.  Tunnel; 
the  SSIP;  and  the  SEF,  stating  that  nobody  is  zeroing-in  on  the  community. 

•  Dr.  Espanola  Jackson  expressed  her  thoughts  on  the  SEF  report,  the 
Greenhouse,  and  the  SEF  Commission. 

•  Ms.  Yolanda  Lewis,  BEE  Coalition,  expressed  her  thoughts  on  the  SSIP  and 
asked  who  the  key  stakeholders  are;  about  outreach  efforts;  and  how  social 
media  input  was  received. 

GM  Kelly  stated  that  the  SFPUC  actively  looks  in  all  areas  for  people,  including 
those  with  technical  expertise,  to  participate  in  decisions  regarding  Green 
Infrastructure.  The  GM  stated  he  is  committed  to  investing  in  the  resources  that 
are  needed  to  make  a  difference,  that  he  isn't  going  to  make  the  decisions  alone, 
and  that  the  SEF  Commission  needs  to  assist  in  information  gathering.  He  noted 
that  the  presentation  given  was  to  provide  a  background. 

•  Eddie  Zhang,  SEF  Commissioner,  expressed  his  appreciation  to  the  GM  for 
his  leadership  and  to  staff  for  their  outreach  efforts.  He  wanted  to  ensure  that 
the  community  is  involved  in  the  process  and  stated  that  more  outreach  needs 
to  be  done  to  reach  the  vulnerable  communities,  as  their  input  is  valuable. 

AGM  Cruz  stated,  for  clarification,  that  the  Green  Infrastructure 

Committee  is  a  technical  committee  and  not  a  community  outreach  committee. 

Vice  President  Caen  asked  for  the  date  of  the  SEF  retreat.  SEF  Commissioner 
Zhang  stated  that  the  date  has  not  been  set. 

8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  stated  that  the  water  supply  situation  is  of  concern 
and  that  they  are  expanding  their  conservation  and  education  efforts  and  their 
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drought  campaign.  She  declared  that  Wholesale  customers  are  responding  to 
requests  for  reduction  in  use.  She  discussed  the  Silicon  Valley  Sustainable 
Landscape  Summit,  noting  the  eight  water  conservation  award  winners.  She 
discussed  legislation  introduced  to  extend  state  oversight  on  WSIP  to  January  f, 
2022. 

In  response  to  a  question  from  Vice  President  Caen,  Ms.  Sandkulla  provided 
clarifying  information  on  the  January  1,  2022  date  for  extending  state  oversight.  Vice 
President  Caen  expressed  her  displeasure  with  the  extension  date.  GM  Kelly 
provided  additional  explanation. 

Public  Comment 
None. 

9.  Consent  Calendar: 

a)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-503.  Richmond  District  Sewer  Replacement  and  Pavement  Renovation, 
in  the  amount  of  $139,299.  and  a  potential  increase  in  the  contract  duration  of  up 
to  161  consecutive  calendar  days;  and  authorize  the  General  Manager  or  his 
designee  to  approve  future  modifications  to  the  contract  to  increase  the  contract 
amount  up  to  a  maximum  of  $3,378,167.  and  to  extend  the  contract  duration  up 
to  a  maximum  of  41 1  consecutive  calendar  days.  (Resolution  14-0047) 

b)  Accept  work  performed  by  D'Arcv  &  Hartv  Construction  for  Contract  No.  WW- 
506,  McLaren/lngleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement  and 
Pavement  Renovation,  for  a  total  contract  amount  of  $1 ,632.909  (of  which 
$1.187,633  is  funded  by  WWE  and  $445,276  is  funded  by  DPW),  and  with  a  total 
contract  duration  of  219  consecutive  calendar  days;  and  authorize  final  payment 
to  the  contractor.  (Resolution  14-0048) 

On  Motion: 

Ayes:  Caen,  Vietor  and  Torres 

10.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

11.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  assert: 

Ayes:  Caen,  Vietor  and  Torres 

The  Commission  entered  Closed  Session  at  3:21  PM. 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  fd)  (1). 
Existing  Claim 
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Rogue  and  Sonia  Ballesteros 

Citv  Attorney  Unlitiqated  Claim  Nos:  14-00287  &  14-00591  /  Date  Filed:  August  5. 
2013  &  September  9.  2013 
(Resolution  14-0049) 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Claim 
Ql  Wu 

City  Attorney  Unlitiqated  Claim  No:  14-01626  /  Date  Filed:  January  26.  2014 
(Resolution  14-0050) 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  Ml 
Existing  Claim 

Junelle  Johannah  Estacio  Taauas  v.  Citv  and  County  of  San  Francisco 
City  Attorney  Claim  No:  14-01249  /  Date  Filed:  December  9,  2013 
(Resolution  14-0051) 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  C\). 
Existing  Litigation 

Patricia  MacDonald  v.  Citv  and  County  of  San  Francisco,  et  at. 
San  Francisco  Superior  Court  Case  No.:  CGC-1 0-501 646 
Citv  Law  No.:  140063  /  Date  Filed:  November  15.  2012 
(Resolution  14-0052) 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (U 
Existing  Litigation 

Jacqueline  Ortega,  et  al.  v.  Citv  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 2-5261 88 
Citv  Law  No.:  130560  /  Date  Filed:  July  16.  2010 
(Resolution  15-0053) 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  as  Defendant  ~ 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d^  (1 ). 

Existing  Litigation:  

Citv  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

Citv  Attorney  File  No.  0000657  /  Date  Filed  March  6.  2013:  Served  June  6.  2013 
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19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  C\). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6.  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

21.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

The  Commission  exited  Closed  Session  at  3:55  PM. 

22.  Announcement  following  Closed  Session 

Vice  President  Caen  announced  that  Items  12,  13,  14,  15  and  16  were  settled;  No 
action  was  taken  on  items  17  and  18;  and  Items  19  and  20  were  removed  from 
calendar. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  NOT  to  disclose 

Ayes:  Caen,  Vietor,  and  Torres 

24.  Other  new  business 

Commission  Secretary  Hood  noted  that  the  April  8,2014  meeting  has  been 
cancelled. 

Vice  President  Caen  adjourned  the  meeting  at  3:56  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0047 


WHEREAS,  On  April  24,  2012,  per  Resolution  No.  12-0059,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded 
and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No. 
WW-503,  Richmond  District  Sewer  Replacement  and  Pavement  Renovation,  to  Synergy  Project 
Management;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  July  9,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,944,425  and  the  original  contract 
duration  was  250  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  and  any  cumulative 
extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the  Commission;  and 

WHEREAS,  A  potential  change  order  is  estimated  to  be  up  to  $433,742.20  and  161 
calendar  days;  and 

WHEREAS,  This  potential  change  order,  if  converted  to  a  change  order,  would  exceed 
the  pre-approved  10%  construction  cost  contingency  of  $294,443  and  the  pre-approved  10% 
duration  contingency  of  25  days;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $139,299.20 
and  authority  to  approve  time  extension  of  up  to  161  additional  calendar  days  are  requested, 
subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  On  February  29,  2012,  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
Bureau  of  Environmental  Management,  the  Richmond  District  Sewer  Replacement  and 
Pavement  Renovation  project  was  determined  to  be  statutorily  exempt  under  Public  Resources 
Code  Section  21080.21;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  14%  Local  Business 
Enterprise  (LBE)  participation  were  originally  established  for  this  construction  contract;  and 

WHEREAS,  A  14.2%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS12,  Richmond 
District  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR73,  Richmond  District  Pavement 
Renovation,  and  any  increased  costs  will  be  allocated  between  SFPUC  and  DPW  as  appropriate; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $139,299.20,  and  authorizes  a  potential  increase  in  the 
contract  duration  of  up  to  161  consecutive  calendar  days  for  the  WWE  R&R  Program-funded 
and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-503,  Richmond  District 
Sewer  Replacement  and  Pavement  Renovation,  with  Synergy  Project  Management;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider  and,  if  appropriate,  approve  future  modifications  to  the  maximum  contract  amount 
not  to  exceed  $3,378,167.20  and  to  the  contract  duration  for  up  to  41 1  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  25,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0048 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-506,  McLaren/ 
Ingleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement  and  Pavement  Renovation,  by 
the  contractor,  D'Arcy  &  Harty  Construction;  and 

WHEREAS,  On  June  12,  2012,  by  Resolution  No.  12-0094,  this  Commission  awarded 
Contract  No.  WW-506,  McLaren/Ingleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement 
and  Pavement  Renovation,  in  the  amount  of  $1,954,976,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  D'Arcy  &  Harty  Construction;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  20, 
2012,  with  an  original  schedule  of  210  consecutive  calendar  days  and  the  contract  work  was 
completed  in  219  consecutive  calendar  days  on  March  26,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,954,976  and  the  original  contract 
duration  was  210  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  ($322,067)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  sewer  replacement  and  pavement  renovation  work 
under  bid  item  allowances,  decreasing  the  contract  amount  to  $1,632,909  and  extending  the 
contract  duration  by  nine  (9)  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  more  than  a  good  faith  effort  to  comply  with  the 
established  Contract  Monitoring  Division  subcontracting  goals  of  18%  Local  Business 
Enterprise  (LBE)  participation,  by  utilizing  a  project  total  LBE  participation  of  35.26%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS 1 5 ,  McLaren/ 
Ingleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement  and  DPW  Project  No. 
CSTR11SR7038,  McLaren/Ingleside/Excelsior/Mt.  Davidson  Districts  Pavement  Renovation; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  D'Arcy  &  Harty 
Construction  for  WWE,  R&R  Program- funded  and  DPW  Pavement  Renovation  Program-funded 
Contract  No.  WW-506,  McLaren/Ingleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement 
and  Pavement  Renovation,  $1,632,909  and  with  a  total  contract  duration  of  219  consecutive 
calendar  days;  and  authorizes  final  payment  to  the  contractor. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  25,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0049 


WHEREAS,  On  March  25,  2014,  the  San  Francisco  Public  Utilities  Commission 
met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated  Claim  of  Roque 
and  Sonia  Ballesteros  ("Claimant"),  arising  from  an  incident  on  February  27,  2013, 
when  a  16"  water  transmission  pipeline,  located  between  West  Portal  Avenue  and 
Wawona  Street,  ruptured  in  front  of  2733  15th  Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $270,000  (Two  Hundred  Seventy  Thousand  Dollars)  from  the  City  to 
Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $270,000  (Two  Hundred  Seventy 
Thousand  Dollars),  on  the  terms  set  forth  in  the  Full  and  Final  Release  for  Claim  Nos. 
14-00287  and  14-00591  on  file  with  the  Commission  Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  25,  2014. 


Secretary,  Public  Utilities  Commission 


140049 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0050 


WHEREAS,  On  March  25,  2014,  the  San  Francisco  Public  Utilities  Commission 
met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated  Claim  of  Qi  Wu 
("Claimant"),  arising  from  an  incident  on  February  27,  2013,  when  a  16"  water 
transmission  pipeline,  located  between  West  Portal  Avenue  and  Wawona  Street, 
ruptured  in  front  of  2733  15th  Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $27,755.61  from  the  City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $27,755.61 ,  on  the  terms  set  forth  in 
the  Full  and  Final  Release  for  Claim  No.  14-01626  on  file  with  the  Commission 
Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  25,  2014. 


Secretary,  Public  Utilities  Commission 
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SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the  San  Francisco  Public  Utilities  Commission 


for 

Tuesday,  April  8,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CANCELLED 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.php?view_id=22 
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Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  April  22,  2014-1 :30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION;  and,  Tuesday,  May  13,  2014-1:30  PM  City  Hall,  Room  400, 
1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public 
Hearing,  discussion  and  possible  action  to  adopt  the  proposed  water  and 
wastewater  rates  and  charges  for  customers  of  the  San  Francisco  Public 
Utilities  Commission.  The  detailed  agenda  and  related  files  will  be  available  at 
least  72  hours  before  the  scheduled  meetings  at  the  SFPUC  website 
www.sfwater.org,  or  by  calling  (415)  554-3165. 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13th  Floor 

San  Francisco,  CA  941 02 
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SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the  San  Francisco  Public  Utilities  Commission 

for 

Tuesday,  April  8,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CANCELLED 

(Posted  March  20,  2014) 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orQ 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.php?viewjd=22 
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AGENDA 
Tuesday,  April  22,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(a)sfwater.ora. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Codej:  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B  Goodlett  Place  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.org 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12-  web  site  at 
www.sfgov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http7/www  sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  March  25,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Departmental  Climate  Action  Plan  Annual  Report 

d)  SFPUC  Response  to  BAWSCA's  Perspective  on  the  Regional  Water  System 
Improvement  Program  Implementation  at  the  10-Year  Point 

e)  Formal  Protest  Letters  Received  -  Prop  218 

f)  Materials  and  Community  Feedback  for  Proposed  Rates  Package 

g)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook  (Ritchie) 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


o 

CD 


CD 

CD 


a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2667.  8- 
inch  Ductile  Iron  Water  Main  Installation  and  Pavement  Renovation  of  Mission 
Street,  in  the  amount  of  $2,991,880  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Hernandez  Engineering.  The  proposed  action  is  the  Approval 
Action  as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31 . 

(Bajwa) 

^  b)  Accept  work  performed  by  Steve  P.  Rados,  Inc.  for  Contract  No.  WD-2665.  Bay 
to       Division  Reliability  Upgrade  Project  -  Bay  Division  Pipeline  No.  5,  Cordilleras 

Micro-tunnel,  for  a  total  contract  amount  of  $5,685,764;  Approve  Modification 
No.  8  (Final),  for  a  time  extension  of  366  consecutive  calendar  days  and  a 
-i       total  contract  duration  of  71 9  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Bajwa) 

c)  Approve  Modification  No.  4  to  Contract  No.  WW-541 .  Southeast  Water 
^      Pollution  Control  Plant  Oxygen  Generation  Plant  Replacement,  with  NTK 

Construction  Inc.,  to  account  for  noise  compliance  issues  that  are  affecting  the 
start-up  of  the  new  oxygen  generation  plant,  increasing  the  contract  duration 
v~)      by  180  consecutive  calendar  days,  for  a  total  contract  duration  of  569 
consecutive  calendar  days,  with  no  change  to  the  contract  amount. 

(Henderson) 

u^d)  Accept  work  performed  by  Harty  Pipelines  for  Contract  No.  WW-553  As- 

cd   - 

cr> 


CD 
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Needed  Main  Sewer  Replacement,  for  a  total  contract  amount  of  $2,444,174, 
and  with  a  total  contract  duration  of  365  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Henderson) 


e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-559R 
oo     •-• — ■  «     ■ «    •■   ■  ~ 
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JJJ     Fixed  Gas  Monitoring  System  Upgrades,  in  the  amount  of  $2,484,000,  to  the 

lowest,  qualified,  responsible  and  responsive  bidder,  U.S.  Electric  Technologies 
Inc.,  to  selectively  demolish  the  existing  deficient  fixed  gas  monitoring  systems 
and  furnish  and  install  new  fixed  gas  monitoring  systems  to  the  WWE  Distributed 
Control  System  for  remote  monitoring  at  Southeast  Plant,  Bruce  Flynn  Pump 
Station,  Oceanside  Plant  and  Westside  Pump  Station  facilities.  (Henderson) 

cdO  Adopt  the  2013  San  Francisco  Bay  Area  Integrated  Regional  Water 

Management  Plan.  The  proposed  action  is  the  Approval  Action  as  defined  in  the 
l     San  Francisco  Administrative  Code  Chapter  31 .  (Ritchie) 

g)  Authorize  the  General  Manager  to  submit  on  behalf  of  the  City  and  County  of 
San  Francisco,  an  application  to  the  Metropolitan  Transportation 
Commission  for  $1,000,000  in  funding  for  the  Southern  Skyline  Boulevard 
Ridge  Trail  Extension  Project  on  the  Peninsula  Watershed  in  San  Mateo 
County  through  the  Priority  Conservation  Area  Grant  Fund  Program,  and  commit 
the  required  matching  funds  in  the  amount  of  $3,000,000,  and  state  the  SFPUC's 
assurance  to  complete  the  project  subject  to  necessary  review  under  the 
California  Environmental  Act.  (Ritchie) 


CD 

CO 
CD 
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.  h)  Approve  the  Water  Supply  Assessment  for  the  proposed  University  of 

z0  California,  San  Francisco  Long  Range  Development  Plan,  pursuant  to  the 

°  State  of  California  Water  Code  Section  1 091 0  et  seq.  and  California 

3  Environmental  Quality  Act  Section  21 1 51 .9  and  CEQA  Guidelines  Section 

tH  15155.  (Ritchie) 


^    i)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
CO        execute  a  five-year  revocable  license  to  the  City  of  Milpitas  to  use 

approximately  157,600  square  feet  for  public  street  crossings  and  surface  street 
improvements  on  the  SFPUC  property  at  Escuela  Parkway  in  Milpitas,  California 
for  no  annual  use  fee,  and  to  revoke  former  permits.  (Russell) 


CD 


CO 

CO 


j)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  license  to  42186  Palm  Avenue  Developers 
<=>      LLC  to  use  portions  of  SFPUC  Parcels  10,  1 1  and  13  to  install  and  maintain 
^      three  paved  roads  for  a  $7,500  fee.  (Russell) 

REGULAR  CALENDAR 


10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for 

Contract  HH-954R2,  Early  Intake  Switchyard  Refurbishment  Phase  I  with 
-<t<    Communication  Services  Inc.,  in  the  amount  of  $605,000,  and  an  increase  in  the 
50    contract  duration  of  up  to  77  consecutive  calendar  days.  Authorize  the 

S    General  Manager  to  approve  future  modifications  to  the  contract  for  a  total 

<f    revised  contract  amount  up  to  $3,860,894,  for  a  total  revised  contract  duration  up  to 

rH    333  consecutive  calendar  days.  The  increase  is  due  to  design  changes  and 

differing  site  conditions  that  were  required  to  meet  performance  of  the  switchyard. 

(Ritchie) 

1 1 .  Public  Hearing:  Discussion  and  possible  action  to  approve  the  project-level 
scope,  schedule  and  budget  of  the  March  2014  Revised  Water  System 

xn    Improvement  Program  and  direct  staff  to  send  a  Notice  of  Change  Report  to  the 
^    California  Joint  Legislative  Audit  Committee,  the  California  Department  of  Public 
<=>    Health  and  the  California  Seismic  Safety  Commission  in  compliance  with  California 
Assembly  Bills  1 823  and  2437,  and  authorize  the  General  Manager  to  seek  Board 
1-1    of  Supervisors'  approval  for  the  re-appropriation  of  existing  funds  between  the 
pre-designated  funding  categories  as  needed  to  match  the  project-level  budget 
allocations  specified  in  the  proposed  March  2014  Revised  WSIP.  (Bajwa) 

•  30  Day  WSIP  Notice  of  Change 

•  Summary  of  WSIP  Budget  and  Schedule  Changes  Since  2003 

•  Staff  Presentation 

12.  Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of 

the  San  Francisco  Public  Utilities  Commission  Retail  Water  Enterprise  for  retail 
water  service  in  San  Francisco  and  suburban  areas  to  be  effective  with  meter 
readings  beginning  July  1,  2014,  July  1,  2015,  July  1,  2016  and  July  1,  2017.  The 


proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31 .  ( 


1 3.  Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of 

the  San  Francisco  Public  Utilities  Commission  Wastewater  Enterprise  for  retail 
wastewater  service  in  San  Francisco  and  suburban  areas  to  be  effective  with 
meter  readings  beginning  July  1,  2014,  July  1,  2015,  July  1,  2016  and  July  1,  2017. 
The  proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31 .  (Rydstrom) 

14.  Public  Hearing  to  consider  and  adopt  water  and  wastewater  capacity  charges 
for  new  service,  increased  service  or  a  change  in  service  provided  by  the 
Water  and  Wastewater  Enterprises  of  the  San  Francisco  Public  Utilities 
Commission,  effective  on  or  after  July  1 ,  2014.  The  proposed  action  is  the  Approval 
Action  as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31. 

(Rydstrom) 

1 5.  Public  Hearing  to  consider  and  adopt  the  connection  fees  and  miscellaneous 
fees  and  charges  related  to  the  provision  of  water  service  within  and  outside 
the  City  and  County  of  San  Francisco.  The  proposed  action  is  the  Approval 
Action  as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31. 

(Rydstrom) 

16-   Presentation  by  the  Rate  Fairness  Board:  Report  on  proposed  rates,  fees  and 
charges  for  retail  water  service  and  retail  wastewater  service,  water  and  wastewater 
capacity  charges  and  miscellaneous  fees  and  charges.  (Cheng) 

7.  Presentation  and  discussion  regarding  proposed  Wholesale  Revenue 
Reguirement  and  rate  schedule  for  FYE  2015.  (Rydstrom) 

8.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchv  10- 
Year  Financial  Plan  for  FY  2014-15  through  FY  2023-24.  (Rydstrom) " 

9.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchv  10- 
Year  Capital  Plan  for  FY  2014-15  to  FY  2023-24.  (Rydstrom) 

0.   Public  Hearing  to  consider  the  adoption  of  the  two-year  Capital  Budget,  and 
Supplemental  Appropriation  for  the  Hetch  Hetchv  Water  and  Power,  including 
the  Power  Enterprise  of  the  San  Francisco  Public  Utilities  Commission  for  FY 
2014-15  and  FY  2015-16;  and  Authorize  and  direct  the  General  Manager  to  submit 
to  the  Board  proposed  Ordinance  authorizing:  (1)  the  issuance  of  not  to  exceed 
$268,624,656  aggregate  principal  amount  of  Water  Revenue  Bonds  provided 
however,  the  issuance  of  such  Bonds  shall  be  subject  to  the  terms  of  Proposition  E' 
and  (2)  the  issuance  of  not  to  exceed  $136,687,928  aggregate  principal  amount  of ' 
Power  Revenue  Bonds,  subject  to  the  terms  of  Charter  Section  9.107(8). 

(Rydstrom) 


21 .  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 


22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

(Ambrose) 

Anticipated  Litigation  as  Plaintiff 

27.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 

Property: 

Francisco  Reservoir  Tract,  bounded  by  Hyde,  Larkin  and  Bay  Streets,  in  San 
Francisco 


Persons  Negotiating: 

Harlan  Kelly,  Jr.,  San  Francisco  Public  Utilities  Commission 
Phil  Ginsburg,  San  Francisco  Recreation  and  Park  Department 
Under  Discussion:  Proposed  Terms  of  Payment  and  Price 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

29.  Announcement  following  Closed  Session. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

31 .  Other  new  business. 


ADJOURNMENT 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  April  22,  2014  -  1:30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION;  and,  Tuesday,  May  13,  2014  -  1:30  PM  City  Hall,  Room  400, 
1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public 
Hearing,  discussion  and  possible  action  to  adopt  the  proposed  water  and 
wastewater  rates  and  charges  for  customers  of  the  San  Francisco  Public 
Utilities  Commission.  The  detailed  agenda  and  related  files  will  be  available  at 
least  72  hours  before  the  scheduled  meetings  at  the  SFPUC  website 
www.sfwater.org,  or  by  calling  (415)  554-3165. 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13th  Floor 

San  Francisco,  CA  94102 


San  Francisco 
Water 

Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  April  22,  2014 

As  Approved  on  May  13,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Courtney,  Torres  and  Moran 

3.  Approval  of  the  Minutes  of  March  25.  2014 
On  Motion 

Ayes:  Courtney,  Torres  and  Moran 

4.  Public  Comments 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Departmental  Climate  Action  Plan  Annual  Report 

d)  SFPUC  Response  to  BAWSCA's  Perspective  on  the  Regional  Water  System 
Improvement  Program  Implementation  at  the  10-Year  Point 

e)  Formal  Protest  Letters  Received  -  Prop  218 

f)  Materials  and  Community  Feedback  for  Proposed  Rates  Package 

g)  Water  Supply  Agreement  Update 

Commissioner  Moran  requested  that  staff  review  and  respond  to  BAWSCA's  five 
recommendations,  as  received  in  the  April  22  memorandum. 

Commissioner  Moran  requested  that  staff  prepare  a  Report  Card  on  the 
environmental  programs  piloted  at  525  Golden  Gate. 

Commissioner  Moran  suggested  that  staff  look  at  the  Prop  218  protest  letters  to 
see  if  there  is  a  common  message  that  hasn't  been  effectively  communicated. 

Public  Comments 
None. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  Water  Supply  Outlook 

Vice  President  Caen  arrived  at  1:45  PM. 

Deputy  General  Manager  (DGM),  Michael  Carlin  introduced  Mr.  Steve  Ritchie, 
Assistant  General  Manager  (AGM),  Water,  who  gave  the  Water  Supply  Outlook 
update.  He  reviewed  current  water  supply  conditions  noting:  Storage  is  at  68  percent 
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of  maximum;  There  has  been  a  steady  increase  in  precipitation;  and  demand 
response  has  been  variable.  He  further  discussed  reservoir  storage  levels; 
Precipitation  and  snowpack  levels;  Weekly  deliveries  through  April  14;  Tuolumne 
River  at  LaGrange  and  water  available  to  the  SFPUC;  Water  supply  outlook;  State 
Water  Resources  Control  Board  (possible  curtailment  notices);  and  management 
actions. 

Public  Comments 
None. 

8.  BAWSCA  Update 

President  Courtney  stated  there  will  be  no  BAWSCA  update. 

9.  Consent  Calendar 

a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2667,  8-inch 
Ductile  Iron  Water  Main  Installation  and  Pavement  Renovation  of  Mission  Street, 
in  the  amount  of  $2.991 .880  to  the  lowest,  qualified,  responsible  and  responsive 
bidder.  Hernandez  Engineering.  The  proposed  action  is  the  Approval  Action  as 
defined  in  the  San  Francisco  Administrative  Code.  Chapter  31 .  (Resolution  14- 
0054) 

b)  Accept  work  performed  bv  Steve  P.  Rados.  Inc.  for  Contract  No.  WD-2665.  Bay 
Division  Reliability  Upgrade  Project  -  Bay  Division  Pipeline  No.  5.  Cordilleras 
Micro-tunnel,  for  a  total  contract  amount  of  $5.685.764:  Approve  Modification  No. 
8  (Final),  for  a  time  extension  of  366  consecutive  calendar  days  and  a  total 
contract  duration  of  719  consecutive  calendar  days:  and  authorize  final  payment 
to  the  contractor.  (Resolution  14-0055) 

c)  Approve  Modification  No.  4  to  Contract  No.  WW-541.  Southeast  Water  Pollution 
Control  Plant  Oxygen  Generation  Plant  Replacement,  with  NTK  Construction 
Inc..  to  account  for  noise  compliance  issues  that  are  affecting  the  start-up  of  the 
new  oxygen  generation  plant,  increasing  the  contract  duration  bv  180 
consecutive  calendar  days,  for  a  total  contract  duration  of  569  consecutive 
calendar  davs.  with  no  change  to  the  contract  amount.  (Resolution  14-0056) 

d)  Accept  work  performed  bv  Hartv  Pipelines  for  Contract  No.  WW-553.  As-Needed 
Main  Sewer  Replacement,  for  a  total  contract  amount  of  $2.444.174.  and  with  a 
total  contract  duration  of  365  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Resolution  14-0057) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-559R.  Fixed 
Gas  Monitoring  System  Upgrades,  in  the  amount  of  $2.484.000.  to  the  lowest. 
Qualified,  responsible  and  responsive  bidder.  U.S.  Electric  Technologies  Inc..  to 
selectively  demolish  the  existing  deficient  fixed  gas  monitoring  systems  and 
furnish  and  install  new  fixed  gas  monitoring  systems  to  the  WWE  Distributed 
Control  System  for  remote  monitoring  at  Southeast  Plant.  Bruce  Flvnn  Pump 
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Station.  Oceanside  Plant  and  Westside  Pump  Station  facilities.  (Resolution  14- 
0058) 


f)  Adopt  the  2013  San  Francisco  Bay  Area  Integrated  Regional  Water  Management 
Plan.  The  proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code  Chapter  31.  (Resolution  14-0059) 

g)  Authorize  the  General  Manager  to  submit  on  behalf  of  the  City  and  County  of 
San  Francisco,  an  application  to  the  Metropolitan  Transportation  Commission  for 
$1.000.000  in  funding  for  the  Southern  Skyline  Boulevard  Ridge  Trail  Extension 
Project  on  the  Peninsula  Watershed  in  San  Mateo  County  through  the  Priority 
Conservation  Area  Grant  Fund  Program,  and  commit  the  reguired  matching 
funds  in  the  amount  of  $3.000.000.  and  state  the  SFPUC's  assurance  to 
complete  the  project  subject  to  necessary  review  under  the  California 
Environmental  Act.  (Resolution  14-0060) 

h)  Approve  the  Water  Supply  Assessment  for  the  proposed  University  of  California. 
San  Francisco  Long  Range  Development  Plan,  pursuant  to  the  State  of 
California  Water  Code  Section  10910  etsea.  and  California  Environmental 
Quality  Act  Section  21151.9  and  CEQA  Guidelines  Section  15155.  (Resolution 
14-0061) 

i)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  license  to  the  City  of  Milpitas  to  use  approximately  157.600 
sguare  feet  for  public  street  crossings  and  surface  street  improvements  on  the 
SFPUC  property  at  Escuela  Parkway  in  Milpitas.  California  for  no  annual  use  fee. 
and  to  revoke  former  permits.  (Resolution  14-0062) 

j)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  license  to  42186  Palm  Avenue  Developers  LLC  to  use 
portions  of  SFPUC  Parcels  10.  1 1  and  13  to  install  and  maintain  three  paved 
roads  for  a  $7.500  fee.  (Resolution  14-0063)  "  ' 

Public  Comments 
None. 

On  Motion 

Ayes:  Courtney,  Caen,  Torres  and  Moran 
REGULAR  CALENDAR 

10-  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  HH- 
954R2.  Early  Intake  Switchyard  Refurbishment  Phase  I  with  Communication 
Services  Inc..  in  the  amount  of  $605.000.  and  an  increase  in  the  contract  duration 
of  up  to  77  consecutive  calendar  days.  Authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
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$3.860.894.  for  a  total  revised  contract  duration  up  to  333  consecutive  calendar 
days.  The  increase  is  due  to  design  changes  and  differing  site  conditions  that  were 
reouired  to  meet  performance  of  the  switchyard.  (Resolution  14-0064) 

AGM  Ritchie  introduced  the  agenda  item  and  recommended  approval. 

Public  Comments 
None. 

On  Motion 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

Commissioner  Vietor  arrived  at  1:54  PM. 

11.  Public  Hearing:  Discussion  and  possible  action  to  approve  the  project-level  scope, 
schedule  and  budget  of  the  March  2014  Revised  Water  System  Improvement 
Program  and  direct  staff  to  send  a  Notice  of  Change  Report  to  the  California  Joint 
Legislative  Audit  Committee,  the  California  Department  of  Public  Health  and  the 
California  Seismic  Safety  Commission  in  compliance  with  California  Assembly  Bills 
1 823  and  2437.  and  authorize  the  General  Manager  to  seek  Board  of  Supervisors' 
approval  for  the  re-appropriation  of  existing  funds  between  the  pre-designated 
funding  categories  as  needed  to  match  the  project-level  budget  allocations 
specified  in  the  proposed  March  2014  Revised  WSIP.  (Resolution  14-0065) 

Mr.  Jeet  Bajwa,  Manager,  SFPUC  Project  Management  Bureau,  stated  that  as 
required,  a  Notice  of  Change  was  filed  to  announce  proposed  scope  and  program 
changes  to  the  WSIP,  and  discussed  why  the  proposed  revisions  were  necessary. 
Mr.  Bajwa  discussed  the  program  status  for  local  and  regional  projects  by  cost  and 
number  and  provided  a  summary  of  the  revisions:  Scope  changes  to  five  projects 
(Alameda  Creek  Recapture,  Calaveras  Dam  Replacement,  Bay  Division  Reliability 
Upgrade  -  Tunnel,  and  Bioregional  Habitat  Restoration  Project);  Addition  of  one 
project  (long  term  mitigation  endowment);  Revision  on  the  Program  completion  date 
to  May  24,  2019;  and  the  revised  Program  budget  of$4,765M. 

Commissioner  Torres  questioned  why  there  was  a  delay  in  the  Bay  Tunnel  project. 
Mr.  Bajwa  replied  that  the  project  is  on  schedule  but  the  request  to  delay  is  needed 
to  save  water. 

Mr.  Bajwa  continued,  discussing  Project-level  budget  revisions,  noting  projects  with 
the  largest  cost  savings  (SVWTC  expansion  and  treated  water  reservoir,  HTWTP 
long  term  improvements,  Seismic  upgrade  BDPL  Nos.  3  and  4,  San  Joaquin 
Pipeline  System,  and  Crystal  Springs  Pipeline  No.  2);  and  those  with  the  largest 
cost  increases  (Calaveras  Dam  Replacement,  New  Irvington  Tunnel,  Regional 
Groundwater  Storage  and  Recovery,  CS/SA  Transmission  Upgrade,  and  Alameda 
Creek  Recapture  Project). 
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Commissioner  Moran  asked  about  the  range  of  water  production  associated  with 
the  reconfiguration  of  the  Recapture  Project,  remarking  that  funding  seems  to  be  at 
the  low  end  of  the  range.  Mr.  Bajwa  and  DGM  Carlin  provided  preliminary 
response.  Commissioner  Moran  requested  that  additional  information  be  included  in 
the  water  supply  discussions,  which  are  scheduled  for  the  next  meeting. 

Public  Comments 

•  Mr.  Michael  Hurley,  Water  Resources  Manager,  BAWSCA,  provided  a  written 
statement  to  the  Commission  from  Ms.  Nicole  Sandkulla. 

Commissioner  Torres  requested  that  the  statement  be  entered  into  the  record. 

Commissioner  Vietor  asked  how  response  to  the  recommendations  will  be 
provided.  DGM  Carlin  stated  the  recommendations  will  be  reviewed  by  staff  and 
written  response  will  be  provided.  In  response  to  a  follow-up  question,  DGM  Carlin 
noted  that  the  Commission  can  take  action  on  the  item  and  amend  their  filing,  if 
necessary.  Commissioner  Moran  indicated  that  it  has  been  Commission  practice  to 
review  and  consider  BAWSCA's  recommendations. 

•  Dr.  Espanola  Jackson  stated  she  does  not  oppose  the  item.  She  asked  about 
funds  received  from  Greenhouse  rent. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor,  Torres  and  Moran 

The  Commission  Secretary  called  items  12  through  16  together. 

12.  Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of  the 
San  Francisco  Public  Utilities  Commission  Retail  Water  Enterprise  for  retail  water 
service  in  San  Francisco  and  suburban  areas  to  be  effective  with  meter  readings 
beginning  July  1.  2014.  July  1.  2015,  July  1.  2016  and  July  1.  2017.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code. 
Chapter  31. 

13.  Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of  the 
San  Francisco  Public  Utilities  Commission  Wastewater  Enterprise  for  retail 
wastewater  service  in  San  Francisco  and  suburban  areas  to  be  effective  with  meter 
readings  beginning  July  1,  2014,  July  1,  2015,  July  1.  2016  and  July  1,  2017.  The 
proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code.  Chapter  31. 

14.  Public  Hearing  to  consider  and  adopt  water  and  wastewater  capacity  charges  for 
new  service,  increased  service  or  a  change  in  service  provided  by  the  Water  and 
Wastewater  Enterprises  of  the  San  Francisco  Public  Utilities  Commission,  effective 
on  or  after  July  1 ,  2014.  The  proposed  action  is  the  Approval  Action  as  defined  in 
the  San  Francisco  Administrative  Code.  Chapter  31. 


SFPUC  Minutes 
April  22,  2014 


Page  6 


15.  Public  Hearing  to  consider  and  adopt  the  connection  fees  and  miscellaneous  fees 
and  charges  related  to  the  provision  of  water  service  within  and  outside  the  City  and 
County  of  San  Francisco.  The  proposed  action  is  the  Approval  Action  as  defined  in 
the  San  Francisco  Administrative  Code.  Chapter  31 . 

Mr.  Todd  Rydstrom,  CFO  and  AG M  Business  Services,  introduced  items  12 
through  15,  stating  no  action  is  needed,  noting  that  Commission  approval  will  be 
requested  at  the  May  13  meeting. 

Ms.  Deborah  Chilvers,  Deputy  Communications  Director,  discussed  the  SFPUC's 
rates  education  and  outreach  efforts.  She  outlined  the  outreach  approach; 
foundation  setting,  which  focuses  on  three  key  messages  (high  quality  and  reliable 
service,  investment  in  aging  infrastructure,  and  commitment  to  affordable  rates  and 
transparent  rate-setting  process);  Citywide  community  presentations  (19  events  and 
98  presentations,  in  multiple  languages,  with  approximately  9,700 people  reached); 
Public  tours  of  facilities;  Rates  materials  in  multiple  languages  (available  on  website 
and  hard  copy);  Website  updates;  Media  coverage  (including  social  media);  and 
public  feedback.  She  noted  that  generally,  customers  understood  the  need  for  the 
rates  increase.  She  stated  that  92  formal  protest  letters  have  been  received  and 
formal  endorsements  were  received  from  SPUR,  Bay  Area  Council,  SF  Beautiful, 
and  BOMA. 

Vice  President  Caen  asked  if  the  formal  protest  letters  contained  any  specific 
objections.  Ms.  Chilvers  noted  that  particular  groups  (such  as  landlords)  have 
particular  concerns.  She  stated  once  people  understand  what  the  rate  increases 
are  for  they  are  in  support. 

Commissioner  Torres  asked  for  the  breakdown  of  the  letters  received.  Ms.  Chilvers 
stated  180,000  went  individual  account  holders  with  the  remainder  going  to  property 
owners  who  are  not  account  holders.  DGM  Carlin  noted  Prop  218  requirements. 

Commissioner  Torres  asked  about  the  number  of  hits  the  SFPUC  website  receives. 
Ms.  Chilvers  noted  it  is  above  average  on  the  website  and  that  social  media 
participation  is  very  high.  She  attributed  increased  participation  to  the  rim  fire  and 
sewer  system  improvement  campaigns. 

President  Courtney  requested  that  Ms.  Chilvers  come  before  the  Commission  more 
often  to  provide  updates  on  community  outreach  and  social  media  efforts. 

Ms.  Chilvers  introduced  Mr.  Robb  Grantham,  Carollo  Engineers.  Mr.  Grantham 
thanked  Patricia  McGovern  Engineering  and  SFPUC  staff  for  their  work.  He 
outlined  the  process  and  timeline  used  to  develop  an  updated  cost-of-service  study. 
He  continued  by  discussing  Independent  Financial  Modeling:  Rate  setting  process 
(revenue  requirements,  cost  allocation,  and  rate  design);  Data  collection  and 
validation;  and  financial  model  to  aid  in  forecasting  and  communication.  Mr. 
Grantham  concluded  by  presenting  Carollo's  findings:  (SFPUC  rates  comply  with 
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Prop.  218  requirements;  Agreement  with  annual  rate  increases  presented; 
Recommend  increasing  the  tier  1  break  to  4  Ccffor  single-family  residential  water 
customers;  Recommend  uniform  rate  structure  for  residential  sewer  customers 
(removal  of  tiers);  Recommend  update  to  Capacity  Charge  Calculation;  and 
establish  miscellaneous  fees  and  charges  based  on  periodic  cost-of-service  review. 

Mr.  Charles  Perl,  Deputy  CFO,  provided  a  presentation  on  the  Water  and  Sewer 
Rates  Proposal,  reviewing  the  four  items  to  be  presented:  Retail  Water  Rates; 
Retail  Wastewater  Rates;  Capacity  Charges;  and  Connection  fees,  miscellaneous 
fees  and  charges.  He  noted  documents  that  were  provided  to  the  Commission. 

Mr.  Perl  outlined  the  proposed  rate  changes,  stating  these  changes  either  involve 
the  "math"  or  "structure"  of  rates.  He  reviewed  the  rate  setting  timeline,  indicating 
the  process  began  one  year  ago  with  the  selection  of  the  independent  consultant, 
Carollo.  He  said  that  if  approved,  the  new  rates  would  become  effective  July  1 
2014. 

Mr.  Perl  continued  by  discussing  the  proposed  residential  Water  Retail  Rate 
Structure  changes,  which  would  increase  water  Tier  1  from  3  to  4  units  (+748 
gallons)  for  single  family  residential  customers,  which  would  better  represent 
average  usage.  He  reviewed  the  monthly  water  consumption  profile,  noting  no 
change  is  being  proposed  to  multi-family  residential  tiers. 

The  second  proposed  change  discussed  was  to  the  interruptible  water  rates  for 
irrigation  customers  only.  He  stated  capital  costs  would  be  included  (not  currently), 
and  that  large  storage  costs  are  excluded.  In  response  to  a  question  from 
Commissioner  Moran,  Mr.  Perl  indicated  that  to  his  knowledge  no  one  has  ever 
been  interrupted.  He  stated  that  criteria  are  being  developed  with  the  Water 
Enterprise.  Commissioner  Vietor  asked  that  the  criteria  be  brought  back  to  the 
Commission.  Brief  discussion  ensued  on  elasticity,  usage,  and  fixed  and  variable 
costs. 

Mr.  Perl  discussed  proposed  changes  to  fire  service  charges  related  to  the  metered 
fire  suppression  systems  in  multi-family  and  commercial  buildings,  and  the  fee  to 
pay  for  the  capacity  of  the  system  water  needed  to  fight  a  fire.  He  noted  the  2014 
study  includes  an  allocation  for  customer  service  costs  and  assumes  the  same 
hydraulic  capacity  for  fire  service  meters  and  potable  water  meters,  which  will  help 
with  equity. 

Mr.  Perl  explained  the  proposed  change  to  the  residential  Wastewater  Rate 
Structure  which  recommends  phasing  out  all  tiers  for  all  customers  by  year  four.  He 
discussed  peaking  costs  and  the  difficulty  in  tying  the  peaks  to  a  particular 
customer  class.  He  noted  the  SFPUC  is  the  only  utility  that  has  a  tiered  wastewater 
structure  and  the  change  would  bring  San  Francisco  in-line  with  other  California 
utilities. 
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Mr.  Perl  reviewed  the  Water  and  Wastewater  Low  Income  Discount  Programs 
(Community  Assistance  Program;  Low  Income  Non-Profit  Housing;  and  Community 
Housing  Program).  Commissioner  Moran  asked  how  people  who  are  not  included  in 
a  categorical  discount  program,  and  for  whom  the  rate  increase  will  be  a  burden, 
are  covered,  and  if  they  discount  programs  could  be  expanded.  Mr.  Perl  will  report 
back. 

Mr.  Perl  then  reviewed  the  estimated  average  single  family  monthly  combined  bill 
and  provided  a  combined  bill  comparison.  He  noted  that  the  bill,  as  a  percent  of 
household  income,  would  increase  from  1.3  percent  to  1.6  percent  over  four  years, 
and  that  staff  works  hard  to  maintain  affordability.  In  response  to  a  question  from 
Commissioner  Torres,  Mr.  Perl  noted  that  the  proposed  rate  increase  was  above 
the  rate  of  inflation.  He  discussed  the  average  monthly  water/sewer  bill  as 
compared  to  other  California  jurisdictions,  based  on  estimated  actual  usage  by 
jurisdiction.  Mr.  Perl  noted  that  direct  peer  cities  are  Oakland  and  San  Jose. 

Mr.  Perl  turned  to  discussing  Water  and  Wastewater  capacity  charges,  which  are 
charges  to  customers  that  have  new  or  increasing  service  demands  from  the 
existing  water  or  wastewater  system.  He  noted  the  proposed  changes  are  needed 
to  streamline  the  application,  calculation,  and  collection  process  for  the  charges, 
which  would  tie  the  water  and  sewer  charges  to  the  water  meter  size.  He  discussed 
the  current  and  proposed  charges. 

Mr.  Perl  discussed  Water  and  Wastewater  Connection  and  Miscellaneous  fees, 
noting  two  proposed  new  fees:  No-Reporting  Penalty  Fee  and  the  Manual  Meter 
Reading  Fee. 

Mr.  Perl  touched  on  the  Ratepayer  Assurance  Scorecard  and  the  Notice  to 
Ratepayers  (Prop  218  Notice),  stating  that  copies  of  the  Notice  was  available. 

Mr.  Perl  concluded  by  thanking  his  team  for  their  work.  He  introduced  Mr.  Kevin 
Cheng,  Chair,  Rate  Fairness  Board  (RFB). 

16.  Presentation  bv  the  Rate  Fairness  Board  (RFB):  Report  on  proposed  rates,  fees 
and  charges  for  retail  water  service  and  retail  wastewater  service,  water  and 
wastewater  capacity  charges  and  miscellaneous  fees  and  charges. 

Mr.  Cheng  provided  a  brief  background  on  the  history  of  the  RFB  and  reviewed 
current  members.  Commissioner  Torres  thanked  Mr.  Cheng  and  the  RFB  for  their 
work.  Mr.  Cheng  indicated  that  since  July  the  RFB  has  held  10  public  hearings  on 
the  proposed  rates  -  seven  regarding  rates  and  three  to  deliberate.  He  stated  that 
there  were  multiple  rate  objectives  considered,  both  qualitative  and  quantitative,  to 
determine  if  the  proposed  rates  are  fair.  He  noted  the  extensive  SFPUC  community 
outreach  efforts  and  that  comments  received  were  reviewed  by  the  RFB,  stating 
that  comments  received  were  incorporated  into  the  RFB  recommendations  and 
findings.  He  provided  a  brief  summary  of  the  feedback  and  said  that  customers 
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understand  the  need  for  proposed  rate  increases,  but  expressed  concern  that 
increases  are  significant. 

In  response  to  a  question  from  Commissioner  Vietor,  Mr.  Cheng  stated  that  the 
comments  received  were  sent  to  SFPUC  staff.  Ms.  Chilvers  indicated  that  most  of 
the  comments  at  the  RFB  hearings  were  verbal  and  were  responded  at  the  time 
received.  She  noted  that  email  questions  also  received  response.  She  stated  that 
Prop  218  formal  protests  were  incorporated  into  the  feedback,  but  did  not  receive 
response  and  have  historically  not  received  response.  Mr.  Cheng  said  that 
questions  directed  to  SFPUC  staff  received  response. 

Mr.  Cheng  outlined  the  RFB  observations:  Proposed  rates  are  technically  fair; 
Proposed  rates  support  projected  expenditures  for  Water  and  Wastewater 
Enterprises;  Included  some  changes  to  the  rates  structure;  and  the  RFB  has 
confidence  in  the  process. 

He  discussed  concerns  and  issues  of  the  RFB:  The  method  for  developing  fire 
service  rates  has  changed  in  the  past  two  rate  studies;  Proposed  rates  may 
increase  the  need  for  low-income  assistance;  and  multi-family  buildings  with  one 
meter  may  limit  conservation  efforts. 

Mr.  Cheng  presented  the  RFB  recommendations:  RFB  recommends  rates  as 
proposed  by  staff;  RFB  recommends  sufficient  detail  in  consultant  and  staff  reports 
to  provide  clear  references  for  subsequent  rate  studies;  Develop  additional  Prop 
218  compliant  funding  for  low-income  assistance  programs;  and  enlist  a  study  of 
current  and  possible  future  conservation  signals  for  multi-family  buildings. 

Commissioner  Moran  thanked  Mr.  Cheng  and  the  RFB  for  their  work  and  service. 
President  Courtney  concurred. 

Public  Comments 

•  Dr.  Espanola  Jackson  expressed  concerns  with  affordability,  especially  for 
retirees  and  those  on  fixed  incomes. 

President  Courtney  stated  that  the  issue  of  affordably  must  be  addressed  and  he 
encouraged  discussion  and  a  transparent  process.  He  noted  that  state  of  the  art 
facilities  must  be  delivered  to  communities  in  need. 

•  Laura  Tarn,  SPUR,  spoke  in  support  of  the  rates  package.  She  discussed 
seismic  reliability  and  sustainability;  diverse  water  supply;  good  planning  for 
public  benefit;  and  an  eagerness  for  the  expansion  of  the  customer  assistance 
and  multi-family  programs. 

•  Adrian  Covert,  Bay  Area  Council,  spoke  in  support  of  the  rates  package  and 
presented  a  letter  from  the  Council. 

•  Hiroshi  Fukuda,  Chair,  Coalition  for  San  Francisco  Neighborhoods,  stated  the 
Coalition  doesn't  believe  the  rate  increase  is  acceptable.  He  stated  the  water 
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supply  is  inadequate  to  service  new  high  rise  and  housing  construction,  and 
encouraged  close  work  with  the  Planning  Commission. 

•  Lorraine  Lucas,  Coalition  for  San  Francisco  Neighborhoods,  Water  Task  Force, 
read  a  Resolution  passed  by  the  Coalition. 

•  Joan  Girardot,  Coalition  for  San  Francisco  Neighborhoods,  stated  the  average 
bill  comparison  is  skewed  and  the  use  of  tiered  rates  is  unfair  to  families  and 
maybe  illegal. 

President  Courtney  requested  that  prior  to  the  May  13  meeting  staff  prepare  a  memo 
addressing  potential  legal  issues  with  tiered  rates. 

Commissioner  Moran  requested  that  items  be  calendared  to  look  at  possible  changes  to 
the  rate  structure  in  order  to  bring  the  revenue  structure  in-line  with  the  expenditure 
structure  to  increase  fixed  charges  and  eliminate  tiers  on  the  variable  section. 

•  Mode  Bamaca  stated  that  the  rates  increases  would  be  hard  for  low  income 
families.  She  indicated  she  had  not  received  information  on  rates  increases  and 
wants  to  learn  more. 

•  Judy  Berkowitz,  President,  Coalition  for  San  Francisco  Neighborhoods,  stated 
she  attended  several  RFB  Meetings.  She  referred  to  the  Resolution  Ms.  Lucas 
read.  She  expressed  concern  with  non-profit  organizations  receiving  SFPUC 
funds,  stating  funding  should  come  from  the  General  Fund. 

In  response  to  a  question  from  Commissioner  Vietor,  Ms.  Berkowitz  stated  that  the 
Coalition  is  not  requesting  that  funding  stop,  but  rather  that  funding  be  cut  back,  while 
other  funding  sources  are  explored.  Commissioner  Vietor  expressed  support  for  the 
programs  and  stated  more  outreach  and  education  needs  to  be  done.  She  referred  to 
SFPUC  Community  Benefits  Policy.  Ms.  Berkowitz  stated  their  concern  is  not  with  the 
funding  itself,  but  that  the  funding  source  is  the  SFPUC  rather  than  the  General  Fund. 

President  Courtney  continued  items  12,  13,  14  and  15  to  the  May  13  meeting. 

17.  Presentation  and  discussion  regarding  proposed  Wholesale  Revenue  Requirement 
and  rate  schedule  for  FYE  201 5. 

Mr.  Perl  stated  that  the  Wholesale  Water  Rates  are  contractual  and  that  the  rate- 
setting  process  is  dictated  by  the  Agreement.  He  reviewed  key  trends  and  budget 
impact  for  water  usage,  projecting  a  slight  decline  in  water  sales  due  to 
conservation  efforts;  Wholesale  Water  Revenue  requirement;  Wholesale  Rates  - 
historical  and  projected  increases;  Wholesale  Rates  (lower  than  projected  one  year 
ago),  and  cost  per  gallon  delivered/treated;  Wholesale  Rate  structure;  and 
Untreated  Water  Rate  discount. 

In  response  to  a  question  from  Commissioner  Torres,  Mr.  Perl  stated  that  the  Retail 
Rate  tiered  structure  is  for  equity  and  that  those  who  use  more  pay  more.  He 
clarified  that  the  Wholesale  Rates  have  no  tiers. 
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Public  Comments 
None. 

The  Commission  Secretary  called  items  18,  19  and  20  together. 

18.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchv  10-Year 
Financial  Plan  for  FY  2014-15  through  FY  2023-24. 

19-  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchv  10-Year 
Capital  Plan  for  FY  2014-15  to  FY  2023-24. 

20.  Public  Hearing  to  consider  the  adoption  of  the  two-year  Capital  Budget,  and 

Supplemental  Appropriation  for  the  Hetch  Hetchv  Water  and  Power,  including  the 
Power  Enterprise  of  the  San  Francisco  Public  Utilities  Commission  for  FY  2014-15 
and  FY  2015-16:  and  Authorize  and  direct  the  General  Manager  to  submit  to  the 
Board  proposed  Ordinance  authorizing:  (1)  the  issuance  of  not  to  exceed 
$268,624.656  aggregate  principal  amount  of  Water  Revenue  Bonds  provided, 
however,  the  issuance  of  such  Bonds  shall  be  subject  to  the  terms  of  Proposition  E: 
and  (2)  the  issuance  of  not  to  exceed  $136.687,928  aggregate  principal  amount  of 
Power  Revenue  Bonds,  subject  to  the  terms  of  Charter  Section  9.107(81 

Mr.  Rydstrom  provided  a  general  introduction  noting  the  need  for  balance.  He 
continued  by  recapping  the  Fiscal  Cliff,  touching  on  longer-term  alternatives  and 
sources;  Background  (historical  context);  Nine-month  report  (current  year  update); 
Bridging  shortfall  (projection  update,  recommendations,  cuts,  deferrals,  updates); ' 
Going  forward  (staying  balanced);  and  Next  steps. 

Commissioner  Vietor  requested  clarification  on  the  timeline  and  when  decisions 
need  to  be  made,  which  Mr.  Carlin  provided. 

Commissioner  Moran  noted  that  when  the  budget  was  adopted  there  was 
discussion  on  the  Fiscal  Cliff  and  that  progress  has  been  made  on  developing  a 
plan.  He  stated  that  City  Hall  needs  to  be  willing  to  increase  General  Fund  rates 
before  a  plan  can  be  adopted. 

Public  Comments 

•  Joan  Girardot  asked  if  the  Charter  Provision  still  exists  that  requires  while  assets 
are  being  depreciated  there  is  a  set-aside  of  funds.  City  Attorney  Noreen 
Ambrose  stated  that  the  Charter  provision  is  the  same  as  amended  by  the  voters 
in  2002.  Ms.  Girarodt  asked  how  much  money  is  available  in  the  fund,  which  Mr. 
Rydstrom  provided. 

President  Courtney  continued  items  18,  19,  20  to  the  May  13  meeting. 

The  Commission  Secretary  read  Closed  Session  items,  noting  items  23,  24,  25,  and  28 
were  removed  from  calendar. 
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21.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

•  Lorraine  Lucas,  Coalition  for  San  Francisco  Neighborhoods,  expressed  support 
for  item  27. 

22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT: 

Ayes:  Courtney,  Caen,  Vietor,  Torres  and  Moran 
CLOSED  SESSION 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 
Anticipated  Litigation  as  Plaintiff 

27.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 
Property: 

Francisco  Reservoir  Tract,  bounded  by  Hyde,  Larkin  and  Bay  Streets,  in  San 
Francisco 

Persons  Negotiating: 


SFPUC  Minutes 
April  22,  2014 


Page  13 


Harlan  Kelly,  Jr.,  San  Francisco  Public  Utilities  Commission 
Phil  Ginsburg,  San  Francisco  Recreation  and  Park  Department 
Under  Discussion:  Proposed  Terms  of  Payment  and  Price 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

29.  Announcement  following  Closed  Session 

President  Courtney  announced  that  no  action  was  taken  during  Closed  Session. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  to  Disclose 

Ayes:  Courtney,  Caen,  Vietor,  Torres  and  Moran 

31.  Other  new  business. 
None. 

President  Courtney  adjourned  the  meeting  at  5:17  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0054 


WHEREAS,  Water  Enterprise  Local  Conveyance/Distribution  System  Program,  and 
Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WD- 
2667,  8-inch  Ductile  Iron  Water  Main  Installation  and  Pavement  Renovation  on  Mission  Street 
was  advertised  on  December  19,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $2,700,000  and  the  Engineer's  Estimate  is 
$2,700,000  for  this  construction  contract  work  to  install  approximately  3,950  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  On  January  6,  2012,  the  Environmental  Review  Officer  determined  that 
Project  No.  CUW280,  8-inch  Ductile  Iron  Water  Main  Replacement  and  Pavement  Renovation 
on  Mission  Street  is  statutorily  exempt  under  California  Environmental  Act  (CEQA)  Guidelines 
Section  15282(k)  and  Public  Resources  Code  Section  21080.21  for  pipeline  replacement  less 
than  one  mile;  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  February  13,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  the  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Hernandez  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  utilize 
18.38%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280,  8-inch  Ductile  Iron  Water 
Main  Replacement  and  Pavement  Renovation  on  Mission  Street;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program,  and  DPW  Pavement 
Renovation  Program-funded  Contract  No.  WD-2667  8-inch  Ductile  Iron  Water  Main 
Replacement  and  Pavement  Renovation  on  Mission  Street,  in  the  amount  of  $2,991,880,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Hernandez  Engineering. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0055 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2665  Bay  Division  Reliability  Upgrade 
Project  -  Bay  Division  Pipeline  No.  5(BDPL5),  Cordilleras  Micro-tunnel,  by  the  contractor, 
Steve  P.  Rados,  Inc.;  and 

WHEREAS,  On  December  13,  2011,  by  Resolution  No.  11-0193,  this  Commission 
awarded  Contract  No.  WD-2665  BDPL5,  Cordilleras  Micro-tunnel,  in  the  amount  of  $5,251,100, 
to  the  lowest,  qualified  responsible  and  responsive  bidder,  Steve  P.  Rados,  Inc.,  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  February  13, 
2012,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  719  consecutive  calendar  days  on  January  31,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,251,100  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $24,663  for  Pipe  Storage  costs  and 
increased  the  contract  amount  to  $5,275,763;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $20,000  for  sewer  bypass  costs  and 
increased  the  contract  amount  to  $5,295,763;  and 

WHEREAS,  Modification  No.  3  was  issued  for  ($13,469)  for  reduction  in  landscaping 
revisions  and  decreased  the  contract  amount  to  $5,282,294;  and 

WHEREAS,  Modification  No.  4  was  issued  for  $41,970  for  driveway  restoration  and 
increased  the  contract  amount  to  $5,324,264;  and 

WHEREAS,  Modification  No.  5  was  issued  for  $188,067  for  hard  rock  at  jacking  pit  and 
increased  the  contract  amount  to  $5,512,331;  and 

WHEREAS,  Modification  No.  6  was  issued  for  $173,433  for  final  accounting  and  hard 
tunneling  claim  settlement  and  increased  the  contract  amount  to  $5,685,764;  and 

WHEREAS,  Modification  No.  7  was  issued  for  a  time  reduction  of  12  consecutive 
calendar  days  to  revise  the  Notice-to-Proceed  date  and  completion  duration  and  to  decrease  the 
contract  duration  to  353  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  8  is  being  requested  for  a  time  extension  of  366 
consecutive  calendar  days  to  complete  claim  negotiations  with  the  contractor  and  to  increase  the 
contract  duration  to  719  consecutive  calendar  days;  and 


WHEREAS,  The  contractor  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  (CMD)  subcontracting  goals  of  5%  Local  Business  Enterprise  (LBE) 
submitted  for  this  contract,  by  utilizing  a  project  total  LBE  participation  of  6.52%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36802  BDPL5;  now,  therefore, 

be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WSIP-funded 
Contract  No.  WD-2665  BDPL5,  Cordilleras  Micro-tunnel  for  a  total  contract  amount  of 
$5,685,764,  approves  Modification  No.  8  (Final),  for  a  time  extension  of  366  consecutive 
calendar  days  and  a  total  contract  duration  of  719  consecutive  calendar  days;  and  authorizes  final 
payment  to  the  contractor,  Steve  P.  Rados,  Inc. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

0/1  a  c<~  .  yiJor  i  -»  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0056 


WHEREAS,  On  December  11,  2012,  per  Resolution  No.  12-0226,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program- 
Funded  (SSIP)  Contract  No.  WW-541,  Southeast  Water  Pollution  Control  Plant  (SEP)  Oxygen 
Generation  Plant  Replacement,  to  NTK  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  23, 
2013; and 

WHEREAS,  The  original  contract  amount  was  for  $9,476,360  and  the  original  contract 
duration  was  300  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $56,583  to  reduce  the  blower  pad  height, 
increasing  the  contract  amount  to  $9,532,943,  and  a  time  extension  of  7  consecutive  calendar 
days  to  account  for  the  delay  in  fabrication  due  to  the  change  in  the  blower  pad  height,  increasing 
the  contract  duration  to  307  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  ($61,488)  to  remove  pile  testing  and 
redundant  breakers  scope,  decreasing  the  contract  amount  to  $9,471,455,  and  a  time  extension  of 
22  consecutive  calendar  days  to  account  for  the  cancelation  of  planned  shutdown  due  to  plant 
process  issues,  increasing  the  contract  duration  to  329  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  was  issued  for  ($55,101)  to  deduct  change  order  for 
PVC  in  lieu  of  PGRS,  decreasing  the  contract  amount  to  $9,416,354,  and  a  time  extension  of  60 
consecutive  calendar  days  to  account  for  potential  electrical  code  compliance  requirements  and 
coordination  related  to  electrical  service  to  the  new  oxygen  generation  plant,  increasing  the 
contract  duration  to  389  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  4  is  being  requested  for  a  time  extension  of  180 
consecutive  calendar  days  to  account  for  noise  compliance  issues  that  are  affecting  the  start-up  of 
the  new  oxygen  generation  plant,  increasing  the  contract  duration  to  569  consecutive  calendar 
days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  8%  Local  Business 
Enterprise  (LBE)  participation  were  originally  established  for  this  construction  contract  and  the 
contractor  committed  to  utilize  1 1.8%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPSE01,  SEP  Oxygen 
Generation  Plant;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  4  to  WWE,  SSIP 
Contract  No.  WW-541,  SEP_Oxygen  Generation  Plant  Replacement,  with  NTK  Construction 
Inc.,  to  account  for  noise  compliance  issues  that  are  affecting  the  start-up  of  the  new  oxygen 
generation  plant,  increasing  the  contract  duration  by  180  consecutive  calendar  days,  for  a  total 
contract  duration  of  569  consecutive  calendar  days. 

7  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0057 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-553,  As-Needed  Main  Sewer 
Replacement,  by  the  contractor,  Harty  Pipelines;  and 

WHEREAS,  On  September  11,  2012,  by  Resolution  No.  12-0160,  this  Commission 
awarded  Contract  No.  WW-553,  As-Needed  Main  Sewer  Replacement,  in  the  amount  of 
$2,983,550,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Harty  Pipelines;  and 

WHEREAS,  The  constaiction  contract  Notice  To  Proceed  date  was  set  for  November  5, 
2012,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  365  consecutive  calendar  days  on  November  4,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,983,550  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  ($539,376)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  sewer  replacement  work  under  bid  item  allowances, 
decreasing  the  contract  amount  to  $2,444,174;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  made  a 
good  faith  effort  to  comply  with  the  13.1%  Local  Business  Enterprise  (LBE)  submitted  for  this 
contract.  Due  to  a  decrease  in  the  LBE  sub-contractors  respective  scopes  of  work  (paving  and 
concrete,  sawcutting,  mortaring  work,  and  hauling),  final  quantities  were  lower  than  the 
quantities  listed  at  the  time  of  bid,  impacting  the  LBE's  overall  participation,  thus  the  contractor 
utilized  a  5.26%  LBE  participation.;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC64,  As-Needed  Main 
Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Harty  Pipelines 
for  WWE,  CEP  funded  Contract  No.  WW-553,  As-Needed  Main  Sewer  Replacement,  for  a  total 
contract  amount  of  $2,444,174,  and  with  a  total  contract  duration  of  365  consecutive  calendar 
days;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

QDJLA  i3ilhmL==  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0058 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  &  Replacement  (R&R)  Treatment 
Facilities  Program-Funded  Contract  No.  WW-559R,  Fixed  Gas  Monitoring  System  Upgrades 
was  advertised  on  February  21,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $3,000,000  and  the  Engineer's  Estimate  is 
$2,900,000  for  this  construction  contract  work  to  selectively  demolish  the  existing  deficient  fixed 
gas  monitoring  systems  and  furnish  and  install  new  fixed  gas  monitoring  systems  to  the  WWE 
Distributed  Control  System  for  remote  monitoring  at  Southeast  Plant,  Bruce  Flynn  Pump  Station, 
Oceanside  Plant  and  Westside  Pump  Station  facilities;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  on  October  17,  2012  the  Bureau  of  Environmental  Management  concluded 
that  the  proposed  Project  No.  CWWRNRTF30,  Fixed  Gas  Monitoring  Upgrades,  does  not  meet 
the  definition  of  a  "project"  under  CEQA  Guidelines  Section  15378  ;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  March  13,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  U.S.  Electric  Technologies 
Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  10%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  utilize 
12.08%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF30  WWE  Renewal  and 
Replacement  (R&R)  Treatment  Facilities  Program;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Treatment  Facilities  Program-Funded  Contract  No.  WW-559R,  Fixed  Gas 
Monitoring  System  Upgrades,  in  the  amount  of  $2,484,000,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  U.S.  Electric  Technologies  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0059 


WHEREAS,  The  State  electorate  has  approved  multiple  statewide  bond  measures  since 
2000  to  fund  water  and  natural  resource  projects  and  programs,  including  $5.4  billion  under 
Proposition  84,  of  which  $1  billion  has  been  devoted  to  projects  that  are  part  of  an  Integrated 
Regional  Water  Management  Plan  (IRWMP);  and 

WHEREAS,  The  benefits  of  integrated  planning  for  water  resources  management 
activities  increased  efficiency  or  effectiveness,  enhanced  collaboration  across  agencies  and 
stakeholders,  and  improved  responsiveness  to  regional  needs  and  priorities;  and 

WHEREAS,  State  statute  and  guidelines  require  that  before  grant  funds  will  be  provided 
for  water  management  projects  that  are  part  of  the  IRWMP,  the  governing  boards  of  participating 
agencies  must  adopted  the  IRWMP;  and 

WHEREAS,  The  SFPUC  participated  in  the  development  of  a  Bay  Area  IRWMP  with 
other  Bay  Area  water  agencies,  wastewater  agencies,  stormwater  and  flood  protection  agencies, 
and  watershed  management  groups;  and 

WHEREAS,  Several  of  the  agencies  participating  in  the  Bay  Area  IRWMP  have  jointly 
submitted  a  grant  application  for  state  consideration  where  one  condition  of  funding  requires  the 
Bay  Area  IRWMP  to  be  adopted  by  May  11,  2014;  and 

WHEREAS,  The  Bay  Area  agencies  that  received  grant  funding  in  previous  grant  rounds 
did  adopt  the  2006  Bay  Area  IRWMP  before  such  funds  were  received;  and 

WHEREAS,  More  recent  state  statutes  and  guidelines  require  that  the  Bay  Area  IRWMP 
be  updated  before  agencies  may  receive  future  IRWM  grant  funding;  and 

WHEREAS,  A  grant  was  received  to  update  the  Bay  Area  IRWMP,  and  the  update  was 
completed  in  the  fall  of  2013  and  the  2013  Bay  Area  IRWMP  was  submitted  to  the  CA 
Department  of  Water  Resources  in  January  2014;  and 

WHEREAS,  The  draft  2013  Bay  Area  IRWMP  was  made  available  for  public  review  and 
comment  from  August  21,  2013  through  September  3,  2013;  and 

WHEREAS,  The  2013  Bay  Area  IRWMP  incorporates  changes  based  on  comments 
received  during  the  public  review  period  in  the  areas  of  environmental  justice,  technical  project 
data,  and  other  elements  of  the  Plan;  and 

WHEREAS,  The  2013  Bay  Area  IRWMP  provides  an  implementation  framework  that 
calls  for  tracking  accomplishments,  developing  lists  of  prioritized  projects,  and  periodically 
updating  the  Bay  Area  IRWMP  as  conditions  warrant,  providing  funding  and  resources  are 
available  to  carry  out  these  activities;  and 

WHEREAS,  Adoption  of  the  Bay  Area  IRWMP  does  not  entail  a  direct  commitment  of 
resources,  and  implementation  of  each  project  will  be  the  responsibility  of  the  project  proponent 


and  any  applicable  project  partners,  and  there  is  no  joint  commitment  or  responsibility  by  the 
2013  Bay  Area  ERWMP  participants  to  implement  any,  or  all  of  the  projects;  and 

WHEREAS,  On  April  4,2014  the  Environmental  Review  Officer  concurred  with  the 
Bureau  of  Environmental  Management  that  the  2013  Bay  Area  IRWMP  is  exempt  from 
environmental  review  according  to  California  Environmental  Quality  Act  (CEQA)  Guidelines 
Section  15262  (Feasibility  and  Planning  Studies);  and 

WHEREAS,  The  2013  Bay  Area  IRWMP  is  meant  to  be  complementary  to  participating 
agencies'  individual  plans  and  programs,  and  does  not  supersede  such  plans  and  programs,  and 
adoption  of  the  2013  Bay  Area  IRWMP  does  not  prohibit  nor  affect  in  any  way  a  participating 
agency's  planning  efforts  separate  from  the  IRWMP;  now,  therefore,  be  it 

RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  does  hereby  adopt  the 
2013  Bay  Area  Integrated  Regional  Water  Management  Plan. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0060 


WHEREAS,  The  SFPUC  considered  The  Southern  Skyline  Blvd.  Ridge  Trail  Extension 
alignment  (Alternative  A/B:  Programmatic  Skyline  Blvd  alignment)  at  the  programmatic  level 
as  one  of  the  six  access  alternatives  in  the  final  2001  SFPUC  Peninsula  Watershed  Management 
Plan  Spring  2002  adopted  June  26,  2001(SFPUC  Resolution  01-0140);  and 

WHEREAS,  The  SFPUC  adopted  Alternative  E  as  the  preferred  access  alternative  for  the 
Fifield-Cahill  Ridge  trail  program;  of  which  the  "Skyline  Trail"  is  the  southern  extension  and 
amended  and  finalized  the  Peninsula  Watershed  Management  Plan  on  December  18,  2002 
(SFPUC  Resolution  02-0265);  and 

WHEREAS,  The  SFPUC;  in  order  to  defray  costs  of  the  project;  directed  staff  to  seek 
additional  funding  opportunities  from  sources  such  as  grants,  contributions,  or  cooperative 
funding  agreements  with  governmental  agencies  or  other  entities  interested  in  jointly  funding  the 
Fifield-Cahill  Ridge  Trail  program  (SFPUC  Resolution  02-0265);  and 

WHEREAS,  The  Southern  Skyline  Blvd  Ridge  Trail  Extension  project  was 
recommended  by  State  Coastal  Conservancy  (SCC),  Metropolitan  Transportation  Commission 
(MTC)  and  the  Association  of  Bay  Area  Government  staff  for  funding  in  the  amount  of 
$1,000,000  through  the  Priority  Conservation  Area  Grant  Program  which  supports  the  "Plan  Bay 
Area  "  a  long-range  transportation  and  land-use/housing  plan  for  the  San  Francisco  Bay  Area  and 
the  SCC  board  determined  the  project  would  receive  Federal  Highway  Transportation  grant 
funds  and  the  SCC  recommended  that  the  project  be  considered  for  inclusion  in  the  MTC 
Transportation  Improvement  Program;  and 

WHEREAS,  The  SFPUC  is  submitting  an  application  to  the  MTC  for  $1,000,000  in 
funding  assigned  to  MTC  for  programming  discretion,  including  but  not  limited  to  federal 
funding  administered  by  the  Federal  Highway  Administration  (FHWA)  such  as  Surface 
Transportation  Program  (STP)  funding,  Congestion  Mitigation  and  Air  Quality  Improvement 
(CMAQ)  funding  and/or  Transportation  Alternatives  (TA)  funding  (herein  collectively  referred 
to  as  REGIONAL  DISCRETIONARY  FUNDING)  for  the  Southern  Skyline  Boulevard  Ridge 
Trail  Extension  (Skyline  Trail)  Project  (herein  referred  to  as  PProject)  for  the  Priority 
Conservation  Area  Grant  Fund  Program  (herein  referred  to  as  PROGRAM);  and 

WHEREAS,  The  Moving  Ahead  for  Progress  in  the  21st  Century  Act  (Public  Law  112- 
141,  July  6,  2012)  and  any  extensions  or  successor  legislation  for  continued  funding 
(collectively,  MAP  21)  authorize  various  federal  funding  programs  including,  but  not  limited  to 
the  Surface  Transportation  Program  (STP)  (23  U.S.C.  §  133),  the  Congestion  Mitigation  and  Air 
Quality  Improvement  Program  (CMAQ)  (23  U.S.C.  §  149)  and  the  Transportation  Alternatives 
Program  (TA)  (23  U.S.C.  §  213);  and 

WHEREAS,  State  statutes,  including  California  Streets  and  Highways  Code  182.6  and 
182.7  provide  various  funding  programs  for  the  programming  discretion  of  the  Metropolitan 


Planning  Organization  (MPO)  and  the  Regional  Transportation  Planning  Agency  (RTPA);  and 

WHEREAS,  Pursuant  to  MAP-21,  and  any  regulations  promulgated  thereunder,  eligible 
project  sponsors  wishing  to  receive  federal  funds  for  a  project  shall  submit  an  application  first 
with  the  appropriate  MPO  for  review  and  inclusion  in  the  MPO's  Transportation  Improvement 
Program  (TIP);  and 

WHEREAS,  MTC  is  the  MPO  and  RTPA  for  the  nine  counties  of  the  San  Francisco  Bay 
region;  and 

WHEREAS,  MTC  has  adopted  a  Regional  Project  Funding  Delivery  Policy  (MTC 
Resolution  No.  3606,  revised)  that  sets  out  procedures  governing  the  application  and  use  of 
federal  funds;  and 

WHEREAS,  This  action  does  not  constitute  a  "project"  under  California  Environmental 
Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment,  and  environmental  review  would  be  completed  under  CEQA  prior  to  subsequent 
action  by  this  Commission  to  approve  the  project  or  award  of  a  construction  contract  to 
implement  the  project;  and 

WHEREAS,  The  SFPUC  is  an  eligible  sponsor  for  REGIONAL  DISCRETIONARY 
FUNDING;  and 

WHEREAS,  As  part  of  the  application  for  REGIONAL  DISCRETIONARY  FUNDING, 
MTC  requires  a  resolution  adopted  by  the  responsible  implementing  agency  stating  the 
following: 

1.  the  commitment  of  any  required  matching  funds;  and 

2.  that  the  sponsor  understands  that  the  REGIONAL  DISCRETIONARY  FUNDING  is 
fixed  at  the  programmed  amount,  and  therefore  any  cost  increase  cannot  be  expected 
to  be  funded  with  additional  REGIONAL  DISCRETIONARY  FUNDING;  and 

3.  that  the  project  will  comply  with  the  procedures,  delivery  milestones  and  funding 
deadlines  specified  in  the  Regional  Project  Funding  Delivery  Policy  (MTC 
Resolution  No.  3606,  revised);  and 

4.  the  assurance  of  the  sponsor  to  complete  the  Project  as  described  in  the  application, 
subject  to  environmental  clearance,  and  if  approved,  as  included  in  MTC's  federal 
Transportation  Improvement  Program  (TIP);  and 

5.  that  the  project  will  comply  with  all  project-specific  requirements  as  set  forth  in  the 
PROGRAM;  and 

6.  that  the  project  (transit  only)  will  comply  with  MTC  Resolution  No.  3866,  revised, 
which  sets  forth  the  requirements  of  MTC's  Transit  Coordination  Implementation 
Plan  to  more  efficiently  deliver  transit  projects  in  the  region;  now,  therefore,  be  it 

RESOLVED,  That  the  SFPUC  is  authorized  to  execute  and  file  an  application  for  funding 
for  the  Project  for  REGIONAL  DISCRETIONARY  FUNDING  under  MAP-21  for  continued 
funding;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  by  adopting  this  resolution  does  hereby  state 

that: 


1.  The  SFPUC  will  provide  any  required  matching  funds  subject  to  completion  of 
necessary  environmental  review  under  CEQA  and  Project  approval;  and 

2.  The  SFPUC  understands  that  the  REGIONAL  DISCRETIONARY  FUNDING  for  the 
Project  is  fixed  at  the  MTC  approved  programmed  amount,  and  that  any  cost 
increases  must  be  funded  by  the  SFPUC  from  other  funds,  and  that  the  SFPUC  does 
not  expect  any  cost  increases  to  be  funded  with  additional  REGIONAL 
DISCRETIONARY  FUNDING;  and 

3.  The  SFPUC  understands  the  funding  deadlines  associated  with  these  funds  and  will 
comply  with  the  provisions  and  requirements  of  the  Regional  Project  Funding 
Delivery  Policy  (MTC  Resolution  No.  3606,  revised)  and  the  SFPUC  has,  and  will 
retain  the  expertise,  knowledge  and  resources  necessary  to  deliver  federally-funded 
transportation  projects,  and  has  assigned,  and  will  maintain  a  single  point  of  contact 
for  all  FHW A- funded  transportation  projects  to  coordinate  within  the  agency  and 
with  the  respective  Congestion  Management  Agency  (CMA),  MTC,  Caltrans  and 
FHWA  on  all  communications,  inquires  or  issues  that  may  arise  during  the  federal 
programming  and  delivery  process  for  all  FHWA-funded  transportation  projects 
implemented  by  the  SFPUC;  and 

4.  The  Project  will  be  implemented  as  described  in  the  complete  application  and  in  this 
resolution,  subject  to  necessary  environmental  clearance  under  CEQA,  Project 
approval  by  the  SFPUC,  and  the  acquisition  of  any  necessary  permits  from  state  and 
federal  resource  agencies  that  are  required  for  Project  construction,  and,  if  so 
approved,  for  the  amount  approved  by  MTC  and  programmed  in  the  federal  TIP;  and 

5.  The  SFPUC  and  the  Project  will  comply  with  the  requirements  as  set  forth  in  MTC 
programming  guidelines  and  project  selection  procedures  for  the  PROGRAM;  and 

6.  The  SFPUC  (for  a  transit  project  only)  agrees  to  comply  with  the  requirements  of 
MTC's  Transit  Coordination  Implementation  Plan  as  set  forth  in  MTC  Resolution 
3866,  revised;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  is  an  eligible  sponsor  of  REGIONAL 
DISCRETIONARY  FUNDING  funded  projects;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  is  authorized  to  submit  an  application  for 
REGIONAL  DISCRETIONARY  FUNDING  for  the  Project  and  be  it 

FURTHER  RESOLVED,  That  there  is  no  legal  impediment  to  the  SFPUC  making 
applications  for  the  funds;  and  be  it 

FURTHER  RESOLVED  That  there  is  no  pending  or  threatened  litigation  that  might  in 
any  way  adversely  affect  the  proposed  Project,  or  the  ability  of  the  SFPUC  to  deliver  such 
Project;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  authorizes  its  General  Manager,  or  his 
designee  to  execute  and  file  an  application  with  MTC  for  REGIONAL  DISCRETIONARY 
FUNDING  for  the  Project  as  referenced  in  this  resolution;  and  be  it 

FURTHER  RESOLVED,  That  a  copy  of  this  resolution  will  be  transmitted  to  the  MTC  in 


conjunction  with  the  filing  of  the  application;  and  be  it 

FURTHER  RESOLVED,  That  the  MTC  is  requested  to  support  the  application  for  the 
Project  described  in  the  resolution  and  to  include  the  Project,  if  approved,  in  MTC's  federal  TIP; 
and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  hereby  authorizes  the  General  Manager  to 
submit  on  behalf  of  the  City  and  County  of  San  Francisco,  an  application  to  the  MTC  for 
$1,000,000  in  grant  funding  assigned  to  MTC  for  programming  discretion,  for  the  Southern 
Skyline  Boulevard  Ridge  Trail  Extension  Project  on  the  Peninsula  Watershed  in  San  Mateo 
County  through  the  Priority  Conservation  Area  Grant  Fund  Program,  and  be  it 

FURTHER  RESOLVED,  The  SFPUC  authorizes  the  General  Manager  to  commit  the 
required  matching  funds  in  the  amount  of  $3,000,000  and  state  the  SFPUC's  assurance  to 
complete  the  project,  subject  to  necessary  environmental  review  in  compliance  with  the 
California  Environmental  Quality  Act  ,  Project  approval  by  the  SFPUC,  and  the  acquisition  of 
any  necessary  permits  from  state  and  federal  resource  agencies  that  are  required  for  Project 
construction,  and  be  it 

FURTHER  RESOLVED,  that  if  the  MTC  grants  funds  become  available,  the  SFPUC 
authorizes  the  General  Manager  to  seek  approval  of  the  Board  of  Supervisors  of  a  resolution 
authorizing  the  acceptance  and  expenditure  of  the  grant  funds  for  Project  construction  under  San 
Francisco  Administrative  Code  section  10.170,  and  be  it 

FURTHER  RESOLVED  that  if  MTC  grant  funds  become  available,  the  General  Manager 
is  authorized  to  negotiate  and  execute  any  necessary  grant  agreements  with  MTC  and  any  other 
federal  or  state  funding  agencies  that  are  required  to  accept  and  expend  grant  funding. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0061 


WHEREAS,  under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required 
to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the  University  of  California,  San 
Francisco  (UCSF)  Long  Range  Development  Plan's  cumulative  water  demands;  and 

WHEREAS,  a  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  approval  of  the  WSA  does  not  constitute  a  project  under  CEQA  Guidelines 
Section  15378  because  it  is  not  an  approval  of  the  UCSF  Long  Range  Development  Plan  and  is 
only  an  informational  document  which  would  not  result  in  a  physical  change  in  the  environment; 
and 

WHEREAS,  a  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS;  the  SFPUC  staff  prepared  a  WSA  for  the  UCSF  Long  Range  Development 
Plan,  which  concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the  Project's  water 
demands  through  2035;  now,  therefore,  be  it 

RESOLVED,  this  Commission  approves  the  Water  Supply  Assessment  for  the  UCSF 
Long  Range  Development  Plan,  pursuant  to  the  State  of  California  Water  Code  10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0062 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  on  Escuela 
Parkway  between  Roger  Court  and  Russell  Lane  in  Milpitas,  California  (Premises);  and 

WHEREAS,  The  City  of  Milpitas  is  the  permittee  under  six  revocable  Land  Use  Permits 
issued  by  the  SFPUC  for  the  Premises,  including  GEN-0884,  GEN-0814,  GEN-0961,  GEN- 
1145,  GEN-1405,  and  GEN-1524  for  public  street  crossings,  slopes,  and  surface  street 
improvements  (Former  Permits);  and 

WHEREAS,  The  Former  Permits  date  from  the  1960's  and  1970's  and  do  not  contain 
current  legal  and  risk  management  provisions;  and 

WHEREAS,  The  City  of  Milpitas  (Licensee)  desires  to  obtain  a  license  to  repair  and 
reconstruct  certain  improvements  on  the  Premises,  including  curb  ramps,  sidewalk,  asphalt 
concrete  overlay,  and  a  bus  pad  (Improvements);  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  five-year  revocable  license  (License) 
with  Licensee,  allowing  Licensee  to  use  the  Premises  for  public  street  crossings  and  surface 
street  improvements,  including  the  new  Improvements;  and 

WHEREAS,  The  SFPUC  desires  that  License  replace  the  Former  Permits;  and 

WHEREAS,  The  SFPUC  adopted  the  2013  Real  Estate  Guidelines  on  March  5,  2013, 
which  provides  that  the  SFPUC  may  issue  a  no-use-fee  license  to  a  public  agency  for  public 
streets  and  municipal  utility  crossings;  and 

WHEREAS,  The  surface  street  improvements  that  require  a  revocable  license  are  within 
the  scope  of  the  categorical  exemption  issued  by  the  City  of  Milpitas  and  the  SFPUC  has  no 
responsibility  for  the  work  other  than  issuing  the  revocable  license;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  Licenses;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  finds  that  the  License  is  for 
public  street  crossings  and  street  improvements  that  benefit  the  SFPUC  and  the  public  by 
improving  the  functionality  of  the  public  streets,  and  will  be  issued  with  no  use  fee;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  revokes  the  Former  Permits  upon 
approval,  execution  by  the  General  Manager  and  Licensee,  and  delivery  of  the  new  License  to 
Licensee:  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  General  Manager  to 
enter  into  any  amendments  or  modifications  to  this  License,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are 
necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  License  or  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0063 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  at 
Bay  Division  Pipeline  3  &  4  Parcel  10,  1 1  and  13  in  Fremont,  CA  (Premises);  and 

WHEREAS,  42186  Palm  Avenue  Developers  LLC  (Licensee)  desires  to  obtain  a  license 
for  use  of  the  Premises  for  two  paved  roads  with  utilities  including  sanitary  sewer,  storm  drain, 
water  lines,  and  joint  trench  facilities  and  one  paved  emergency  vehicle  access  road  (collectively, 
Improvements)  across  the  Premises  to  benefit  a  planned  housing  development;  and 

WHEREAS,  Licensee  currently  holds  deeded  crossover  rights  over  the  Premises;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  new  five-year  revocable  license  (License) 
with  Licensee,  allowing  Licensee  to  install  and  maintain  the  Improvements,  for  a  use  fee  of 
$7,500.00;  and 

WHEREAS,  The  City  of  Fremont  prepared  a  Mitigated  Negative  Declaration  (MND), 
issued  a  Notice  of  Determination  (NOD)  for  the  Mission  Creek  Residential  Project,  approved  an 
Addendum  to  the  MND  which  contains  the  project  elements  that  are  the  subject  of  this  action, 
and  adopted  a  precise  plan  for  the  Project,  and  the  Addendum  to  the  MND  addressed  the 
addition  of  the  emergency  vehicle  access  road  to  the  Project  and  determined  that  the  emergency 
road  addition  would  not  result  in  impacts  not  previously  identified  or  increase  the  severity  of  any 
identified  environmental  impacts,  and  confirmed  the  applicability  of  the  previously  adopted 
MMRP  to  the  additional  roadway  elements.  The  MND,  Addendum  and  other  materials  that  are 
part  of  the  record  of  this  approval  are  available  for  the  Commission  and  public  review  at  the 
SFPUC  offices,  Real  Estate  Services  Division,  525  Golden  Gate  Avenue,  8th  Floor,  San 
Francisco,  CA,  which  is  the  custodian  of  records  for  the  revocable  license  approval;  and 

WHEREAS,  SFPUC  is  a  Responsible  Agency  under  the  California  Environmental 
Quality  Act  (CEQA)  as  defined  in  the  CEQA  Guidelines  Section  15381  for  the  review  and 
approval  of  the  proposed  license;  and 

WHEREAS,  The  SFPUC  is  not  responsible  for  implementing  any  of  the  mitigation 
measures  identified  in  the  MND,  the  Addendum  or  the  MMRP  adopted  by  the  City  of  Fremeont 
for  the  Project. 

WHEREAS,  There  have  been  no  substantial  changes  in  the  Project  or  changes  in  Project 
circumstances  that  would  result  in  new  significant  environmental  effects  or  an  increase  in  the 
severity  of  previously  identified  significant  impacts  since  the  City  of  Fremont's  approved  the 
Project  and  filed  the  NOD,  and  since  there  is  no  new  information  of  substantial  importance  that 
would  change  the  conclusions  set  forth  in  the  NOD,  the  addition  of  the  emergency  access  vehicle 
crossing  will  have  no  potential  to  result  in  significant  environmental  effects,  as  determined  under 
the  Addendum  to  the  MND,  and  since  SFPUC's  only  responsibility  with  respect  to  the  Project  is 
to  approve  the  revocable  license  thus  enabling  the  project  sponsor  to  build  three  access  roadways 
across  SFPUC's  ROW  as  elements  of  the  Mission  Creek  Residential  Project;  now,  therefore,  be 
it 

RESOLVED,  That  this  Commission  as  a  Responsible  Agency  under  CEQA  has  reviewed 
and  considered,  and  adopts  the  findings  previously  adopted  by  the  Fremont  City  Council  on 
September  4,  2012  under  Ordinance  Number  16-2012  as  adequate  for  approval  of  the  requested 
revocable  license;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  taken  by  any  City  official  in  connection  with  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
approve  the  terms  and  conditions  and  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  make 
such  modifications  and  enter  into  such  amendments  to  the  License,  including  without  limitation, 
the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney  are  in 
the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or 
materially  diminish  the  benefits  to  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes 
and  intent  of  the  License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0064 


WHEREAS,  On  July  9,  2013,  per  Resolution  No.  13-0114,  this  Commission  approved 
the  award  of  Hetchy  System  Improvement  Program  (HSIP)  -  funded  Contract  No.  HH-954R2  - 
Early  Intake  Switchyard  Refurbishment,  Phase  I,  to  Communication  Services,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  was  issued  on  August  7,  2013; 

and 

WHEREAS,  The  original  contract  amount  was  for  $2,763,109  and  the  original  contract 
duration  was  233  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  encountered  design  changes  and  differing  site  conditions  in 
the  field  that  were  not  foreseen  during  planning  and  design  of  the  project  and  modifications  were 
required  to  meet  operational  requirements  of  the  Switchyard;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$492,785  per  Resolution  No.  13-0164  on  November  12,  2013  for  Modification  No.  1;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $605,000  and 
a  time  extension  of  77  consecutive  calendar  days  are  requested,  subject  to  the  General  Manager's 
subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the  San 
Francisco  Contract  Monitoring  Division  granted  a  waiver  for  this  project  due  to  the  specialized 
nature  of  the  work  and  has  thereby  waived  the  Local  Business  Enterprise  subcontracting  goal  for 
the  Contract;  and 

WHEREAS,  Funding  is  currently  available  in  Project  CUH101  -  Early  Intake  Switchyard 
Refurbishment,  Phase  I;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $605,000,  and  approves  a  potential  increase  in  the  contract 
duration  of  up  to  77  consecutive  calendar  days  for  the  HSIP  funded  Construction  Contract  HH- 
954R2  -  Early  Intake  Switchyard  Refurbishment  Phase  I;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $3,860,894  and  to  the  contract  duration  for  up  to  333  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0065 


WHEREAS,  On  May  28,  2002,  per  Resolution  No.  02-0101,  this  Commission  approved  a 
Long-Term  Strategic  Plan  for  Capital  Improvements,  a  Long-Range  Financial  Plan  and  a  Capital 
Improvement  Program  (CIP);  and 

WHEREAS,  On  November  5,  2002,  San  Francisco  residents  voted  to  approve 
Proposition  A  (Water  System  Improvement  Revenue  Bonds  and  Imposition  of  Surcharge  on 
Retail  Water  Customers),  a  revenue  bond  measure  to  fund  the  CIP  approved  by  the  Commission 
on  May  28,  2002;  and 

WHEREAS,  On  February  26,  2003,  pursuant  to  the  requirements  of  California  Assembly 
Bill  (AB)  1823,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted  to  the 
California  Department  of  Health  Services  (now  the  California  Department  of  Public  Health)  a 
report  outlining  the  projects,  schedule  and  implementation  plan  for  the  CIP;  and 

WHEREAS,  On  November  29,  2005,  per  Resolution  No.  05-0176,  this  Commission 
approved  project-level  changes  to  the  CIP  and  by  doing  so  endorsed  the  revised  scope,  schedule 
and  budget  of  individual  projects  and  renamed  the  program  the  Water  System  Improvement 
Program  ("December  2005  WSIP");  and 

WHEREAS,  On  February  26,  2008,  per  Resolution  No.  08-0024,  this  Commission 
approved  project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope, 
schedule  and  budget  of  individual  projects  ("December  2007  Revised  WSIP");  and 

WHEREAS,  On  July  28,  2009,  per  Resolution  No.  09-0125,  this  Commission  approved 
project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("June  2009  Revised  WSIP");  and 

WHEREAS,  On  July  12,  2011,  per  Resolution  No.  11-0109,  this  Commission  approved 
project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("June  201 1  Revised  WSIP");  and 

WHEREAS,  On  June  12,  2012,  per  Resolution  No.  12-0099,  this  Commission  approved 
budget  and  schedule  changes  for  three  individual  WSIP  projects  -  New  Irvington  Tunnel,  Bay 
Division  Pipeline  (BDPL)  Reliability  Upgrade  -  Pipeline  ("BDPL  No.  5")  and  Pulgas  Balancing 
-  Modification  of  the  Existing  Dechloramination  Facility;  and 

WHEREAS,  On  October  9,  2012,  per  Resolution  No.  12-0181,  this  Commission 
approved  budget  changes  for  four  individual  WSIP  projects  -  San  Joaquin  Pipeline  (SJPL) 
System,  Tesla  Treatment  Facility,  Vegetation  Restoration  of  WSIP  Construction  Sites  (new 
project),  and  Program  Management;  and 

WHEREAS,  On  January  22,  2013,  per  Resolution  No.  13-0020,  this  Commission 
approved  budget  and  schedule  changes  for  one  individual  WSIP  project  -  Calaveras  Dam 
Replacement  (CDRP),  after  reviewing  and  considering  the  CEQA  Findings  and  statement  of 
overriding  considerations  that  it  previously  adopted  for  the  WSIP  and  CDRP  approvals,  along 
with  the  CEQA  Findings  contained  in  Addendum  No.  1  to  the  CDRP  EIR  issued  by  the  Planning 
Department  on  December  13,  2012,  and  this  Commission  adopted  those  additional  CEQA 
Findings  for  the  CDRP  modifications,  which  findings  are  incorporated  in  this  Resolution  by  this 
reference;  and 


WHEREAS,  On  April  23,  2013,  per  Resolution  No.  13-0060,  this  Commission  approved 
project-level  changes  to  the  WSDP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("March  2013  Revised  WSIP");  and 

WHEREAS,  A  Final  Programmatic  Environmental  Impact  Report  was  prepared  for  the 
WSIP  ("PEIR")  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No. 
17734,  and  thereafter,  this  Commission  approved  the  WSEP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP),  as  required  by  the  California 
Environmental  Quality  Act  (CEQA)  on  October  30,  2008  per  Resolution  No.  08-0200,  which 
findings  are  incorporated  in  this  Resolution  by  this  reference;  and 

WHEREAS,  The  PEIR  and  SFPUC  Resolution  No.  08-0200  have  been  made  available 
for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this 
Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  PEIR,  the  findings  contained  in  SFPUC  Resolution  No.  08-0200,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts;  and 

WHEREAS,  The  SFPUC  has  completed  environmental  review  of  all  but  two  of  the 
individual  WSIP  projects,  and  is  proceeding  to  complete  the  environmental  review  process  for 
the  remaining  projects,  as  authorized  by  and  in  accordance  with  CEQA;  and 

WHEREAS,  Water  Code  Section  73502(d)(2)  requires  that  the  City  provide  written 
notice,  not  less  than  30  days  prior  to  the  date  of  a  meeting  of  the  City  Agency  responsible  for 
management  of  the  Bay  Area  Regional  Water  System,  that  a  change  in  the  program  is  to  be 
considered,  and  that  all  Bay  Area  wholesale  customers  shall  be  permitted  to  testify  or  otherwise 
submit  comments  at  such  meeting;  and 

WHEREAS,  On  March  21,  2014,  the  SFPUC  notified  the  Bay  Area  wholesale  customers 
through  the  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  in  writing  that  this 
Commission  would  be  considering  changes  to  the  WSIP  at  a  public  hearing  on  April  22,  2014; 
and 

WHEREAS,  The  SFPUC  completed  a  comprehensive  assessment  of  all  remaining  WSIP 
delivery  efforts  to  (1)  validate  all  schedule  and  cost  forecasts  at  completion;  (2)  make  an  accurate 
determination  of  the  overall  cost  and  schedule  status  of  the  program;  and  (3)  and  put  in  place 
specific  measures  to  further  control  costs  and  schedules  as  the  program  ramps  down.  The  final 
outcome  of  this  assessment  is  the  proposed  program  revisions  documented  in  the  Notice  of 
Public  Hearing  dated  March  21,  2014;  and 

WHEREAS,  The  proposed  revisions  to  the  WSIP  (referred  to  as  the  proposed  March 
2014  Revised  WSIP)  involve  scope  changes  of  five  projects  (Alameda  Creek  Recapture, 
Calaveras  Dam  Replacement,  New  Irvington  Tunnel,  BDPL  Reliability  Upgrade  -  Tunnel,  and 
Bioregional  Habitat  Restoration);  and 

WHEREAS,  The  schedule  for  the  proposed  March  2014  Revised  WSIP  was  extended 
from  April  1 1,  2019  to  May  24,  2019,  when  compared  to  the  program  schedule  last  approved  by 
the  Commission  on  April  23,  2013;  and 

WHEREAS,  All  projects  involving  construction  are  scheduled  to  be  completed  by  the 
end  of  2016,  with  three  exceptions  -  Regional  Groundwater  Storage  and  Recovery  (July  31, 

2018)  ,  Alameda  Creek  Recapture  (April  11,  2019),  Calaveras  Dam  Replacement  (Mav  24' 

2019)  ;  and  ' 


WHEREAS,  Two  support  projects  that  do  not  involve  construction  are  scheduled  to 
extend  past  the  end  of  2016  -  the  Long  Term  Mitigation  Endowment  (August  31,  2018)  and  the 
Watershed  Environmental  Improvement  Program  (August  31,  2018);  and 

WHEREAS,  The  budget  for  the  proposed  March  2014  Revised  WSIP  was  increased  from 
$4,640,483,672  to  $4,765,483,672  (a  $125,000,000  or  2.7%  increase),  when  compared  to  the 
program  budget  last  approved  by  the  Commission  on  April  23,  2013;  and 

WHEREAS,  During  the  30-day  public  review  period,  the  WSIP  Director  met  with 
representatives  of  the  BAWSCA  to  discuss  the  proposed  changes  to  the  WSIP;  and 

WHEREAS,  on  February  11,  2014,  per  Resolution  No.  14-0032,  this  Commission 
approved  and  adopted  the  FY  2014-15  and  FY  2015-16  Capital  Improvement  Program  Budget 
for  each  SFPUC  Enterprise,  which  included  $125,400,000  for  WSEP  Augmentation  under  the 
Water  Enterprise  Capital  Improvement  Program  Budget,  and  authorized  the  General  Manager  to 
request  the  Mayor  to  recommend  to  the  Board  of  Supervisors  a  supplemental  appropriation  to 
fund  FY  2014-15  and  FY  2015-16,  and  further  authorized  the  General  Manager  to  submit 
proposed  Ordinances  authorizing  issuance  of  Water  Revenue  Bonds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  finds  that  since  the  PEIR  was  finalized,  there  have 
been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that 
would  require  major  revisions  to  the  PEIR  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  PEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  endorses  the  project-level  scope, 
and  approves  the  schedule  and  budget  of  the  proposed  March  2014  Revised  WSIP  which  are 
documented  in  the  Notice  of  Public  Hearing  dated  March  21,  2014;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  directs  staff  to  send  a  Notice  of 
Change  Report  to  the  California  Department  of  Public  Health  and  the  California  Seismic  Safety 
Commission  in  compliance  with  Water  Code  Section  73502(d)(3);  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  seek  Board  of  Supervisors'  approval,  for  the  re-appropriation  of  existing  funds 
between  the  pre-designated  funding  categories  as  needed  to  match  the  project-level  budget 
allocations  specified  in  the  proposed  March  2014  Revised  WSIP. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  22,  2014. 

Secretary,  Public  Utilities  Commission 
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Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are:  Muni 
Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center 
Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21 
Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For  more  information 
about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is  accessible 
parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister  and  Polk 
Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a  disability- 
related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in  alternative  format, 
please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood@sfwater.org.  Providing  at  least  72  hours 
notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies, 
environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are 
reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative  Code): 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions,  boards, 
councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This  ordinance 
assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the  people's 
review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfgov.oro. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfgov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department's 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.orq/index.aspx?paoe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities  Commission 
at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  April  22,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Formal  Protest  Letters  Received  -  Prop  218 

d)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

e)  Quarterly  Budget  Status  Report 

f)  Quarterly  Audit  and  Performance  Review  Report 

i.  San  Francisco  Water  Enterprise  and  Hetch  Hetchy  Water  and  Power, 
Statement  of  Changes  in  the  Wholesale  Revenue  Balancing  Account  for  the 
year  ended  June  30,  2013 

ii.  State  Board  of  Equalization,  Sales  &  Use  Audit  Tax 

iii.  NERC  Compliance  Self-Certification,  March  2014 

iv.  WECC/NERC  Compliance  Preparatory  Audit,  March  2014 

v.  City  and  County  of  San  Francisco,  Federal  Grants  Audit  for  the  year  ended 
June  30,  2014 

g)  WSIP  Construction  Change  Order  Summary 

h)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 
j)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

k)  Water  System  Improvement  Program  Quarterly  Report  -  Local 
I)   Response  to  Questions  from  April  22,  2014  Public  Hearing  on  Proposed  FYE 
2015-2018  Retail  Water  and  Wastewater  Rates 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook  (Ritchie) 

b)  Water  System  Improvement  Program  Quarterly  Update  (Wade) 

c)  Southeast  Working  Group  Update  (Ellis) 

d)  Update  on  Mayor's  Proposed  May  1st  Budget  (Rydstrom) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary,  525 
Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  Agreement  Nos.  CS-324A-B,  Security  Consulting  and  Design  Services 
to  CH2MHill  Engineers,  Inc.,  (CS-324A)  and  The  Consulting  Group,  (CS-324B),  to 
provide  technical  expertise  in  program/project  management,  construction 
management,  project  controls  management,  contract  administration,  and  project 
engineering;  and  authorize  the  General  Manager  to  negotiate  and  execute  two 
professional  services  agreements  for  not-to-exceed  amounts  of  $2,000,000 
each,  and  with  a  duration  of  three  years  per  agreement.  (Cruz) 

b)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WD-2661,  As-Needed  Integration  Services,  in  the  amount  of  $600,000,  and 

r-  an  increase  in  the  contract  duration  of  up  to  297  consecutive  calendar  days, 

g  Authorize  the  General  Manager  to  approve  future  modifications  to  the  contract 

0  for  a  total  revised  contract  amount  up  to  $1 ,938,416,  for  a  total  revised 

<r  contract  duration  up  to  1,501  consecutive  calendar  days.  The  increase  is  due 

tH  to  the  additional  WSIP  sites  requiring  security  installation  and  purchase  of 

equipment,  and  additional  on-site  work  to  be  performed.  (Cruz) 

oo 

CO  c)  Approve  submission  of  an  attestation  of  veracity  for  the  San  Francisco  Public 

«=►  Utilities  Commission  2013  Power  Source  Disclosure  Report  to  the  California 

5  Energy  Commission,  a  report  required  by  State  law  to  disclose  the  electricity 

i-H  sources  used  to  serve  the  SFPUC's  end-use  electric  customers.  (Hale) 


CD 

to 
o 
o 


CO 

o 

CD 


d)  Approve  Amendment  No.3  to  Agreement  No.  CS-915R,  Sunol  Valley  Regional 
Construction  Management  Services,  with  CH2M  HILL  for  ongoing  construction 
management  services  associated  with  the  San  Antonio  Backup  Pipeline  and  two 
Bioregional  Habitat  Restoration  projects;  and  authorize  the  General  Manager  to 
negotiate  and  execute  an  amendment  increasing  the  Agreement  by  a  not-to- 
exceed  amount  of  $500,000  to  a  total  not-to-exceed  agreement  amount  of 
$19,500,000,  with  no  change  to  the  duration.  (Cruz) 


REGULAR  CALENDAR 


Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of 
the  San  Francisco  Public  Utilities  Commission  Retail  Water  Enterprise  for  retail 
water  service  in  San  Francisco  and  suburban  areas  to  be  effective  with  meter 


readings  beginning  July  1,  2014,  July  1,  2015,  July  1,  2016  and  July  1,  2017.  The 
proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31 .  (Rydstrom) 


10.  Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of 
^    the  San  Francisco  Public  Utilities  Commission  Wastewater  Enterprise  for  retail 
wastewater  service  in  San  Francisco  and  suburban  areas  to  be  effective  with 
meter  readings  beginning  July  1 ,  201 4,  July  1 ,  201 5,  July  1 ,  201 6  and  July  1 ,  201 7. 
The  proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31 .  (Rydstrom) 


CD 
CD 


1 1 .  Public  Hearing  to  consider  and  adopt  water  and  wastewater  capacity  charges 
for  new  service,  increased  service  or  a  change  in  service  provided  by  the 
Water  and  Wastewater  Enterprises  of  the  San  Francisco  Public  Utilities 


CD 


cd     Commission,  effective  on  or  after  July  1 ,  2014.  The  proposed  action  is  the  Approval 
Action  as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31 . 

(Rydstrom) 


12.  Public  Hearing  to  consider  and  adopt  the  connection  fees  and  miscellaneous 
^2    fees  and  charges  related  to  the  provision  of  water  service  within  and  outside 
o    the  City  and  County  of  San  Francisco.  The  proposed  action  is  the  Approval  Action 
as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31 . 

(Rydstrom) 


CD 


13.  Consider  and  adopt  the  proposed  Wholesale  Revenue  Requirement  and  rate 
^    schedule  for  FY  2014-15,  as  applied  to  meter  readings  on  or  after  July  1,  2014.  This 
rate  schedule  reflects  the  terms  of  the  2009  Water  Supply  Agreement  between  the 
City  and  County  of  San  Francisco  and  the  Wholesale  Customers,  which  was 
approved  on  April  28,  2009  by  Commission  Resolution  No.  09-0069. 
*H  (Rydstrom) 


CD 
CD 


o    14.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchy  10- 
Year  Financial  Plan  for  FY  201 4-1 5  through  FY  2023-24.  (Rydstrom) 

15.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchy  10- 

S  Year  Capital  Plan  for  FY  201 4-1 5  to  FY  2023-24.  (Rydstrom) 

Cd 

^    1 6.  Public  Hearing  to  consider  the  adoption  of  the  two-year  Capital  Budget,  and 

Supplemental  Appropriation  for  the  Hetch  Hetchy  Water  and  Power,  including 
the  Power  Enterprise  of  the  San  Francisco  Public  Utilities  Commission  for  FY 
2014-15  and  FY  2015-16;  and  Authorize  and  direct  the  General  Manager  to  submit 
to  the  Board  proposed  Ordinance  authorizing:  (1)  the  issuance  of  not  to  exceed 


CD 


cd    $268,624,656  aggregate  principal  amount  of  Water  Revenue  Bonds  provided, 


however,  the  issuance  of  such  Bonds  shall  be  subject  to  the  terms  of  Proposition  E; 
and  (2)  the  issuance  of  not  to  exceed  $136,687,928  aggregate  principal  amount  of 
Power  Revenue  Bonds,  subject  to  the  terms  of  Charter  Section  9.107(8). 

(Rydstrom) 


17.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 


18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

(Ambrose) 

Anticipated  Litigation  as  Plaintiff 

20.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8  (a)  (2)  (Ambrose) 

Property: 

Francisco  Reservoir  Tract,  bounded  by  Hyde,  Larkin  and  Bay  Streets,  in  San 
Francisco 

Persons  Negotiating: 

Harlan  Kelly,  Jr.,  San  Francisco  Public  Utilities  Commission 
Phil  Ginsburg,  San  Francisco  Recreation  and  Park  Department 
Under  Discussion:  Proposed  Terms  of  Payment  and  Price 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Section  54956.9 


(d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
o  (Ambrose) 
o        Existing  Litigation 

Raymond  A.  Moreno  and  Audrey  Schambach-Moreno 
City  Attorney  Litigated  Case  No.:  CGC-1 4-538471  /  Date  Filed:  April  7,  2014 
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22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Ambrose) 

Existing  Litigation: 
Z5»      Joseph  Luebberke  v.  City  and  County  of  San  Francisco 
*H      San  Francisco  Superior  Court  Case  No.:  CGC-1 1  -507528 
City  Attorney  File:  111418/  Date  Filed:  January  21,  2011 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Ambrose) 

Existing  Claim: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 
sr     San  Francisco  Superior  Court  Case  No.:  CGC-1 1  -507528 
City  Attorney  Claim  No:  1 3-02775  /  Date  Filed:  May  28,  201 3 
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24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

27.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

28.  Announcement  following  Closed  Session. 

29.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

30.  Other  new  business. 

ADJOURNMENT 


^fe  Vj  Water  Power  Sewer 


San  Francisco 


Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 


NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  April  22,  2014-1 :30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION; 
and,  Tuesday,  May  13,  2014-1:30  PM  City  Hall,  Room  400,  1  Dr.  Carlton  B. 
Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of  the  SAN 
FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing,  discussion 
and  possible  action  to  adopt  the  proposed  water  and  wastewater  rates  and 
charges  for  customers  of  the  San  Francisco  Public  Utilities  Commission.  The 
detailed  agenda  and  related  files  will  be  available  at  least  72  hours  before  the 
scheduled  meetings  at  the  SFPUC  website  www.sfwater.org,  or  by  calling  (415) 
554-3165. 
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SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  May  13,  2014 

As  Approved  on  May  27,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:38  PM. 


2.  Roll  Call 

Present:  Courtney,  Vietor  and  Moran 

3.  Approval  of  the  Minutes  of  April  22.  2014 
On  Motion: 

AYES:  Courtney,  Vietor  and  Moran 

Public  Comment: 
None. 

4.  Public  Comment: 

•  Dr.  Espanola  Jackson  requested  that  if  multiple  topics  are  listed  on  an  agenda  item, 
speakers  be  allowed  to  comment  on  each  separately.  She  expressed  concern  that 
SFPUC  staff  is  working  directly  with  members  of  the  Muwekma  Ohlone  Tribe  and 
requested  that  staff  include  her. 

Commissioner  Torres  arrived  at  1:43  PM. 

•  Mr.  Francisco  DaCosta  expressed  concern  with  increased  construction  of 
residential  high  rises,  the  increased  risk  for  fire,  and  the  ability  to  provide  water  to 
fight  the  fires.  He  stated  the  SFPUC  needs  to  be  involved  in  the  planning  for  these 
buildings. 

Vice  President  Caen  arrived  at  1:49  PM. 

•  Ms.  Ann  Clark,  Vice  President,  Friends  of  Camp  Mather,  noted  that  Camp  Mather 
opens  May  31st.  She  thanked  the  SFPUC  for  their  help  during  the  Rim  Fire  and 
subsequent  work  to  rebuild.  She  indicated  a  Gala  will  be  held  in  September  20, 
2014  to  thank  everyone. 

Commissioner  Vietor  thanked  the  Friends  of  Camp  Mather  for  their  work. 

President  Courtney  expressed  thanks  to  the  firefighters  for  their  work  during  the  fire. 

•  Ms.  Melissa  McDermott  thanked  the  Commission  for  fully  funding  GoSolarSF. 

•  Eddie  Ahn,  Brightline,  thanked  the  Commission  for  fully  funding  GoSolarSF. 

•  Mr.  Tone  Lee  stated  that  the  price  of  water  is  reasonable  and  that  customers  need 
to  conserve. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Formal  Protest  Letters  Received  -  Prop  218 
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d)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

e)  Quarterly  Budget  Status  Report 

f)  Quarterly  Audit  and  Performance  Review  Report 
i.  San  Francisco  Water  Enterprise  and  Hetch  Hetchy  Water  and  Power, 

Statement  of  Changes  in  the  Wholesale  Revenue  Balancing  Account  for  the 
year  ended  June  30.  2013 
State  Board  of  Egualization,  Sales  &  Use  Audit  Tax 
NERC  Compliance  Self-Certification,  March  2014 
WECC/NERC  Compliance  Preparatory  Audit,  March  2014 
City  and  County  of  San  Francisco,  Federal  Grants  Audit  for  the  year  ended 
June  30,  2014 

g)  WSIP  Construction  Change  Order  Summary 

h)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 
j)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

k)  Water  System  Improvement  Program  Quarterly  Report  -  Local 
I)  Response  to  Questions  from  April  22,  2014  Public  Hearing  on  Proposed  FYE 
2015-2018  Retail  Water  and  Wastewater  Rates 

The  Commission  Secretary  noted  that  additional  Prop  218  protest  letters  were 
received  and  provided  to  the  Commission.  Additionally,  she  noted  a  protest  letter 
received  at  the  meeting  from  David  and  Elizabeth  Frias. 

Public  Comment: 

•  Ms.  Lorraine  Lucas,  Coalition  for  San  Francisco  Neighborhoods,  stated  that  staff 
was  responsive  to  her  previous  inquiries.  She  also  re-emphasized  and  clarified  her 
previous  comments  on  policy  expenditures  funded  through  water  rates. 

•  Ms.  Joan  Girardot  commented  on  Mr.  Perl's  response  to  Vice  President  Caen's 
question  on  tiered  rates. 

Commissioner  Moran  provided  comments  on  enforcements  and  other  provisions  of 
interruptible  water  rates,  noting  there  needs  to  be  the  addition  of  a  shut-off  provision. 

6.  Other  Commission  Business 

President  Courtney  referred  to  correspondence  he  received  regarding  groundwater  at 
the  Dolores  Park  construction  site.  He  requested  that  staff  provide  a  report  on  the 
status  of  the  groundwater,  and  any  plans  for  groundwater  found  at  the  site. 

President  Courtney  stated  that  the  Joint  Meeting  with  the  Commission  on  the 
Environment  will  be  held  on  May  27,  2014. 

Commissioner  Vietor  congratulated  the  new  Director  of  the  Department,  Debbie 
Raphael. 
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President  Courtney  expressed  a  desire  to  provide  staff  with  time  to  adequately 
prepare  for  the  joint  meeting  with  the  Department  of  the  Environment.  He  provided 
thoughts  on  meeting  topics  and  asked  the  Commissioners  to  provide  staff  with  input. 

General  Manager  (GM)  Kelly  stated  that  he  would  like  staff  to  discuss  opportunities 
and  challenges. 

Commissioner  Moran  requested  that  staff  highlight  services  above  and  beyond 
discount  rates  that  are  provided  to  City  departments. 

President  Courtney  requested  that  the  GM  work  with  himself  and  Commissioner 
Vietor  on  the  agenda. 

Public  Comment: 

•   Mr.  Francisco  DaCosta  offered  a  history  of  the  Department  on  the  Environment 
and  noted  that  SFPUC  funds  are  used  to  support  FTE  at  that  Department.  He 
discussed  the  Precautionary  Principle.  He  stated  substantive  discussions  need  to 
take  place  at  the  joint  meeting. 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook 

Ms.  Ellen  Levin,  Deputy  Manager,  Water,  provided  an  update  on  the  water  supply 
conditions.  She  noted  total  reservoir  storage  is  at  67  percent  of  maximum  and  that 
the  water  bank  is  working.  She  touched  on  current  Reservoir  Storage; 
Precipitation  and  Snow  Pack  Levels;  Deliveries;  Water  Supply  Outlook;  the 
Governor's  April  25th  Proclamation;  and  Management  Actions. 

b)  Water  System  Improvement  Program  (WSIP)  Quarterly  Update 

Mr.  Dan  Wade,  WSIP  Director,  provided  a  WSIP  update  covering  the  period 
January  1,  2014  through  March  31,  2014.  He  discussed  the  program  status,  noting 
63  construction  projects  have  been  completed,  and  that  three  are  in  pre- 
construction.  He  noted  Program  accomplishments  (stating  they  are  past  the  peak 
of  construction);  Program  cost  trend;  and  remaining  WSIP  risks. 

Commissioner  Torres  asked  for  clarification  on  risk  and  contingency.  Assistant 
General  Manager  (AGM)  Emilio  Cruz  provided  response,  clarifying  industry 
standards.  Brief  discussion  ensued  and  GM  Kelly  provided  additional  clarification 
on  industry  policy  regarding  determining  risk  contingency.  AGM  Cruz  stated  that 
the  65  percent  contingency  is  believed  to  be  appropriate,  but  that  it  can  be 
revisited. 

Commissioner  Torres  requested  staff  prepare  a  memorandum  outlining  the 
rationale  for  the  65  percent  contingency. 

Mr.  Wade  continued,  providing  a  preconstruction  update  on  the  Alameda  Creek 
Recapture,  Peninsula  Pipelines  Seismic  Upgrade,  and  Regional  Groundwater 
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Storage  and  Recovery.  He  provided  a  brief  review  of  the  transmission  projects  and 
the  Calaveras  Dam  replacement;  New  Irvington  Tunnel;  Bay  Tunnel;  Seismic 
upgrades  ofBDPL  Nos.  3  and  4;  CS/SA  Transmission  upgrade;  and  HTWP  long- 
term  improvements. 

AGM  Cruz  discussed  the  slip  joint  on  the  BDPL  Nos.  3  and  4,  noting  it  is  the  only 
one  in  the  world  like  it. 

c)  Southeast  Working  Group  Update 

Mr.  Leamon  Abrams,  External  Affairs,  provided  the  Commission  with  an 
introduction  to  the  newly  formed  Southeast  Working  Group,  which  was  developed 
to  coordinate  services  and  large  investments,  such  as  the  digester  project  and  the 
Southeast  Community  Facility,  located  in  the  Southeast  Sector.  The  Working 
Group  will  provide  outreach  and  involve  stakeholders  in  a  meaningful  way  and  will 
follow-up  on  the  work  of  the  Digester  Task  Force.  He  detailed  the  Group's 
membership  and  indicated  the  meetings  are  open  to  the  public. 

Commissioner  Vietor  thanked  Mr.  Abrams  for  his  leadership  and  she  looks  forward 
to  more  reports. 

In  response  to  a  question  from  Vice  President  Caen,  Mr.  Abrams  stated  that 
SFPUC  staff  will  be  supporting  the  Working  Group;  however,  the  membership  is 
comprised  of  the  neighborhood  residents  and  businesses. 

d)  Update  on  Mayor's  Proposed  May  1st  Budget 

GM  Kelly  provided  an  update  on  the  Mayor's  May  1st  proposed  budget.  He  began 
by  discussing  the  budget  the  SFPUC  submitted  to  the  Mayor's  office,  focusing  on 
the  challenges  of  the  Fiscal  Cliff  and  choices  that  needed  to  be  made. 

GM  Kelly  discussed  revenues,  cuts  and  savings  needed  to  balance  the  budget.  He 
noted  the  Mayor's  budget  changes:  (1)  increasing  the  general  fund  electricity  rate 
from  one-half  cent  in  each  of  the  next  two  years  to  one  cent  in  each  of  the  next  two 
years;  and  (2)  re-appropriating  the  $19.5M  of  reserved  CCA  Funds  to  fund  Hetchy 
Power-related  capital,  including  Streetlights,  critical  upcountry  generation 
infrastructure  and  GoSolarSF. 

AGM  &  CFO  Rydstrom  continued  the  presentation  by  discussing  the  budget 
process,  focusing  on  key  changes,  including  capital  changes  over  the  next  two 
and  ten-year  periods. 

Mr.  Rydstrom  responded  to  a  question  from  Vice  President  Caen  regarding 
deferral  of  up-country  projects. 

AGM  &  CFO  Rydstrom  discussed  the  operating  budget,  stating  there  are  no 
material  changes  except  technical  balancing  and  the  reflection  of  salary  and 
benefit  cost  updates  as  most  of  the  changes  were  on  the  capital  budget.  He 
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indicated  revenue  has  increased  due  to  the  further  half-cent  increase  in  the 
General  Fund  electricity  rate  as  well  as  the  General  Fund  paying  for  its  natural  gas 
and  steam  costs.  He  also  noted  the  reduction  of  one  position  due  to  attrition 
savings  adjustments. 

Commissioner  Vietor  asked  for  clarification  on  the  Marin  Energy  Authority 
Program's  return  on  investment  and  on  the  addition  of  Richmond  to  the  Program, 
which  AGM  Barbara  Hale  provided.  AGM  &  CFO  Rydstrom  offered  additional 
response. 

Commissioner  Vietor  asked  how  much  has  been  invested  in  GoSolarSF  since 
launch.  AGM  &  CFO  Rydstrom  provided  the  amounts  spent  and  appropriated.  She 
asked  how  many  jobs  have  been  created.  AGM  Hale  provided  the  number  of  jobs 
created  for  those  employed  through  the  Workforce  Development  Program,  noting 
she  did  not  have  information  on  all  jobs  created.  Commissioner  Vietor  requested 
information  on  GHG  reductions.  Ms.  Hale  indicated  she  would  research  and 
provide  answer.  Commissioner  Vietor  requested  that  staff  provide  response  to  her 
questions  by  the  May  27,  2014  joint  meeting. 

Commissioner  Torres  requested  that  information  on  the  cost  savings  per  resident 
be  included. 

Commissioner  Vietor  read  a  statement  regarding  the  Mayor's  $19.5M  CCA  re- 
appropriation  to  fund  Power  Capital  and  Programs,  including  GoSolarSF,  and 
stated  she  would  reluctantly  vote  for  the  revised  budget. 

Commissioner  Moran  offered  his  thoughts  on  the  budget  as  a  whole  as  well  as 
funding  for  solar  programs. 

GM  Kelly  provided  concluding  comments,  noting  that  attention  needs  to  be  paid  to 
Hetch  Hetchy  while  at  the  same  time  paying  attention  to  programs  such  as  solar. 

President  Courtney  provided  his  closing  thoughts,  stating  that  the  joint  meeting 
with  the  Department  of  the  Environment  will  provide  the  opportunity  to  continue  to 
discuss  important  issues. 

Public  Comment: 

•  Mr.  Francisco  DaCosta  stated  that  more  time  is  needed  for  comment.  He 
commented  on  SFPUC  staff  and  recommended  that  Mr.  Massood  Ordikhani  be 
promoted. 

•  Dr.  Espanola  Jackson  stated  that  she  is  pleased  to  serve  on  the  Southeast 
Working  Group. 

•  Mr.  Eddie  Ahn,  Brightline,  emphasized  GoSolarSF  as  a  budgetary  priority.  He 
stated  many  jobs  have  been  created  throughout  the  solar  industry. 
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Commissioner  Vietor  requested  that  information  on  the  time  it  takes  to  do  a 
solar  installation  be  included  in  the  report  previously  requested. 

•  Ms.  Melissa  McDermott  discussed  how  the  GoSolarSF  Program  has  improved 
her  life. 

8.  Consent  Calendar 

a)  Approve  Agreement  Nos.  CS-324A-B.  Security  Consulting  and  Design  Services  to 
CH2MHill  Engineers.  Inc..  (CS-324A)  and  The  Consulting  Group.  (CS-324B),  to 
provide  technical  expertise  in  program/project  management,  construction 
management,  project  controls  management,  contract  administration,  and  project 
engineering;  and  authorize  the  General  Manager  to  negotiate  and  execute  two 
professional  services  agreements  for  not-to-exceed  amounts  of  $2,000.000  each, 
and  with  a  duration  of  three  years  per  agreement.  (Resolution  14-0066) 

b)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No. 
WD-2661 .  As-Needed  Integration  Services,  in  the  amount  of  $600.000.  and  an 
increase  in  the  contract  duration  of  up  to  297  consecutive  calendar  days.  Authorize 
the  General  Manager  to  approve  future  modifications  to  the  contract  for  a  total 
revised  contract  amount  up  to  $1,938.416.  for  a  total  revised  contract  duration  up  to 
1 .501  consecutive  calendar  days.  The  increase  is  due  to  the  additional  WSIP  sites 
reguiring  security  installation  and  purchase  of  eguipment.  and  additional  on-site 
work  to  be  performed.  (Resolution  14-0067) 

c)  Approve  submission  of  an  attestation  of  veracity  for  the  San  Francisco  Public 
Utilities  Commission  2013  Power  Source  Disclosure  Report  to  the  California 
Energy  Commission,  a  report  reguired  by  State  law  to  disclose  the  electricity 
sources  used  to  serve  the  SFPUC's  end-use  electric  customers.  (Resolution  14- 
0068) 

d)  Approve  Amendment  No.3  to  Agreement  No.  CS-915R.  Sunol  Valley  Regional 
Construction  Management  Services,  with  CH2M  HILL  for  ongoing  construction 
management  services  associated  with  the  San  Antonio  Backup  Pipeline  and  two 
Bioregional  Habitat  Restoration  projects;  and  authorize  the  General  Manager  to 
negotiate  and  execute  an  amendment  increasing  the  Agreement  by  a  not-to- 
exceed  amount  of  $500,000  to  a  total  not-to-exceed  agreement  amount  of 
$19,500.000.  with  no  change  to  the  duration.  (Resolution  14-0069) 

Public  Comment: 
None. 

On  Motion: 

AYES:  Courtney,  Caen,  Vietor,  Torres  and  Moran 

Items  9,  10,  1 1,  and  12  were  continued  from  the  April  22,  2014  meeting  and  were  called 
together. 
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9.  Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of  the 
San  Francisco  Public  Utilities  Commission  Retail  Water  Enterprise  for  retail  water 
service  in  San  Francisco  and  suburban  areas  to  be  effective  with  meter  readings 
beginning  July  1.  2014,  July  1,  2015.  July  1.  2016  and  July  1,  2017.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code, 
Chapter  31.  (Resolution  14-0070) 

10.  Public  Hearing  to  consider  and  adopt  schedules  of  rates,  fees  and  charges  of  the 
San  Francisco  Public  Utilities  Commission  Wastewater  Enterprise  for  retail 
wastewater  service  in  San  Francisco  and  suburban  areas  to  be  effective  with  meter 
readings  beginning  July  1,  2014.  July  1,  2015,  July  1.  2016  and  July  1,  2017.  The 
proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code.  Chapter  31.  (Resolution  14-0071) 

11.  Public  Hearing  to  consider  and  adopt  water  and  wastewater  capacity  charges  for 
new  service,  increased  service  or  a  change  in  service  provided  by  the  Water  and 
Wastewater  Enterprises  of  the  San  Francisco  Public  Utilities  Commission,  effective 
on  or  after  July  1,  2014.  The  proposed  action  is  the  Approval  Action  as  defined  in  the 
San  Francisco  Administrative  Code.  Chapter  31.  (Resolution  14-0072) 

12.  Public  Hearing  to  consider  and  adopt  the  connection  fees  and  miscellaneous  fees 
and  charges  related  to  the  provision  of  water  service  within  and  outside  the  City  and 
County  of  San  Francisco.  The  proposed  action  is  the  Approval  Action  as  defined  in 
the  San  Francisco  Administrative  Code.  Chapter  31 .  (Resolution  14-0073) 

AGM  &  CFO  Rydstrom  noted  that  each  item  had  a  full  presentation  at  the  May  13th 
meeting  and  responses  to  questions  were  provided  to  the  Commission  in  their 
packets.  Mr.  Rydstrom  thanked  SFPUC  Staff  and  the  Independent  Rate  Consultants 
for  their  work. 

Public  Comment: 
None. 

On  Motion: 

AYES:  Courtney,  Caen,  Vietor,  Torres  and  Mora n 

Item  13  was  continued  from  the  April  22,  2014  meeting. 

13.  Consider  and  adopt  the  proposed  Wholesale  Revenue  Reguirement  and  rate 
schedule  for  FY  2014-15.  as  applied  to  meter  readings  on  or  after  July  1.  2014.  This 
rate  schedule  reflects  the  terms  of  the  2009  Water  Supply  Agreement  between  the 
City  and  County  of  San  Francisco  and  the  Wholesale  Customers,  which  was 
approved  on  April  28.  2009  bv  Commission  Resolution  No.  09-0069.  (Resolution  14- 
0074) 
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Mr.  Charles  Perl,  Deputy  CFO,  stated  that  this  item  had  a  full  presentation  at  the  May 
13th  meeting. 

Public  Comment: 
None. 

On  Motion: 

AYES:  Courtney,  Caen,  Vietor,  Torres  and  Moran 

Items  14,  15,  and  16  were  continued  from  the  April  22,  2014  meeting  and  were  called 
together 

14.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchy  10-Year 
Financial  Plan  for  FY  2014-15  through  FY  2023-24.  (Resolution  14-0075) 

15.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  Hetch  Hetchy  10-Year 
Capital  Plan  for  FY  2014-15  to  FY  2023-24.  (Resolution  14-0076) 

16.  Public  Hearing  to  consider  the  adoption  of  the  two-year  Capital  Budget,  and 
Supplemental  Appropriation  for  the  Hetch  Hetchy  Water  and  Power,  including  the 
Power  Enterprise  of  the  San  Francisco  Public  Utilities  Commission  for  FY  2014-15 
and  FY  2015-16;  and  Authorize  and  direct  the  General  Manager  to  submit  to  the 
Board  proposed  Ordinance  authorizing:  (1)  the  issuance  of  not  to  exceed 
$268,624,656  aggregate  principal  amount  of  Water  Revenue  Bonds  provided, 
however,  the  issuance  of  such  Bonds  shall  be  subject  to  the  terms  of  Proposition  E; 
and  (2)  the  issuance  of  not  to  exceed  $136,687,928  aggregate  principal  amount  of 
Power  Revenue  Bonds,  subject  to  the  terms  of  Charter  Section  9.107(8).  (Resolution 
14-0077) 

AGM  &  CFO  Rydstrom  stated  that  each  item  had  been  the  topic  of  discussion  during 
various  meetings  since  February,  and  a  full  presentation  was  given  at  the  May  13th 
meeting.  He  summarized  the  proposed  changes  and  requested  an  administrative 
amendment  to  authorize  staff  to  reflect  technical  clarifications  that  included  Capital 
Plan  changes  to  reflect  the  $155M  in  reductions,  as  well  as  related  rate  and  savings 
impacts.  He  continued  reviewing  the  plans,  rates  and  the  budget,  noting  where 
technical  updates  would  be  made. 

AGM  &  CFO  Rydstrom  responded  to  Commissioner  Torres'  questions  on  Cap  and 
Trade  revenue  and  for  low-cost,  financial  alternatives  to  bond  funding  to  help  save 
ratepayers  money. 

Commissioner  Moran  asked  for  clarification  on  the  half-cent  increase  in  General 
Fund  revenue  and  the  additional  cost  of  GoSolarSF.  Brief  discussion  ensued  on  the 
additional  revenue  and  GoSolarSF  funding. 

Public  Comment: 
On  Motion: 
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AYES:  Courtney,  Caen,  Vietor,  Torres  and  Mora n 

The  Commission  Secretary  read  the  Closed  Session  items. 

17.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
All  Comments  Received  were  related  to  item  20. 

•  Ms.  Tanya  Yurousky,  President,  Aquatic  Park  Neighbors,  stated  that  a  park  at  the 
Reservoir  site  would  benefit  the  neighbors,  other  City  residents,  and  tourists.  She 
read  a  statement  from  Ms.  Yi-Liu,  who  is  in  support  of  the  park  development. 

•  Ms.  Jeanine  Loughran  stated  the  Reservoir  site  would  allow  a  safe  place  for 
neighborhood  children  and  visitors  to  play. 

•  Ms.  Helen  Raiser  expressed  support  for  a  park  at  the  Reservoir  site,  noting  it 
would  benefit  both  residents  and  visitors. 

•  Mr.  Bruce  Keene  stated  that  the  neighborhood  has  worked  hard  on  the  plan  to 
develop  the  site  as  a  park  and  that  there  is  broad  support  for  the  plan. 

•  Mr.  John  Loughran  stated  that  the  neighborhood  and  other  organizations  have 
expressed  support  for  the  use  of  the  site  as  a  park. 

•  Mr.  Frank  Dawkins,  Bemal  Heights  supports  the  Park  project  which  would 
transform  the  area  and  provide  green  space  for  all. 

•  Mr.  Abraham  Simmons  expressed  support  for  the  park  and  noted  the  benefit  it  will 
have  for  families. 

•  Ms.  Lynn  Jefferson,  Francisco  Reservoir  Working  Group,  stated  that  there  has 
been  a  collaborative  effort  on  the  project.  She  indicated  that  the  project  would 
benefit  the  local  schools,  allowing  students  to  participate  in  civic  projects,  and  that 
it  would  be  a  wonderful  addition  to  the  neighborhood. 

•  Mr.  Robert  Girard  stated  that  the  site  would  make  a  superb  park  in  an  area  with  a 
lack  of  parks  and  playgrounds. 

•  Mr.  KnutAkseth,  President  Norwegian  Seamen's  Church,  stated  that  a  park  on  the 
Reservoir  site  would  help  with  the  crowds  who  gather  in  the  neighborhood  for 
special  events. 

•  Mr.  George  Tacticos,  Russian  Hill  Improvement  Association,  expressed  support 
for  the  park  which  would  serve  the  neighborhood,  the  City,  and  tourists. 

•  Helina  Au  stated  the  park  would  benefit  the  diverse  communities  in  the  City. 

•  Ms.  Jain  Thapa  supports  the  plan  and  stated  the  neighborhood  needs  open  space. 

Commissioner  Torres  stated  that  attention  needs  to  be  paid  to  open  space.  He 
thanked  the  speakers  and  indicated  he  supports  their  efforts. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  Assert: 

AYES:  Courtney,  Caen,  Vietor,  Torres  and  Moran 
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The  Commission  entered  Closed  Session  at  4:43  PM. 
Commissioner  Vietor  left  the  meeting  at  4:56  PM. 

CLOSED  SESSION 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

Anticipated  Litigation  as  Plaintiff 

20.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 

Property: 

Francisco  Reservoir  Tract,  bounded  by  Hyde,  Larkin  and  Bay  Streets,  in  San 
Francisco 

Persons  Negotiating: 

Harlan  Kelly,  Jr.,  San  Francisco  Public  Utilities  Commission 
Phil  Ginsburg,  San  Francisco  Recreation  and  Park  Department 
Under  Discussion:  Proposed  Terms  of  Payment  and  Price 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Section  54956.9 

(d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Resolution  14-0078) 

Existing  Litigation 

Raymond  A.  Moreno  and  Audrey  Schambach-Moreno 

City  Attorney  Litigated  Case  No.:  CGC-1 4-538471  /  Date  Filed:  April  7,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Resolution  14-0079) 

Existing  Litigation: 

Joseph  Luebberke  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 1-507528 
City  Attorney  File:  111418/  Date  Filed:  January  21,  2011 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Resolution  14-0080) 

Existing  Claim: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 1-507528 
City  Attorney  Claim  No:  13-02775  /  Date  Filed:  May  28,  2013 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1 )  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
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Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 


Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

27.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

28.  Announcement  following  Closed  Session. 

President  Courtney  announced  that  settlements  were  reached  on  item  21,  22  and 
23,  and  no  other  action  was  taken. 

29.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  to  Disclose: 

AYES:  Courtney,  Caen,  Torres  and  Mora n 

30.  Other  new  business. 

President  Courtney  announced  that  the  May  27,  2014  meeting  would  take  place  in 
Room  250,  and  after  a  brief  special  regular  session,  there  will  be  a  special  joint 
meeting  with  the  Commission  on  the  Environment  beginning  at  3:00  PM. 

President  Courtney  adjourned  the  meeting  at  5:09  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0066 


WHEREAS,  The  Water  System  Improvement  Program  (WSIP)  is  currently  implementing 
system  security  upgrades;  and 

WHEREAS,  The  Sewer  System  Improvement  Program  (SSIP)  is  looking  to  deliver 
security  projects  in  a  more  coordinated  and  consistent  fashion;  and 

WHEREAS,  Other  security  projects  will  be  implemented  through  Hetch-Hetchy  System 
Improvement  Program  (HSIP)  and  water  and  wastewater  R&R  programs;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  professional  engineering 
firms  to  provide  specialized  technical  expertise  in  program/project  management,  construction 
management,  project  controls  management,  contract  administration  and  project  engineering  for 
security  systems;  and 

WHEREAS,  The  estimated  cost  of  services  under  the  initial  contract  approvals  will  be  a 
cumulative  total  of  $4,000,000,  provided,  however,  the  General  Manager  seeks  approval  to 
negotiate;  and 

WHEREAS,  The  proposal  was  advertised  on  December  30,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2014  and  end  in  June  2017  and  the 
duration  of  this  agreement  is  three  (3)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  CH2MHill 
Engineers,  Inc.  and  The  Consulting  Group  as  the  two  highest  ranked  consulting  firms;  and 

WHEREAS,  A  CMD  established  a  9%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  goal  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Ground-disturbing  activities  such  as  geotechnical  investigations  will  require 
completion  of  environmental  review  in  compliance  with  the  provisions  of  the  California 
Environmental  Quality  Act  Guidelines  and  Chapter  31  of  the  San  Francisco  Administrative  Code 
prior  to  the  issuance  of  a  task  order  under  these  agreements;  and 


WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  each  task 
order  from  various  funds  such  as  WSIP,  HSIP,  SSIP,  R&R;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  various  SFPUC- 
funded  Agreement  Nos.  CS-324A-B,  Security  Consulting  and  Design  Services  to  CH2MHM 
Engineers,  Inc.  (CS-324A)  and  The  Consulting  Group,  (CS-324B)  to  provide  SFPUC  with 
technical  expertise  in  security  engineering,  program/project  management,  construction 
management,  project  controls  management,  contract  administration  and  project  engineering;  and 
authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  two  (2)  professional 
services  agreements  for  initial  amounts  not-to-exceed  $2,000,000  each  and  with  a  duration  of 
three  years  per  agreement,  for  a  cumulative  total  amount  of  $4,000,000. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 

fin  sit-  Sm£qAz  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0067 


WHEREAS,  On  October  11,  2011,  per  Resolution  No.  11-0166,  this  Commission 
approved  the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Construction  Contract  No.  WD-2661,  As-Needed  Integration  Services  (Lenel  VAR  Required), 
20 1 1 -20 1 3 ,  to  Netronix  Integration;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  December  19,  2011; 

and 

WHEREAS,  The  original  contract  amount  was  for  $1,216,742  and  the  original  contract 
duration  was  1,095  consecutive  calendar  days  (3  years);  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  additional  WSfP  sites  that  require  security  equipment 
procurement  and  installation;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to 
$85,453,  pending  change  orders  amount  to  $0,  potential  change  orders  amount  to  $0,  trends 
amount  to  $589,693,  and  10%  contingency  of  the  work  not  yet  performed  amount  to  $46,528; 
and 

WHEREAS,  These  change  orders,  trends,  and  10%  contingency  of  the  work  not  yet 
performed,  if  converted  to  approved  change  orders,  would  exceed  the  pre-approved  10% 
construction  cost  contingency;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $600,000  and 
an  increase  in  the  contract  duration  of  297  consecutive  calendar  days  are  requested,  subject  to  the 
General  Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Chapter  14B  Local  Business  Enterprise  subcontracting  goal  was  waived 
for  this  project;  and 

WHEREAS,  Funding  is  currently  available  in  Project  CUW36302,  System  Security 
Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $600,000,  and  approves  a  potential  increase  in  the  contract 
duration  of  up  to  297  consecutive  calendar  days  for  the  Water  Enterprise,  WS  IP-funded 
Construction  Contract  No.  WD-2661,  As-Needed  Integration  Services  (Lenel  VAR  Required), 


2011-2013,  for  a  total  cost  contingency  amount  of  $721,674;  and  a  potential  extension  in  the 
contract  total  duration  of  up  to  406  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $1,938,416  and  to  the  contract  duration  for  up  to  1,501  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0068 


WHEREAS,  State  law  (Public  Utilities  Code  Sections  398.4  and  398.5)  requires  "retail 
suppliers  of  electricity  products"  to  disclose  to  their  end  use  customers  annually  the 
electricity  sources  for  their  sales  to  those  customers;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required  to 
report  this  information  together  with  supporting  documentation  to  the  California  Energy 
Commission  (CEC)  in  the  form  of  a  Power  Source  Disclosure  (PSD)  Report;  and 

WHEREAS,  The  PSD  Report  shows  that  for  calendar  year  2013,  the  SFPUC  met  its  end 
use  customers'  needs  with  electricity  sources  that  were  99%  hydroelectric  and  1%  eligible 
renewable  energy  resources  under  California's  Renewable  Portfolio  Standard;  and 

WHEREAS,  SFPUC  staff  plans  to  submit  the  PSD  Report  for  2013,  in  verified  form,  to 
the  CEC  on  or  before  June  I,  2014;  and 

WHEREAS,  CEC  regulations  allow  the  Commission  to  approve  submission  of  an 
attestation  of  veracity  in  lieu  of  incurring  the  cost  of  having  the  report  independently 
verified;  and 

WHEREAS,  SFPUC  staff  developed  the  PSD  Report  consistent  with  the  CEC's 
regulations  using  metered  generation,  use,  and  sales  data  used  for  preparing  and  verifying 
the  SFPUC's  scheduling,  billing,  and  settlement  activities  and  uses  the  same  data  used  in 
other  public  reports  and  regulatory  compliance  filings;  and 

WHEREAS,  The  Acting  Manager  of  Regulatory  and  Legislative  Affairs  for  the  SFPUC 
Power  Enterprise,  as  the  designee  of  the  Assistant  General  Manager  for  Power,  has  signed  an 
attestation  of  the  veracity  of  the  PSD  Report,  now  therefore,  be  it 

RESOLVED,  That  the  Commission  approves  the  submission  of  the  attached 
attestation  of  veracity  for  the  Power  Source  Disclosure  Report  for  Calendar  Year  2013 
attached  to  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 


Secretary,  Public  Utilities  Commission 


ANNUAL  REPORT  TO  THE  CALIFORNIA 
ENERGY  COMMISSION: 
Power  Source  Disclosure  Program 
For  Year  ending:  12/31/2013 


GENERAL  INSTRUCTIONS 


Company  Name 


|     City  and  County  ofSarH^ranciscc^SFPUC 


Fill  out  the  schedules  that  apply  to  your  company's  filing  requirements. 
Please  print,  sign  the  attestation,  scan  and  e-mail  or  mail  the  attestation  to 
the  address  shown  below. 


California  Energy  Commission 
1516  9th  St.  MS-45 
Sacramento,  CA  95814 
e-mail:  <kevin.chou@energy.ca.gov> 


If  you  have  questions,  contact  Kevin  Chou  at  (916)  653-1628  or 
<kevin.chou@energy.ca.gov>. 


NOTE:  Information  submitted  in  this  report  is  not 
automatically  held  confidential.  If  your  company  wishes  the 
information  you  submit  to  be  held  in  confidence,  it  will  be 
necessary  to  submit  an  application  for  confidentiality. 
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ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION:  Power  Source  Disclosure  Program 

June  2014 
For  the  Year  Ending  December  31 , 2013 
SCHEDULE  1:  RETAIL  SALES 
Applicable  to:  Retail  Suppliers 


INSTRUCTIONS  Enter  information  about  power  purchases  supporting  all  electricity  products  tar  which  your  company  is  filing  the  Annual  Report.  If  you  need  additional  rows,  add  them  from  the  INSERT  menu.  Note:  if  the  power  was  purchased  from  a 
power  pool  or  wholesaler  that  will  be  filing  an  Annual  Report  with  the  Energy  Commission  (scheouies  3  and  4),  identify  the  name  of  the  pool wholesaler  unoer  "Facility  Name. 


CEC  RPS 
Certification  I 


Moccasin  LowHead 


Pier  96  -  Recycling  Plant 
Southeast  Water  Treatment  Plant 


Moscone  Convention  Center 


Moscone  Convention  Center 
Moscone  Convention  Center 


City  Distribution  Divis 


PR9601 
SEPV01 


MOSESA 


MOSESB 
MOSSLB 


Eligible  hydroele;62010A 


Solar  eiectlic 
i  Solar  electric 


[62214A 
62209A 


[Solar  electric 


:  Solar  electric     :  62219A 


\  Solar  electric     1 62220A 


I  Solar  eiectric 


Gross  kWh 
Purchased  or 
QF  ID  Number'1  Generated 


2.707,191 


kWh  Resold  or 
Self- 
Consumed 


1,707,191 


224,930 
87,344 


311,880 


214,927 


172,930 
344 
251,880 


259,816 
171,927 


Net  kWh 
Procured 


1,000,000 


52,000 
07  000 


60,000 


86,236 
158.110 


61,000 
43,000 


NorthPoint  Water  Treatment  Plant 


i  Solar  electric  62216A 


Maxine  Hall  ElemetHatV  ScfaOOf 


ChinaTown  Public  Library 

San  Francisco  International  Airport 


CTLB01 
SFOP00 


Solar  electric  ;62221A__ 


Solar  electric  i62222A 


Solar  electric  62210A 


309,556 


32,467 
_  9.948 
219,556 


15,000 


5.000 
90,000 

0 


San  Francisco  International  Airport 


San  Francisco  International  Airport 
San  Fiancisco  International  Airport 


Solar  electric      62211 A 


Solar  electric  ;62212A 


iSolar  electric  622I3A 


ChinaTown  Public  Health 


MTA  Woods  Bus  Facility 

MTA  Ways  and  Structure  Facility 


Alvarado  Elementary  School 


Southeast  Cogen  Plant 


Sunset  Reservcir  North  Basin  

Leaning  Juniper  II  ■  Leaning  Juniper 


Moccasin  PH 
Moccasin  PH 


MUWO01 


MUWA02 


Solar  electric  62087A 


Soter  electric 


:Biomass  S  Biow<62039A 


i  Solar  electric  60793A 


:W  md 


I  Large  hydroelec 


163.064 
11,602 


133,064 
11,802 


30,000 


73.937 


1,380,730 


1,500,000 


5,000,000 
11 1,639,358 


KPH1 


2 ;  Large  hydroelectric 


381  H0601 


1 ;  Large  hydroelectric 
2  Large  hydroelectric 


199,366,319 


118,079.047 
142,972,187 


42,416,157 
28,615.524 


132,609.795 
89,463,523 


Holm  PH 
Holm  PH 


WAPA  B3se 


KPH3 
HPhl 
HPH2 


WAPAB 


3  Large  tiydroelectric 


1 1  Large  hydroelectric 
2  Large  hydroelectric 


360/(0141 
380  H0141 


106,324,007 


257.991,676 
246,863,706 


\  Large  hydroeteclnc 


18,925,800 
9,379.790 


62.522,22 1 
59,825,469 


165,469,355 
187,038,237 


9.379,790 


ADDENDUM 

1.  For  RPS-eligibte  facilities  kWh  Resok!  mcluoes  null  power  sales.        15.864,182  KWh 
equivalent  to  the  RPS-eligiole  energy  available  to  be  carnec  over  to  a  future  year. 

2.  For  large  hydroelectric  facilities  kWh  Resold  includes  both  specifiec  and  unspecified  sates 

3.  Net  kWh  Procured  includes  5,000  Mwh  procuied  in  2012  used  to  meet  5.000  Mwh  of  retail  sales 
not  met  with  Hetch  Hetchy  supplies 


Purchased      kWh  Resold  Purchased 

^|P«w^^^^^^^»    nut     i.  ^MjwjM^yiyyip 


Total  Net  Purchases 


■ma 


ANNUAL  REPORT  TO  THE  CAUFORNiAENERGY  COMMISSION:  Powe?  Source  Disclose  P 

June  2014 
for  the  year  ending  December  31,  2013 
SCHEDULE  2A:  RETAIL  SALES 
Applicable  to:  Retail  Suppliers 


Product  1 
Product  2 
Product  3 
Product  4 
Product  5 
Product  6 


Specific  Purchases 

Renewable 

Biomass  &  Waste 

Geothermal 

Small  hydroelectric 

Solar  electric 

Wind 
Coal 

Large  hydroelectric 
Natural  Gas 
Nuclear 
Other 

Total  Specific  Purchases  used 
toward  Retail  Sales 


Generic  Power  Sold 


Total  Retail  Sales 


kWhSold 
Product  1 


1,380,790 


1,000,000 


1,999,000 


5,000,000 


989,835,022 


999,214,812 


kWhSold 
Product  2 


kWh  Sold 
Product  3 


214,612  | 


kWh  Sold 
Product  4 


I 


kWh  Sold 
Product  5 


kWh  Sold 
Product  6 


I 


State0th1setail  Sal6S  d°  "  matCh  ,0ta'  "N6t        PUfChaSed"  fr°m  SChedU'e  1 '  Pl6ase  Pr0vide  an  exPianal'°"  *  «"  attachment  to  your  filing.  If  the  d,fference 


TOTALS1 


1,000,000 


1,999,000 


5.000,000 


989,835,022 


214,812  | 


is  due  to  losses,  it  is  sufficient  to  simply 


CEC  Reg.  #  #REF! 
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ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION:  Power  Source  Disclosure  Program 

June  201 4 
for  the  year  ending  December  31,  2013 
SCHEDULE  2B:  RETAIL  SALES 
Applicable  to:  Retail  Suppliers   


INSTRUCTIONS:  Total  your  specific  purchases  (by  fuel  type)  and  generic  purchases  from  Schedule  1  and 
enter  these  numbers  in  the  first  column.  The  remainder  of  this  sheet  is  automated.  If  for  any  fuel  type 
(including  generic)  the  numbers  in  the  Difference  column  are  negative,  please  provide  an  explanation  for  this 
imbalance  of  supply  and  load. 


Specific  Purchases 

Renewable 

Biomass  &  Waste 

Geothermal 

Small  hydroelectric 

Solar  electric 
|  Wind 
Coal 

Large  hydroelectric 
^Natural  Gas 
tNuclear 
pther 

Jjotal  Specific  Purchase  Power  Sold 


Generic  Power  Sold 


Total1 


I 


I 


1 

Net  Purchases  (kWh) 

1 

Retail  Sales  (kWh) 

Difference  (kWh) 

\ "  9,379,790 

V 9.379.790 

\  1,380,790 

1,380,790 

1 ,000,000 

1 ,000,000 

1,999,000 

1,999,000 

|  5,000,000 

5,000,000 

989,835,022 

989,835,022 

I  999,214,812 

999,214,812 

999,214,812  t  999,214,812  j 


EXPLANATION  OF  DISCREPANCIES: 


1  If  total  retail  sales  do  not  match  total  "Net  kWh  Purchased"  from  Schedule  1 ,  please  provide  an  explanation 
in  an  attachment  to  your  filing,  if  the  difference  is  due  to  losses,  it  is  sufficient  to  simply  state  this. 


CEC  Reg.  #  #REF! 
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ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 
Power  Source  Disclosure  Program 
June  2014 
for  the  year  ending  December  31,  2013 
ATTESTATION  FORM 
Applicable  to:  All  pariinipantg  in  the  Power  Source  Disclosure  Program 


>•  Mtchgri  Hvam>.  Acting  Manager  of  Regulatory  and  Leatatottvii  Affair^  for 
Power  Enterprise,  declare  under  penalty  of  perjury,  that  the  statements 
contained  In  Schedules  1,2  are  true  and  correct  and  that  I,  as  an  authorized 
as6"*  ot  Cltv  &  County  of  San  Francisco  ■  PUC.  have  authority  to  submit  this 
report  on  the  company's  behalf.  I  further  declare  that  the  megawatt-hours 
claimed  as  specific  purchases  as  shown  In  these  Schedules  were,  to  the  best  of 
my  knowledge,  sold  once  and  only  once  to  retail  consumers. 


Signed: 

Dated:    ^/?//\  ' 


CONTACT  INFORMATION 


«ms 


Acting  Manager  ot  Regulatory  and 
Legislative  Affairs  for  Power 
Enterprise 


Company  ."l^fm 


Address 


City  &  County  ot  San  Francisco  PUC 


1525  Golden  Gate  Ave 


|8an  Francisco,  CA  94102 


415-554-1530 


15*554-0709 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0069 


WHEREAS,  On  February  24,  2009,  pursuant  to  Resolution  No.  09-0038,  this 
Commission  awarded  Agreement  No.  CS-915R,  Sunol  Valley  Regional  Construction 
Management  (CM)  Services,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  a  professional  services  agreement,  in  the  amount 
of  $16,000,000,  and  with  a  term  of  five  years,  concluding  on  May  1,  2014,  with  CH2M  HILL, 
subject  to  Board  of  Supervisors'  approval  pursuant  to  Charter  section  9.1 18;  and 

WHEREAS,  On  April  14,  2009,  pursuant  to  Resolution  No.  142-09,  approval  for 
Agreement  No.  CS-915R  was  obtained  from  the  San  Francisco  Board  of  Supervisors;  and 

WHEREAS,  On  November  9,  2010  pursuant  to  Resolution  No.  10-0197,  this 
Commission  approved  Amendment  No.  1  for  $3,000,000,  increasing  the  total  not-to-exceed 
agreement  amount  to  $19,000,000,  and  with  no  change  to  the  agreement  duration,  to  provide 
additional  construction  management  services  at  the  Regional  Habitat  Restoration  sites;  and 

WHEREAS,  On  December  14,  2010,  pursuant  to  Resolution  No.  597-10,  approval  for 
Amendment  No.  1  was  obtained  from  the  San  Francisco  Board  of  Supervisors;  and 

WHEREAS,  On  July  12,  2011,  pursuant  to  Resolution  No  11-0116,  this  Commission 
approved  Amendment  No.  2  to  extend  the  agreement  duration  by  two  years  and  three  months,  for 
a  total  agreement  duration  of  seven  years  and  three  months,  and  with  no  change  to  the  agreement 
value,  to  provide  ongoing  construction  management  services  for  the  San  Antonio  Backup 
Pipeline  and  the  Upper  Alameda  Creek  Filter  Gallery  projects;  both  project  completion  schedules 
were  delayed  as  a  result  of  extended  environmental  review  phases;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  to  increase  the  Agreement  not-to- 
exceed  amount  by  $500,000  to  provide  ongoing  construction  management  services  during  and 
through  the  construction  phase  of  the  San  Antonio  Backup  Pipeline  and  Regional  Habitat 
Restoration  sites,  increasing  the  total  not-to-exceed  Agreement  amount  to  $19,500,000  with  no 
change  to  the  duration;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  participation  goal  of  16%  and  that  goal  will  remain  unchanged;  and 

WHEREAS,  Funds  for  this  agreement  and  modification  are  available  from  WSIP 
Director's  Reserve  Fund;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Water 
Enterprise,  Water  System  Improvement  Program- funded  Agreement  No.  CS-915R,  Sunol  Valley 
Regional  Construction  Management  (CM)  Services,  with  CH2M  HILL  for  continued 
construction  management  services  associated  with  San  Antonio  Backup  Pipeline  and  Bioregional 
Habitat  Restoration  sites  in  the  Sunol  Valley  Region;  and  authorizes  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  an  amendment  increasing 
the  agreement  by  $500,000,  for  a  total  agreement  amount  of  $19,500,000  with  no  change  to  the 
duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0070 


Resolution  adopting  and  imposing  Schedules  of  Retail  Water  Rates  and  Charges  to  be  charged 
by  the  Water  Enterprise  effective  July  1,  2014,  July  1,  2015,  July  1,  2016,  and  July  1,  2017,  and 
thereafter,  pursuant  to  Section  8B.125  of  the  Charter  of  the  City  and  County  of  San  Francisco. 

WHEREAS,  In  accordance  with  Section  8B.125  of  the  Charter  of  the  City  and  County  of 
San  Francisco,  the  Commission  retained  an  independent  rate  consultant,  Carollo  Engineers, 
which  prepared  the  report,  SFPUC  Water  and  Wastewater  Cost  of  Service  Study,  now  posted  to 
the  sfwater.org  website;  and 

WHEREAS,  The  General  Manager  of  the  Public  Utilities  Commission  and  staff  have 
reviewed  the  independent  rate  report,  and  have  prepared  the  staff  report,  Proposed  Retail  Water 
and  Wastewater  Rates  Fiscal  Years  Ending  2015  to  2018,  which  has  been  submitted  to  the  Rate 
Fairness  Board  for  its  review,  and  posted  to  the  sfwater.org  website;  and 

WHEREAS,  The  Rate  Fairness  Board  has  reviewed  the  findings  and  recommendations  of 
the  General  Manager's  report  and  the  Carollo  report,  and  has  prepared  its  own  report  and 
presented  that  report  to  this  Commission  on  April  22,  2014;  and 

WHEREAS,  The  General  Manager  and  the  Rate  Fairness  Board  find  that  water  service 
charge  revenues  under  existing  rates  will  be  insufficient  to  meet  revenue  requirements  of  the 
Water  Enterprise  as  detailed  in  the  Water  Enterprise  10- Year  Financial  Plan,  and  recommend 
that  water  service  charges  be  adjusted  to  increase  total  revenue  from  water  rates  by  12%  annually 
in  both  fiscal  years  ending  2015  and  2016,  by  10%  in  fiscal  year  ending  2017,  and  by  7%  in 
fiscal  year  ending  2018;  and 

WHEREAS,  As  required  by  Proposition  218,  a  notice  of  the  proposed  adjustments  was 
sent  to  all  ratepayers  and  property  owners  more  than  45  days  in  advance  of  the  April  22,  2014 
public  hearing;  and 

WHEREAS,  Pursuant  to  the  published  notice  of  the  intention  of  the  Public  Utilities 
Commission  to  adopt  revised  Schedules  of  Retail  Water  Rates  and  Charges  to  be  charged  by  the 
San  Francisco  Water  Enterprise  for  retail  water  service  inside  and  outside  the  City  and  County  of 
San  Francisco,  a  public  hearing  was  held  on  April  22,  2014  and  May  13,  2014,  and  members  of 
the  public  were  given  an  opportunity  to  express  their  views  on  the  revised  Schedules  of  Retail 
Water  Rates  and  Charges;  and 

WHEREAS,  At  the  May  13,  2014  public  hearing,  the  Commission  considered  protests 
against  the  proposed  rates,  and  written  protests  against  the  proposed  rates  were  presented  by  less 
than  a  majority  of  parcel  owners  and  direct  water  services  customer  tenants;  and 

WHEREAS,  on  April  4,  2014,  the  Environmental  Review  Officer  determined  that  this 
action  is  statutorily  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  Public 
Resources  Code  Section  21080(b)(8)  and  CEQA  Guidelines  Section  15273  (Rates,  Tolls,  Fares, 


and  Charges)  related  to  the  establishment,  modification,  structuring,  restructuring,  or  approval  of 
rates,  tolls,  fares,  or  other  charges,  and  the  existing  water  system  has  sufficient  capacity  to  serve 
retail  users  through  2035:  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  determines  that  projected  revenues  under 
existing  rates  together  with  other  revenues  of  the  Water  Enterprise  will  be  insufficient  to  meet 
the  projected  revenue  requirements  for  each  fiscal  year  beginning  July  1,  2014  through  July  1, 
2017,  and  that  overall  adjustments  of  12%  in  the  water  rates  applicable  in  fiscal  years  ending 
2015  and  2016,  10%  in  the  water  rates  applicable  in  fiscal  year  ending  2017,  and  7%  in  the  water 
rates  applicable  in  fiscal  year  ending  2018  are  required;  and  be  it 

FURTHER  RESOLVED,  That  the  following  Schedules  of  Retail  Water  Rates  shall  apply 
to  all  retail  Customers,  as  defined  in  this  resolution,  of  San  Francisco's  Water  System: 

Section  1  -  Authority  and  General  Purpose 

This  Resolution  is  adopted  pursuant  to  Section  8B.125  of  the  Charter  of  the  City  and 
County  of  San  Francisco  for  the  purpose  of  establishing  an  orderly  system  for  the  imposition  and 
collection  of  charges  for  the  operating,  maintenance,  replacement,  debt  service  and  other  costs 
incurred  by  the  San  Francisco  Water  Enterprise  in  gathering,  treating  and  delivering  water  for 
consumptive  and  other  uses  in  San  Francisco  and  other  areas  receiving  retail  service  from  the 
Water  Enterprise. 

Section  2  -  Definitions 

For  the  purpose  of  this  Resolution,  the  following  definitions  shall  apply  unless  the 
context  specifically  dictates  otherwise. 

"City" 

The  City  and  County  of  San  Francisco 
"Commission" 

The  San  Francisco  Public  Utilities  Commission 
"Customer" 

Any  person,  firm,  corporation,  partnership,  trust,  or  any  other  entity  including,  but  not 
limited  to,  local,  state  and  federal  governments  utilizing  the  services  of  the  City's  utility 
systems. 

"Customer  Class" 

Customers  with  the  same  or  similar  usage  characteristics  are  grouped  into  Customer 
Classes  for  purposes  of  cost  allocation  and  rate  setting. 

"Dwelling  Unit" 

As  defined  in  San  Francisco  Planning  Code  Section  102.7,  a  room  or  suite  of  two  or  more 
rooms  that  is  designed  for,  or  is  occupied  by,  one  family  doing  its  own  cooking  therein 
and  having  only  one  kitchen.  For  the  purposes  of  this  resolution,  "Dwelling  Unit"  shall 
not  include  a  lodging  house,  rooming  house,  motel  or  hotel,  as  defined  in  San  Francisco 
Housing  Code  Section  410,  or  a  live/work  unit,  as  defined  in  Section  102.13  of  the  San 
Francisco  Planning  Code. 


"Equivalent  Meter" 

A  measure  of  the  capacity  of  a  meter  expressed  as  a  ratio  to  the  capacity  of  a  5/8  X  3/4 
meter. 

"General  Manager" 

The  General  Manager  of  the  Public  Utilities  Commission  or  his  or  her  designee. 
"Operations  and  Maintenance  Costs" 

Expenditures  used  for  the  storage,  treatment,  and  delivery  of  Retail  and  Regional  water 
including,  but  not  limited  to,  the  costs  of  personnel,  materials  and  supplies,  energy  and 
administration. 

"Residential  Customer" 

A  Residential  Customer  is  the  owner  or  customer  of  record  of  any  single-family  or 
multiple-family  Dwelling  Unit. 

"Water  System" 

The  City's  water  system  including  all  properties  (real,  personal,  and  tangible  or 
intangible)  owned,  operated,  maintained  by  and  under  the  jurisdiction  of  the  Commission 
used  for  the  gathering,  impounding,  treatment,  transmission  and  distribution  of  water, 
including  all  future  additions,  extensions,  replacements  and  improvements  to  the  system. 

Section  3  -  Customer  Classification 

a.  Class  Determination 

Upon  application  for  new  service,  each  Customer  shall  be  assigned  to  a  Customer 
Class  based  on  the  City's  evaluation  of  the  Customer's  usage  characteristics  in 
accordance  with  the  requirements  of  this  resolution  and  applicable  laws  and 
regulations.  Such  Customer  Class  determination  shall  be  based  on  the  Customer's 
description  of  its  current  operation  and  use  of  the  water  facilities  of  the  City.  Such 
description  shall  be  subject  to  verification  by  the  City. 

b.  Change  in  Classification 

Customers  requiring  or  requesting  a  change  in  their  classification  shall  do  so  in 
writing  within  30  days  of  a  change  in  operations. 

Section  4  -  Enterprise  Funds 

Pursuant  to  Article  V,  Section  5.01  of  the  Indenture  between  the  San  Francisco  Public 
Utilities  Commission  and  U.S.  Bank,  NA,  as  trustee,  all  revenues  of  the  Water  Enterprise  shall 
be  set  aside  and  deposited  into  a  fund  in  the  City  treasury  (the  Revenue  Fund).  All  amounts  paid 
into  the  Revenue  Fund  shall  be  maintained  separate  and  apart  from  other  City  funds.  Moneys  in 
the  Revenue  Fund  shall  be  appropriated  and  expended  in  accordance  with  the  Indenture. 

Section  5  -  Billing  Rates  for  Retail  Water  Charges 

The  following  Schedules  of  Retail  Water  Rates  and  Charges  to  be  paid  by  all  retail 
customers  of  the  City's  Water  System  are  hereby  adopted  and  imposed. 


SCHEDULE  W-1A:  Single  Family  Residential  Service  within  the  City  and  County  of  San 
Francisco. 

Applicable  to  single-family  dwelling  units  served  through  a  separate  meter  or  bank  of  meters: 


First:  A  Monthly  Service  Charge  based  on  the  size  of  the  meter.  For  two-month  billing  periods 
the  charge  shall  be  twice  the  amounts  shown. 


  I            .4  -I 

FYE  2017 
Effective  7/1/1  a 

FYE  2018 
Effective  7/1/17 

5/8  in 

$8.81 

$9.87 

$10.86 

$11.63 

3/4  in 

$11.09 

$12.43 

$13.68 

$14.64 

1  in 

$15.66 

$17.54 

$19.30 

$20.66 

1-1/2  in 

$27.08 

$30.33 

$33.37 

$35.71 

2  in 

$40.79 

$45.69 

$50.26 

$53.78 

3  in 

$72.77 

$81.51 

$89.67 

$95.95 

4  in 

$118.46 

$132.68 

$145.95 

$156.17 

6  in 

$232.69 

$260.62 

$286.69 

$306.76 

8  in 

$369.76 

$414.14 

$455.56 

$487.45 

10  in 

$529.67 

$593.24 

$652.57 

$698.25 

12  in 

$986.57 

$1,104.96 

$1,215.46 

$1 ,300.55 

16  in 

$1,717.61 

$1,923.73 

$2,116.11 

$2,264.24 

Second:  A  charge  for  all  water  delivered  based  on  monthly  meter  reading. 


Single-Family  Residential 

Charge  per  Ccf 

FYE          FYE  FYE 
2016         2017  2018 
Effective   Effective-  Effective 
7/1/15        7/1/16  7/1/17 

First  4  UnitsVDU2/Month 
All  Additional  Ccf/DU/Month 

$4.86         $5.45         $6.00  $6.42 
$6.52         $7.31         $8.05  $8.62 

11  Unit  =  1  Ccf  of  water  =  748  gallons 

2DU  =  Dwelling  Unit;  All  Single-Family  Residential  customers  have  one  dwelling  unit  per 
account 

SCHEDULE  W-1B:  Multiple-Family  Residential  Service  within  the  City  and  County  of 
San  Francisco. 

Applicable  to  multiple-family  accounts  consisting  of  two  or  more  dwelling  units  served  through 
a  separate  meter  or  bank  of  meters: 


First:  A  Monthly  Service  Charge  based  on  the  size  of  the  meter. 


FYE  2017 
Effective  7/1/1  & 

5/8  in 

$8.81 

$9.87 

$10.86 

$11.63 

3/4  in 

$11.09 

$12.43 

$13.68 

$14.64 

1  in 

$15.66 

$17.54 

$19.30 

$20.66 

1-1/2  in 

$27.08 

$30.33 

$33.37 

$35.71 

2  in 

$40.79 

$45.69 

$50.26 

$53.78 

3  in 

$72.77 

$81.51 

$89.67 

$95.95 

4  in 

$118.46 

$132.68 

$145.95 

$156.17 

6  in 

$232.69 

$260.62 

$286.69 

$306.76 

8  in 

$369.76 

$414.14 

$455.56 

$487.45 

10  in 

$529.67 

$593.24 

$652.57 

$698.25 

12  in 

$986.57 

$1,104.96 

$1,215.46 

$1,300.55 

16  in 

$1,717.61 

$1,923.73 

$2,116.11 

$2,264.24 

Second:  A  charge  for  all  water  delivered  based  on  monthly  meter  reading. 


Multiple-Family  Residential 

HHBH^     Charge  per  Ccf^BBHHHB 

FYE           FYE          FYE  FYE 
i     2015          2016         2017  2018 
Effective    Effective   Effective*  Effective 
7/1/14         7/1/15        7/1/16  7/1/17 

First  3  Units1/DU2/Month 
All  Additional  Ccf/DU/Month 

$4.98         $5.58         $6.14  $6.57 
$6.67         $7.48         $8.23  $8.81 

11  Unit  =  1  Ccf  of  water  =  748  gallons 

2DU  =  Dwelling  Unit;  All  Single-Family  Residential  customers  have  one  dwelling  unit  per 
account 

SCHEDULE  W-1C:  Commercial,  Industrial  and  General  Uses  within  the  City  and  County 
of  San  Francisco. 

Applicable  to  commercial,  industrial  and  other  general  uses  served  through  a  separate  meter  or 
bank  of  meters: 


First:  A  Monthly  Service  Charge  based  on  the  size  of  the  meter. 


- 

i^B  Si  i  jjgjp j  fraaBja 

5/8  in 

$8.81 

$9.87 

$10.86 

$11.63 

3/4  in 

$11.09 

$12.43 

$13.68 

$14.64 

1  in 

$15.66 

$17.54 

$19.30 

$20.66 

1-1/2  in 

$27.08 

$30.33 

$33.37 

$35.71 

2  in 

$40.79 

$45.69 

$50.26 

$53.78 

3  in 

$72.77 

$81 .51 

$89.67 

$95.95 

4  in 

$118.46 

$132.68 

$145.95 

$156.17 

6  in 

$232.69 

$260.62 

$286.69 

$306.76 

8  in 

$369.76 

$414.14 

$455.56 

$487.45 

10  in 

$529.67 

$593.24 

$652.57 

$698.25 

12  in 

$986.57 

$1,104.96 

$1,215.46 

$1,300.55 

16  in 

$1,717.61 

$1,923.73 

$2,116.11 

$2,264.24 

Second:  A  charge  for  all  water  delivered  based  on  monthly  meter  reading. 


Commercial,  Industrial  and  other 

|BHH§:    Charge  per  Ccf 

General  Uses 

FYE           FYE          FYE  FYE 
2015          2016         2017  2018 
Effective    Effective   Effective  Effective 
7/1/14        7/1/15        7/1/16  7/1/17 

For  all  units1  of  Water 

$5.79         $6.49         $7.14  $7.64 

'1  Unit  =  1  Ccf  of  water  =  748  gallons 

SCHEDULE  W-2:  Fire  Service  within  the  City  and  County  of  San  Francisco 

Applicable  to  private  fire  service  installed  and  maintained  according  to  the  rules  regulations  and 
Specifications  of  the  San  Francisco  Water  Enterprise. 


First:  A  Monthly  Service  Charge  based  on  the  size  of  the  service. 


1      v  .^f^5^m^5^^^^H 

mHMI  jULTFvJt  li'iim 

Effective  7/1/14  Effective  7/1/15?  Effective  7/1/161 

Effective  7/1/17 

1  in 

$7.77 

$8.71 

$9.59 

$10.36 

1-1/2  in 

$11.30 

$12.66 

$13.93 

$15.05 

2  in 

$15.54 

$17.41 

$19.16 

$20.70 

3  in 

$25.44 

$28.50 

$31.35 

$33.86 

4  in 

$39.57 

$44.32 

$48.76 

$52.67 

6  in 

$74.90 

$83.89 

$92.28 

$99.67 

8  in 

$117.30 

$131.38 

$144.52 

$156.09 

10  in 

$166.76 

$186.78 

$205.46 

$221 .90 

12  in 

$308.09 

$345.07 

$379.58 

$409.95 

Second:  If  water  is  used  for  any  purpose  other  than  extinguishing  accidental  fires,  the  W-1C 
rates  for  water  delivery  shall  apply. 


SCHEDULE  W-3A:  Public  Uses  within  the  City  and  County  of  San  Francisco 

Applicable  to  Public  Buildings,  Parks  and  Other  Metered  Service:  Schedule  W-1C 

For  Street  Sprinkling  and  Flushing  when  quantities  are  computed  from  records  of  tank  wagons 
and  billed  as  one  amount:  Schedule  W-1C  (no  service  charge  to  apply) 


SCHEDULE  W-3B:  Interruptible  Uses  within  the  City  and  County  of  San  Francisco. 

Applicable  to  Interruptible  Service  when  service  can  be  interrupted  for  water  shortages  and  other 
emergencies  at  the  discretion  of  the  Water  Enterprise: 


First:  A  Monthly  Service  Charge  based  on  the  size  of  the  meter. 


1 

J 

FYE  2016 
Effective  7/1/15. 

FYE  2017 
Effective  7/1/165 

.  . 

FYE  2018 
Effective  7/1/1 7 

5/8  in 

$8.81 

$9.87 

$10.86 

$11.63 

3/4  in 

$11.09 

$12.43 

$13.68 

$14.64 

1  in 

$15.66 

$17.54 

$19.30 

$20.66 

1-1/2  in 

$27.08 

$30.33 

$33.37 

$35.71 

2  in 

$40.79 

$45.69 

$50.26 

$53.78 

3  in 

$72.77 

$81.51 

$89.67 

$95.95 

4  in 

$118.46 

$132.68 

$145.95 

$156.17 

6  in 

$232.69 

$260.62 

$286.69 

$306.76 

8  in 

$369.76 

$414.14 

$455.56 

$487.45 

10  in 

$529.67 

$593.24 

$652.57 

$698.25 

12  in 

$986.57 

$1,104.96 

$1,215.46 

$1,300.55 

16  in 

$1,717.61 

$1,923.73 

$2,116.11 

$2,264.24 

Second:  A  charge  for  all  water  delivered  based  on  monthly  meter  reading. 


Interruptible  Uses 

Charge  per  Ccf 

-  a  V   r .  -4 

.  1 

TV           v,  ■ 

lilr/i  lil "  ^^Hntifim 

•.  .  . 

e   Effective  Effective 
7/1/16  7/1/17 

For  all  units1  of  Water 

$5.25         $5.88         $6.47  $6.93 

11  Unit  =  1  Ccf  of  water  =  748  gallons 

SCHEDULE  W-4:  Docks  and  Shipping  Supply  within  the  City  and  County  of  San 
Francisco. 

Applicable  to  special  shipping  service,  including  hose  truck  and  other  special  services,  from 
open  docks  through  common  hydrants  where  delivery  is  not  through  a  service  and  meter  for 
which  the  customer  is  responsible: 

First:  A  Docks  &  Shipping  Supply  Charge:  Schedule  W-41 


Second:  A  charge  for  all  water  delivered  based  on  monthly  meter  reading. 


Docks  and  Shipping 

Charge  per  Ccf 

i  ,« 

FYE 

FYE 

FYE 

2016 

2017 

2018 

j  Effective 

Effective 

Effective 

Effective 

7/1/14 

7/"l/"t  3 

7/1/16 

7/1/1 T 

For  all  units1  of  Water 

$7.64 

$8.57 

$9.43 

$10.10 

1  Unit  =  1  Ccf  of  water  =  748  gallons 

SCHEDULE  W-5:  Builders  and  Contractors  within  the  City  and  County  of  San  Francisco. 

Builders  and  Contractors  supply  for  metered  service  through  the  fire  hydrants  and  other  metered 
service: 

First:  A  Meter  Connection  Charge:  Schedule  W-41 
Second:  A  Meter  Deposit:  Schedule  W-44 


Third:  A  Monthly  Service  Charge  based  on  the  size  of  the  meter. 


.... . 

1  in 

$15.66 

$17.54 

$19.30 

$20.66 

1-1/2  in 

$27.08 

$30.33 

$33.37 

$35.71 

2  in 

$40.79 

$45.69 

$50.26 

$53.78 

3  in 

$72.77 

$81.51 

$89.67 

$95.95 

4  in 

$118.46 

$132.68 

$145.95 

$156.17 

Fourth:  A  charge  for  all  water  delivered  based  on  monthly  meter  reading. 


Builders  and  Contractors 

2015  2016 
Effective  Effectiv 
7/1/14  7/1/15 

2017  2018 
e   Effective  Effective 
7/1/16  7/1/17 

For  all  units1  of  Water 

$6.95        $7.79        $8.57  $9.17 

11  Unit  =  1  Ccf  of  water  =  748  gallons 

Fifth:  Any  customer  who  fails  to  report  water  consumption  as  required  shall  be  assessed  a  non- 
reporting  penalty  equivalent  to  the  cost  of  25  units  of  water  per  month  at  the  current  W-5 
volumetric  rate. 


SCHEDULE  W-21:  Single  Family  Residential  Service  outside  the  City  and  County  of  San 
Francisco. 

Applicable  to  single-family  dwelling  units  served  through  a  separate  meter  or  bank  of  meters: 
Schedule  W-l  A 

SCHEDULE  W-22:  Fire  Service  outside  the  City  and  County  of  San  Francisco 

Applicable  to  private  fire  service  installed  and  maintained  according  to  the  rules  regulations  and 
Specifications  of  the  San  Francisco  Water  Enterprise:  Schedule  W-2 

SCHEDULE  W-24:  Untreated  Water  Service 

Applicable  inside  and  outside  the  City  and  County  of  San  Francisco  for  untreated  water  service 
when  the  customer  furnishes  all  facilities  necessary  to  convey  the  untreated  water  from  the  San 
Francisco  Water  Enterprise's  water  supply  reservoirs  to  the  customer's  point  of  use. 

First:  A  Monthly  Service  Charge  based  on  the  size  of  the  meter. 


Effective  7/1 /1S  Effective  7/1 /t a  Effective  7/1/17 

1 

5/8  in 

$8.81 

$9  87 

$10.86 

$11.63 

3/4  in 

$11.09 

$13.68 

$14.64 

1  in 

$15.66 

$19.30 

$20.66 

1-1/2  in 

$27.08 

vpOU.OO 

$33.37 

$35.71 

2  in 

$40.79 

$45  69 

$50.26 

$53.78 

3  in 

$72.77 

$81.51 

$89.67 

$95.95 

4  in 

$118.46 

$132.68 

$145.95 

$156.17 

6  in 

$232.69 

$260.62 

$286.69 

$306.76 

8  in 

$369.76 

$414.14 

$455.56 

$487.45 

10  in 

$529.67 

$593.24 

$652.57 

$698.25 

12  in 

$986.57 

$1,104.96 

$1,215.46 

$1,300.55 

16  in 

$1,717.61 

$1,923.73 

$2,116.11 

$2,264.24 

Second:  A  charge  for  all  water  delivered  based  on  monthly  meter  reading. 


Non-Potable 


For  all  units'  of  Water 


_ 


201 
Effectiv 
7/1/14 


$2.24 


ffective 
7/1/15 


$2.51 


2017? 


Effective 


$2.76 


20 


Effective5 
7/ 


$2.95 


1  Unit  =  1  Ccf  of  water  =  748  gallons 


SCHEDULE  W-31:  Commercial,  Industrial  and  General  Uses  outside  the  City  and  County 
of  San  Francisco. 

Applicable  to  multiple-family  residential,  commercial,  industrial  and  other  general  uses  served 
through  a  separate  meter  or  bank  of  meters:  Schedule  W-1C 


SCHEDULE  W-33.  Public  Uses  Excluding  Wholesale  outside  the  City  and  County  of  San 
Francisco 


Applicable  to  Public  Buildings,  Parks  and  Other  Metered  Service:  Schedule  W-1C 


SCHEDULE  W-34:  Interruptible  Uses  outside  the  City  and  County  of  San  Francisco. 


Applicable  to  Interruptible  Service  when  service  can  be  interrupted  for  water  shortages  and  other 
emergencies  at  the  discretion  of  the  Water  Enterprise:  Schedule  W-3B 


Section  6  -  Outside  Agencies 

The  retail  water  rate  and  charge  schedules  set  forth  in  this  resolution  will  not  apply  to  any 
special  agreements  executed  by  the  City  and  a  Customer;  provided  that  such  agreements  may  be 
negotiated  only  when  justified  by  special  circumstances  not  generally  applicable  to  other 
Customers,  that  such  agreements  shall  provide  schedules  of  water  rates  and  charges  and  other 
terms  and  conditions  that  may  be  required  as  the  result  of  any  outstanding  bonded  indebtedness 
or  loan  agreements  and  the  requirements  of  local,  state  and  federal  laws  and  regulations,  and  that 
such  agreements  shall  be  approved  by  the  Commission. 

Section  7  -  Severability 

If  any  section,  subsection,  subdivision,  paragraph,  sentence,  clause  or  phrase  of  this 
resolution  or  any  part  hereof,  is  for  any  reason  held  to  be  unconstitutional  or  invalid  or 
ineffective  by  any  court  of  competent  jurisdiction,  such  decision  shall  not  affect  the  validity  or 
effectiveness  of  the  remaining  portions  of  this  resolution  or  any  part  hereof.  The  Commission 
hereby  declares  that  it  would  have  adopted  each  section,  subsection,  subdivision,  paragraph, 
sentence,  clause  or  phrase  thereof  irrespective  of  the  fact  that  any  one  or  more  sections, 
subsections,  subdivisions,  paragraphs,  sentences,  clauses  or  phrases  be  declared  unconstitutional 
or  invalid  or  ineffective. 

Section  8  -  Effective  Date 

The  rates  for  FYE  2015  adopted  pursuant  to  this  resolution  shall  be  effective  for  water 
meter  readings  made  on  or  after  July  1,  2014  or  as  soon  thereafter  as  possible.  The  rates  for  FYE 
2016  adopted  pursuant  to  this  resolution  shall  be  effective  for  water  meter  readings  made  on  or 
after  July  1,  2015.  The  rates  for  FYE  2017  adopted  pursuant  to  this  resolution  shall  be  effective 
for  water  meter  readings  made  on  or  after  July  I,  2016.  The  rates  for  FYE  2018  adopted  pursuant 
to  this  resolution  shall  be  effective  for  water  meter  readings  made  on  or  after  July  1,  2017,  and 
shall  remain  in  effect  until  repealed,  modified  or  superseded. 

i"  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0071 


Resolution  adopting  and  imposing  Schedules  of  Wastewater  Rates  and  charges  to  be  charged  by 
the  Wastewater  Enterprise  effective  July  1,  2014,  July  1,  2015,  July  1,  2016,  and  July  1,  2017, 
and  thereafter,  pursuant  to  Section  8B.125  of  the  Charter  of  the  City  and  County  of  San 
Francisco. 

WHEREAS,  In  accordance  with  Section  8B.125  of  the  Charter  of  the  City  and  County  of 
San  Francisco  the  Commission  has  retained  an  independent  rate  consultant,  Carollo  Engineers, 
which  prepared  the  report,  SFPUC  Water  and  Wastewater  Cost  of  Service  Study,  and  has 
submitted  report  findings  to  the  Rate  Fairness  Board  for  its  review,  now  posted  to  the  sfwater.org 
website;  and 

WHEREAS,  The  General  Manager  of  the  Public  Utilities  Commission  and  staff  have 
reviewed  the  independent  rate  report,  and  have  prepared  the  staff  report,  Proposed  Retail  Water 
and  Wastewater  Rates  Fiscal  Years  Ending  2015  to  2018,  which  has  been  submitted  to  the  Rate 
Fairness  Board  for  its  review  and  has  posted  this  report  to  the  sfwater.org  website;  and 

WHEREAS,  The  Rate  Fairness  Board  has  reviewed  the  findings  and  recommendations  of 
the  General  Manager's  report  and  the  independent  rate  consultant  report,  and  has  prepared  its 
own  report  and  presented  that  report  to  this  Commission  on  April  22,  2014;  and 

WHEREAS,  The  General  Manager  and  the  Rate  Fairness  Board  find  that  sewer  service 
charge  revenues  under  existing  rates  will  be  insufficient  to  meet  revenue  requirements  of  the 
Wastewater  Enterprise  as  projected  in  the  Wastewater  Enterprise  10- Year  Financial  Plan,  and 
recommend  that  wastewater  service  charges  be  adjusted  to  increase  total  revenue  from 
wastewater  rates  by  5%  annually  in  both  fiscal  years  ending  2015  and  2016,  by  7%  in  fiscal  year 
ending  2017,  and  by  1 1%  in  fiscal  year  ending  2018;  and 

WHEREAS,  As  required  by  Proposition  218,  a  notice  of  the  proposed  adjustments  was 
sent  to  all  ratepayers  and  property  owners  more  than  45  days  in  advance  of  the  April  22,  2014 
public  hearing;  and 

WHEREAS,  Pursuant  to  the  published  notice  of  the  intention  of  the  Public  Utilities 
Commission  to  adopt  revised  Schedules  of  Wastewater  Rates  and  Charges  to  be  charged  by  the 
San  Francisco  Wastewater  Enterprise  for  retail  sewer  service  in  San  Francisco  and  adjacent 
areas,  a  public  hearing  was  held  on  April  22,  2014  and  May  13,  2014,  and  members  of  the  public 
were  given  an  opportunity  to  express  their  views  on  the  revised  Schedules  of  Wastewater  Rates 
and  Charges;  and 

WHEREAS,  At  the  May  13,  2014  public  hearing,  the  Commission  considered  protests 
against  the  proposed  rates,  and  written  protests  against  the  proposed  rates  were  presented  by  less 
than  a  majority  of  parcel  owners  and  direct  water  services  customer  tenants;  and 


WHEREAS,  on  April  4,  2014  the  Environmental  Review  Officer  determined  that  this 
action  is  statutorily  exempt  from  environmental  review  under  Public  Resources  Code  Section 
21080(b)(8)  and  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15273 
(Rates,  Tolls,  Fares,  and  Charges)  related  to  the  establishment,  modification,  structuring, 
restructuring,  or  approval  of  rates,  tolls,  fares,  or  other  charges  and  the  wastewater  system  has 
sufficient  capacity  to  serve  projected  users  to  2045;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  determines  that  projected  revenues  under 
existing  rates  together  with  other  revenues  of  the  Wastewater  Enterprise  will  be  insufficient  to 
meet  the  revenue  requirements  of  the  Wastewater  Enterprise  as  projected  in  the  Wastewater 
Enterprise  10- Year  Financial  Plan,  and  that  overall  adjustments  of  5%  in  the  wastewater  rates 
applicable  in  fiscal  years  ending  2015  and  2016,  7%  in  the  wastewater  rates  applicable  in  fiscal 
year  ending  2017,  and  11%  in  the  wastewater  rates  applicable  in  fiscal  year  ending  2018  are 
required;  and  be  it 

FURTHER  RESOLVED,  The  following  Schedules  of  Wastewater  Rates  shall  apply  to 
all  retail  Customers,  as  defined  in  this  resolution,  who  discharge  to  San  Francisco's  Sewerage 
System: 

Section  1  -  Authority  and  General  Purpose 

This  Resolution  is  adopted  pursuant  to  Section  8B.125  of  the  Charter  of  the  City  and 
County  of  San  Francisco  for  the  purpose  of  establishing  an  orderly  system  for  the  imposition  and 
collection  of  charges  for  the  operating,  maintenance,  replacement,  debt  service  and  other  costs 
incurred  by  the  San  Francisco  Wastewater  Enterprise  in  collecting,  treating  and  disposing  of 
sewage,  stormwater,  industrial  wastes  and  other  wastes.  Each  Customer  shall  pay  for  such  costs 
based  on  his  or  her  proportionate  use  of  the  facilities  of  the  Wastewater  Enterprise  as  required  by 
the  federal  Clean  Water  Act,  United  States  Environmental  Protection  Agency  rules  and 
regulations,  and  applicable  provisions  of  state  law. 

Section  2  -  Definitions 

For  the  purpose  of  this  Resolution,  the  following  definitions  shall  apply  unless  the 
context  specifically  dictates  otherwise. 

"City" 

The  City  and  County  of  San  Francisco 
"COD" 

Chemical  Oxygen  Demand  (COD)  is  a  quantitative  measure  of  the  amount  of  oxygen 
required  for  chemical  oxidation  of  carbonaceous  materials  in  wastewater  using  a  strong 
chemical  oxidant  such  as  chromic  acid  (HaCraO?). 

"Commission" 

The  San  Francisco  Public  Utilities  Commission 
"Customer" 

Any  person,  firm,  corporation,  partnership,  trust,  or  any  other  entity  including,  but  not 
limited  to,  local,  state  and  federal  governments  utilizing  the  services  of  the  City's 
wastewater  collection  and  treatment  system. 


"Customer  Charge" 

The  charge  applied  to  Customers  to  recover  the  operations,  maintenance,  debt  service  and 
replacement  costs  incurred  by  the  City  to  collect,  treat,  and  dispose  of  Sewage, 
Stormwater,  Industrial  Wastes,  and  Other  Wastes  of  the  Customer.  The  Customer 
Charge  includes  administrative  costs  of  the  Wastewater  Enterprise,  SFPUC,  and  other 
appropriate  City  functions. 

"Customer  Class" 

Users  with  the  same  or  similar  usage  characteristics  are  grouped  into  Customer  Classes 
for  purposes  of  cost  allocation  and  rate  setting. 

"Discharge" 

The  Customer's  metered  water  use  multiplied  by  the  Customer's  applicable  wastewater 
Flow  Factor. 

"Discharge  Unit" 

100  cubic  feet  of  wastewater  discharged  to  sewerage  system.  The  quantity  of  wastewater 
shall  be  the  amount  metered,  or,  in  the  event  quantity  is  not  metered,  shall  be  the  metered 
water  use  multiplied  by  the  wastewater  Flow  Factor. 

"Domestic  Wastes" 

Water-carried  human  wastes  from  sanitary  conveniences,  including  but  not  limited  to 
toilets,  sinks,  bathtubs,  and  residential  laundry  facilities. 

"Dwelling  Unit" 

As  defined  in  San  Francisco  Planning  Code  Section  102.7,  a  room  or  suite  of  two  or  more 
rooms  that  is  designed  for,  or  is  occupied  by,  one  family  doing  its  own  cooking  therein 
and  having  only  one  kitchen.  For  the  purposes  of  this  resolution,  "Dwelling  Unit"  shall 
not  include  a  lodging  house,  rooming  house,  motel  or  hotel,  as  defined  in  San  Francisco 
Housing  Code  Section  410,  or  a  live/work  unit,  as  defined  in  Section  102.13  of  the  San 
Francisco  Planning  Code. 

"Flow  Factor" 

The  percentage  of  metered  water  use  returned  to  sewers  and  the  Sewerage  System  as 
wastewater.  For  purposes  of  determining  applicable  charges,  the  percentage  of  water  use 
returned  to  sewers  is  assumed  to  be  90%  for  single  family  Residential  Users,  95%  for 
multifamily  Residential  users  and  90%  for  all  other  users.  The  General  Manager  may 
establish  modified  percentages  by  estimation  or  based  on  an  inspection  of  the  Residential 
User's  premises  and  water  use.  Residential  Users  may  appeal  their  assigned  Flow  Factor 
pursuant  to  procedures  set  forth  in  applicable  department  regulations. 


"General  Manager" 

The  General  Manager  of  the  Public  Utilities  Commission  or  his  or  her  designee 
"Hydrocarbon  Oil  and  Grease" 

Hydrocarbon  oil  and  grease  (O/G)  is  the  measurement  of  that  fraction  of  recoverable  oil 
and  grease  of  petroleum  origin  using  a  test  specified  in  40  CFR  Part  136. 

"Industrial  Wastes" 

Any  solid,  liquid,  or  gaseous  wastes  including  cooling  water  resulting  from  any 
industrial,  commercial  or  manufacturing  process  or  from  the  development,  recovery,  or 
processing  of  natural  resources. 

"Operations  and  Maintenance  Costs" 

Expenditures  used  for  the  collection,  treatment  and  disposal  of  Sewage,  Stormwater, 
Industrial  Wastes  and  Other  Wastes  including,  but  not  limited  to,  the  costs  of  personnel, 
materials  and  supplies,  energy  and  administration. 

"Other  Wastes" 

All  decayed  wood,  sawdust,  shavings,  bark,  lime,  refuse,  ashes,  garage,  offal,  oil,  tar, 
chemicals,  and  all  other  substances  except  Sewage,  Stormwater  and  Industrial  Wastes. 

"Residential  Wastewater  User" 

The  owner  or  customer  of  record  of  any  single-family  or  multiple-family  Dwelling  Unit. 
"Sewage" 

Water-carried  human  wastes  or  a  combination  of  water-carried  human  or  industrial 
wastes  from  residences,  commercial  buildings,  institutions,  and  industrial  establishments, 
together  with  such  ground,  surface,  storm  or  other  wastes  that  may  be  present. 

"Sewage  System"  or  "Sewerage  System" 

The  City's  wastewater  system  including  all  properties  (real,  personal  and  tangible  or 
intangible)  owned,  operated,  maintained  by  and  under  the  jurisdiction  of  the  Commission 
used  for  collection,  treatment  and  disposal  of  wastewater,  including  all  future  additions, 
extensions,  replacements  and  improvements  to  the  system. 

"Standard  Industrial  Classification"  or  "SIC" 

A  coding  system  established  by  the  United  States  government  to  classify  businesses  and 
industries.  SIC  codes  are  assigned  based  on  common  characteristics  shared  in  the 
products,  services,  production  and  delivery  system  of  a  business. 

"Stormwater" 

Surface  water  originating  from  rainfall  collected  in  the  sewerage  system. 
"Total  Suspended  Solids" 

The  measurement  of  the  amount  of  insoluble  solids  that  either  float  on  the  surface  of 
wastewater  or  are  suspended  in  wastewater  using  a  test  specified  in  40  CFR  Part  136. 


Section  3  -  Unlawful  Discharge 

It  shall  be  unlawful,  except  as  herein  provided,  for  any  Customer  to  discharge  Sewage, 
Stormwater,  Industrial  Wastes,  or  Other  Wastes  into  the  sewers  or  sewerage  works  of  the  City, 
unless  such  Customer  shall  pay  the  City  its  Customer  Charge  as  hereinafter  provided. 

Section  4  -  Customer  Classification 

a.  Class  Determination 

Upon  application  for  new  service,  each  Customer  shall  be  assigned  to  a  Customer 
Class  based  on  the  City's  evaluation  of  the  Customer's  waste  discharge 
characteristics  in  accordance  with  the  requirements  of  this  resolution  and  applicable 
laws  and  regulations.  Such  Customer  Class  determination  shall  be  based  on  the 
Customer's  description  of  its  current  operation  and  use  of  the  collection,  treatment 
and  disposal  facilities  of  the  City.  Such  description  shall  be  subject  to  verification  by 
the  City. 

b.  Change  in  Classification 

Customers  requiring  or  requesting  a  change  in  their  classification  shall  do  so  in 
writing  within  30  days  of  a  change  in  operations. 

c.  Unmetered  Service 

In  circumstances  where  a  Customer's  discharge  is  not  measured  by  metered  water 
consumption,  the  General  Manager  is  authorized  to  implement  appropriate 
requirements  and  procedures  for  determining  a  Customer  Charge  consistent  with  the 
requirements  of  this  resolution  and  applicable  state  and  federal  laws. 

Section  5  -  Enterprise  Funds 

Pursuant  to  Article  V,  Section  5.01  of  the  Indenture  between  the  San  Francisco  Public 
Utilities  Commission  and  U.S.  Bank,  NA,  as  trustee,  all  revenues  of  the  Wastewater  Enterprise 
shall  be  set  aside  and  deposited  into  a  fund  in  the  City  treasury  (the  Revenue  Fund).  All  amounts 
paid  into  the  Revenue  Fund  shall  be  maintained  separate  and  apart  from  other  City  funds. 
Moneys  in  the  Revenue  Fund  shall  be  appropriated  and  expended  in  accordance  with  the 
Indenture. 

Section  6  -  Billing  Rates  for  Wastewater  Customer  Charges 

The  following  schedules  of  customer  charges  to  be  paid  by  all  dischargers  to  the  City's 
Sewerage  System  are  hereby  adopted  and  imposed. 

SCHEDULE  A-l.  This  schedule  shall  apply  to  Single-Family  Residential  wastewater 
customers.  The  rates  under  this  schedule  are  based  upon  the  typical  strengths  for  Domestic 
Wastes,  as  determined  by  the  General  Manager.  All  Single-Family  Residential  wastewater  users 
shall  be  charged  on  the  basis  of  discharge  units  in  accordance  with  the  schedule  of  rates  as 
follows: 


Single-Family  Residential 

H9BHHI      Charge  per  Ccf  'jflHHBHHI 
FYE  2015     FYE  2016    FYE  2017    FYE  2018 
Effective     Effective     Effective  Effective- 
7/1/14          7/1/15         7/1/16  7/1/17 

First  4  Discharge  Units1/DU2/Month 
All  Additional  Ccf/DU/Month 

$9.06          $9.82         $10.84  $12.403 
$11.23         $11.34        $11.66  $12.403 

11  Discharge  Unit  =  1  Ccf  of  wastewater  =  748  gallons 

2DU  =  Dwelling  Unit;  All  Single-Family  Residential  users  have  one  dwelling  unit  per  account 
3ln  FYE  2018,  Tier  1  and  Tier  2  will  be  a  uniform  rate  for  all  wastewater  discharge  units 

SCHEDULE  A-2.  This  schedule  shall  apply  to  Multiple-Family  Residential  wastewater  users. 
The  rates  under  this  schedule  are  based  upon  the  typical  strengths  for  Domestic  Wastes,  as 
determined  by  the  General  Manager.  All  Multiple-Family  Residential  wastewater  users  shall  be 
charged  on  the  basis  of  discharge  units  in  accordance  with  the  schedule  of  rates  as  follows: 


Multiple-Family  Residential 

MBBBMfc      Charge  per  Ccf  JflHHMHHH 
FYE  2015     FYE  2016    FYE  2017    FYE  2018 
Effective     Effective     Effective  Effective 
7/1/14          7/1/15         7/1/16  7/1/17 

First  3  Discharge  Units  7DU2/Month 
All  Additional  Ccf/DU/Month 

$9.24           $9.95         $10.91  $12.403 
$11.48         $11.51         $11.75  $12.403 

11  Discharge  Unit  =  1  Ccf  of  wastewater  =  748  gallons 
2DU  =  Dwelling  Unit 

3ln  FYE  2018,  Tier  1  and  Tier  2  will  be  a  uniform  rate  for  all  wastewater  discharge  units 

SCHEDULE  B.  Users,  other  than  Residential  wastewater  users  charged  under  Schedule  A-l 
and  A-2  of  this  Resolution  (i.e.  Non-Residential),  shall  be  charged  the  cost  for  each  parameter 
according  to  the  following: 


Non-Residential 

1 1    I  in     I.  i|  II  (Mil                   ..in               i.^   IIHI.I.IIIU        1    ;^LV    ^      I,    1           II           .  IM           '                      .   ii                 .         "      '  '"^ 

Volume  per  Discharge  Unit1,2 
PLUS 

Chemical  Oxygen  Demand 
(COD)  per  lb. 
PLUS 

Total  Suspended  Solids 
(TSS)  per  lb 
PLUS 

Oil  and  Grease  (O/G)  per  lb. 

$6,145          $6,453        $6,904  $7,664 
$0,440         $0,462        $0,494  $0,548 
$0,828          $0,870        $0,931  $1,033 
$0,867         $0,911         $0,974  $1,082 

1  Discharge  Unit  =  1  Ccf  of  wastewater  =  748  gallons 

Applicable  to  the  volume  of  wastewater  discharged  in  accordance  with  the  rules  and 
regulations  of  the  Wastewater  Enterprise 

Those  users  whose  parameter  loadings  are  not  based  on  periodic  sampling  shall  be  charged  on 
the  basis  of  standard  parameter  loadings  established  by  the  General  Manager  for  each  SIC  code 
in  accordance  with  applicable  state  and  federal  laws  and  regulations. 

Section  7  -  Special  Agreements 

The  retail  wastewater  rate  and  charge  schedules  set  forth  in  this  resolution  will  not  apply 
to  any  special  agreements  executed  by  the  City  and  a  Customer;  provided  that  such  agreements 
may  be  negotiated  only  when  justified  by  special  circumstances  not  generally  applicable  to  other 
Customers,  that  such  agreements  shall  provide  schedules  of  wastewater  rates  and  charges  and 
other  terms  and  conditions  that  may  be  required  as  the  result  of  any  outstanding  bonded 
indebtedness  or  loan  agreements  and  the  requirements  of  local,  state  and  federal  laws  and 
regulations,  and  that  such  agreements  shall  be  approved  by  the  Commission. 

Section  8  -  Severability 

If  any  section,  subsection,  subdivision,  paragraph,  sentence,  clause  or  phrase  of  this 
resolution  or  any  part  hereof,  is  for  any  reason  held  to  be  unconstitutional  or  invalid  or 
ineffective  by  any  court  of  competent  jurisdiction,  such  decision  shall  not  affect  the  validity  or 
effectiveness  of  the  remaining  portions  of  this  resolution  or  any  part  hereof.  The  Commission 
hereby  declares  that  it  would  have  adopted  each  section,  subsection,  subdivision,  paragraph, 
sentence,  clause  or  phrase  thereof  irrespective  of  the  fact  that  any  one  or  more  sections, 
subsections,  subdivisions,  paragraphs,  sentences,  clauses  or  phrases  be  declared  unconstitutional 
or  invalid  or  ineffective. 

Section  9-  Effective  Date 

The  rates  for  FYE  2015  adopted  pursuant  to  this  resolution  shall  be  effective  for  water 
meter  readings  made  on  or  after  July  1,  2014  or  as  soon  thereafter  as  possible.  The  rates  for  FYE 
2016  adopted  pursuant  to  this  resolution  shall  be  effective  for  water  meter  readings  made  on  or 
after  July  1,  2015.  The  rates  for  FYE  2017  adopted  pursuant  to  this  resolution  shall  be  effective 
for  water  meter  readings  made  on  or  after  July  1,  2016.  The  rates  for  FYE  2018  adopted  pursuant 
to  this  resolution  shall  be  effective  for  water  meter  readings  made  on  or  after  July  1,  2017,  and 
shall  remain  in  effect  until  repealed,  modified  or  superseded. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0072 


Resolution  adopting  and  imposing  Water  and  Wastewater  Capacity  Charges  to  be  charged  by  the 
San  Francisco  Public  Utilities  Commission  effective  July  1,  2014  and  thereafter,  pursuant  to 
Section  8B.125  of  the  Charter  of  the  City  and  County  of  San  Francisco. 

WHEREAS,  In  accordance  with  Section  8B.125  of  the  Charter  of  the  City  and  County  of 
San  Francisco,  the  Commission  retained  an  independent  rate  consultant,  Carollo  Engineers, 
which  prepared  the  report,  SFPUC  Water  and  Wastewater  Cost  of  Service  Study,  now  posted  to 
the  sfwater.org  website;  and 

WHEREAS,  The  General  Manager  of  the  Public  Utilities  Commission  and  staff  have 
reviewed  the  independent  rate  report,  and  have  prepared  the  staff  report,  Proposed  Retail  Water 
and  Wastewater  Rates  Fiscal  Years  Ending  2015  to  2018,  which  has  been  submitted  to  the  Rate 
Fairness  Board  for  its  review  and  posted  to  the  sfwater.org  website;  and 

WHEREAS,  The  Rate  Fairness  Board  has  reviewed  the  findings  and  recommendations  of 
the  General  Manager's  report  and  the  independent  consultant  report  and  has  prepared  its  own 
report  and  presented  that  report  to  this  Commission  on  April  22,  2014;  and 

WHEREAS,  The  General  Manager  and  the  Rate  Fairness  Board  find  that  water  and 
wastewater  capacity  charges  under  existing  rates  and  charges  will  be  insufficient  to  recover  a  fair 
and  proportional  share  of  the  cost  to  provide  capacity  beginning  July  I,  2014,  and  recommend 
that  the  water  capacity  charge  be  adjusted  to  increase  4%  per  meter  equivalent  for  the  fiscal  year 
beginning  July  1,  2014,  and  that  the  wastewater  capacity  charge  be  adjusted  to  increase  20%  per 
meter  equivalent  for  the  fiscal  year  beginning  July  1,  2014;  and 

WHEREAS,  Pursuant  to  the  published  notice  of  the  intention  of  the  Public  Utilities 
Commission  to  adopt  revised  water  and  wastewater  capacity  charges  for  the  San  Francisco 
Public  Utilities  Commission,  a  public  hearing  was  held  on  April  22,  2014  and  May  13,  2014,  and 
members  of  the  public  were  given  an  opportunity  to  express  their  views  on  the  revised  water  and 
wastewater  capacity  charges;  and 

WHEREAS,  on  April  6,  2014,  the  Environmental  Review  Officer  determined  that  this 
action  is  exempt  from  environmental  review  in  accordance  with  Public  Resources  Code  Section 
21080(b)(8)  and  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  section  15273, 
Rates,  Tolls,  Fares,  and  Charges;  and  the  SFPUC  water  and  wastewater  systems  both  have 
sufficient  capacity  to  serve  retail  customers  until  2035  and  2045  respectively;  now  therefore;  be 
it 

RESOLVED,  That  this  Commission  hereby  determines  that  water  and  wastewater 
capacity  charges  under  existing  schedules  will  be  insufficient  to  recover  a  fair  and  proportional 
share  of  the  cost  to  provide  capacity  beginning  July  1,  2014,  and  recommend  that  the  water 
capacity  charge  be  adjusted  to  increase  4%  per  meter  equivalent  for  the  fiscal  year  beginning 
July  1,  2014  and  that  the  wastewater  capacity  charge  be  adjusted  to  increase  20%  per  meter 
equivalent  for  the  fiscal  year  beginning  July  1,  2014;  and  be  it 


FURTHER  RESOLVED,  The  following  capacity  charges  schedules  and  requirements 
shall  apply  to  all  Customers  subject  to  payment  of  capacity  charges: 

Section  1  -  Authority  and  General  Purpose 

This  Resolution  is  adopted  pursuant  to  Section  8B.125  of  the  Charter  of  the  City  and 
County  of  San  Francisco  for  the  purpose  of  establishing  an  orderly  system  for  the  imposition  and 
collection  of  charges  for  the  operating,  maintenance,  replacement,  debt  service  and  other  costs 
incurred  by  the  San  Francisco  Water  Enterprise  in  gathering,  treating  and  delivering  water  for 
consumptive  and  other  uses  in  San  Francisco  and  other  areas  receiving  retail  service  from  the 
Water  Enterprise. 

Section  2  -  Definitions 

For  the  purpose  of  this  Resolution,  the  following  definitions  shall  apply  unless  the 
context  specifically  dictates  otherwise. 

"City" 

The  City  and  County  of  San  Francisco 
"Commission" 

The  San  Francisco  Public  Utilities  Commission 
"Customer" 

Any  person,  firm,  corporation,  partnership,  trust,  or  any  other  entity  including,  but  not 
limited  to,  local,  state  and  federal  governments  utilizing  the  services  of  the  City's  utility 
systems. 

"Equivalent  Meter" 

A  measure  of  the  capacity  of  a  meter  expressed  as  a  ratio  to  the  capacity  of  a  5/8  X  3/4 
meter. 

"General  Manager" 

The  General  Manager  of  the  Public  Utilities  Commission  or  his  or  her  designee. 
"Sewage  System"  or  "Sewerage  System" 

The  City's  wastewater  system  including  all  properties  (real,  personal  and  tangible  or 
intangible)  owned,  operated,  maintained  by  and  under  the  jurisdiction  of  the  Commission 
used  for  collection,  treatment  and  disposal  of  wastewater,  including  all  future  additions, 
extensions,  replacements  and  improvements  to  the  system. 

"Standard  Industrial  Classification"  or  "SIC" 

A  coding  system  established  by  the  United  States  government  to  classify  businesses  and 
industries.  SIC  codes  are  assigned  based  on  common  characteristics  shared  in  the 
products,  services,  production  and  delivery  system  of  a  business. 

"Water  System" 

The  City's  water  system  including  all  real  properties  (real,  personal,  and  tangible  or 
intangible)  owned,  operated,  maintained  by  and  under  the  jurisdiction  of  the  Commission 


used  for  the  gathering,  impounding,  treatment,  transmission  and  distribution  of  water, 
including  all  future  additions,  extensions,  replacements  and  improvements  to  the  system. 

Section  3  -  Enterprise  Funds 

Pursuant  to  Article  V,  Section  5.01  of  the  Indenture  between  the  San  Francisco  Public 
Utilities  Commission  and  U.S.  Bank,  NA,  as  trustee,  all  revenues  of  the  Water  Enterprise  shall 
be  set  aside  and  deposited  into  a  fund  in  the  City  treasury  (the  Revenue  Fund).  All  amounts  paid 
into  the  Revenue  Fund  shall  be  maintained  separate  and  apart  from  other  City  funds.  Moneys  in 
the  Revenue  Fund  shall  be  appropriated  and  expended  in  accordance  with  the  Indenture. 

Pursuant  to  Article  V,  Section  5.01  of  the  Indenture  between  the  San  Francisco 
Public  Utilities  Commission  and  U.S.  Bank,  NA,  as  trustee,  all  revenues  of  the  Wastewater 
Enterprise  shall  be  set  aside  and  deposited  into  a  fund  in  the  City  treasury  (the  Revenue  Fund). 
All  amounts  paid  into  the  Revenue  Fund  shall  be  maintained  separate  and  apart  from  other  City 
funds.  Moneys  in  the  Revenue  Fund  shall  be  appropriated  and  expended  in  accordance  with  the 
Indenture. 

Section  4  -  Water  Capacity  Charge 

A.  Any  Customer  requesting  a  new  connection  to  the  water  distribution  system,  or 
requiring  additional  capacity  as  a  result  of  any  addition,  improvement,  modification 
or  change  in  use  of  an  existing  connection  to  the  water  distribution  system  shall  pay  a 
capacity  charge.  The  capacity  charge  may  not  be  sold,  traded  or  conveyed  in  a 
manner  to  another  site  or  customer.  The  capacity  charge  does  not  convey  or  imply 
ownership  in  or  of  any  facilities  of  the  Water  System.  Customers  subject  to  payment 
of  water  capacity  charges  after  July  1,  2014,  shall  pay  the  charges  in  accordance  with 
the  following  table: 


FYE  2015  Water  Capacity  Charge  Schedule 


5/8  in 

$1,239 

3/4  in 

$1,859 

1  in 

$3,100 

1-1/2  in 

$6,197 

2  in 

$9,917 

3  in 

$18,594 

4  in 

$30,990 

6  in 

$61,983 

8  in 

$99,172 

10  in 

$142,485 

12  in 

$266,385 

16  in 

$464,625 

B.  The  capacity  charge  shall  be  adjusted  on  July  1st  of  each  subsequent  year  by  the 
annual  change  in  the  20  City  Average  Construction  Cost  Index  (CCI)  published  by 
ENR  Magazine. 


C.  Customers  subject  to  payment  of  the  water  capacity  charge  shall  receive  a  prior  use 
credit  equal  to  the  equivalent  charge  for  the  prior  usage  without  regard  to  any  time 
limit  for  such  credit. 

D.  Customers  subject  to  payment  of  the  water  capacity  charge  shall  pay  100%  of  the 
charge  prior  to  issuance  of  the  applicable  building  permit.  Any  plan  changes  will 
result  in  a  revised  capacity  charge  payment. 

E.  Assessment  of  the  applicable  capacity  charge  will  be  based  on  the  date  that  the 
General  Manager  receives  the  final  permit  application  and  building  plans. 

F.  If  full  payment  of  all  fees  and  charges  is  not  received  in  accordance  with  the  General 
Manager's  payment  requirements,  the  new  or  additional  water  services  will  not  be 
authorized. 

Section  5  -  Wastewater  Capacity  Charge 

A.  Any  Customer  requesting  a  new  connection  to  the  Sewerage  System,  or  requiring 
additional  collection  or  treatment  capacity  as  a  result  of  any  addition,  improvement, 
modification  or  change  in  use  of  an  existing  connection  to  the  Sewerage  System  shall 
pay  a  capacity  charge.  The  capacity  charge  may  not  be  sold,  traded  or  conveyed  in  a 
manner  to  another  site  or  customer.  The  capacity  charge  does  not  convey  or  imply 
ownership  in  or  of  any  facilities  of  the  Wastewater  System.  Customers  subject  to 
payment  of  wastewater  capacity  charges  after  July  1,  2014,  shall  pay  the  charges  in 
accordance  with  the  following  tables: 


FYE  2015  Wastewater  Capacity  Charge  Schedule 


SIC  2 

SIC  3 

S!C4 

SIC  5 

SIC  6 

5/8  in 

$3,337 

$4,078 

$4,218 

$4,066 

$3,630 

3/4  in 

5,006 

6,117 

6,327 

6,099 

5,445 

1  in 

8,343 

10,195 

10,545 

10,165 

9,075 

1-1/2  in 

16,685 

20,390 

21,090 

20,330 

18,150 

2  in 

26,696 

32,624 

33,744 

32,528 

29,040 

3  in 

50,055 

61,170 

63,270 

60,990 

54,450 

4  in 

83,425 

101,950 

105,450 

101,650 

90,750 

6  in 

166,850 

203,900 

210,900 

203,300 

181,500 

8  in 

266,960 

326,240 

337,440 

325,280 

290,400 

10  in 

383,755 

468,970 

485,070 

467,590 

417,450 

12  in 

717,455 

876,770 

906,870 

874,190 

780,450 

^/ft  in 

o/o  in 

t4  71=19 

Ov),t(:  I 

$4 

<R1  r>  R1  n 

vP  I  U,Q  I  U 

LI  A  in 

0/*f  Ml 

7  19fi 

7  4fi1 

7  fW9 

7  401 

1  ^  Q1 1=; 

1  in 
I  III 

I  I  ,oou 

19  d3K 

I  J,UJO 

9R  HQH 

1-1/9  in 
l -  l  Id.  ll  I 

O'X  7RD 

OA  R7n 

9R 

94  R7fl 

UO.UJU 

2  in 

38,016 

39,792 

41 ,768 

39,472 

84,880 

3  in 

71,280 

74,610 

78,315 

74,010 

159,150 

4  in 

118,800 

124,350 

130,525 

123,350 

265,250 

6  in 

237,600 

248,700 

261,050 

246,700 

530,500 

8  in 

380,160 

397,920 

417,680 

394,720 

848,800 

10  in 

546,480 

572,010 

600,415 

567,410 

1,220,150 

12  in 

1,021,680 

1,069,410 

1,122,515 

1,060,810 

2,281,150 

16  in 

1,782,000 

1,865,250 

1,957,875 

1,850,250 

3,978,750 

B.  The  capacity  charge  shall  be  adjusted  on  July  1st  of  each  subsequent  year  by  the 
annual  change  in  the  20  City  Average  Construction  Cost  Index  (CCI)  published  by 
ENR  Magazine. 

C.  Customers  subject  to  payment  of  the  wastewater  capacity  charge  shall  receive  a  prior 
use  credit  equal  to  the  equivalent  charge  for  the  prior  usage  without  regard  to  any 
time  limit  for  such  credit. 

D.  Customers  subject  to  payment  of  the  wastewater  capacity  charge  shall  pay  100%  of 
the  charge  prior  to  issuance  of  the  applicable  building  permit.  Any  plan  changes  will 
result  in  a  revised  capacity  charge  payment. 

E.  Assessment  of  the  applicable  capacity  charge  will  be  based  on  the  date  that  the 
General  Manager  receives  the  final  permit  application  and  building  plans. 

F.  If  full  payment  of  all  fees  and  charges  is  not  received  in  accordance  with  the  General 
Manager's  payment  requirements,  the  new  or  additional  wastewater  services  will  not 
be  authorized. 

Section  6  -  Outside  Agencies 

The  capacity  charges  set  forth  in  this  resolution  will  not  apply  to  any  special  agreements 
executed  by  the  City  and  a  Customer;  provided  that  such  agreements  may  be  negotiated  only 
when  justified  by  special  circumstances  not  generally  applicable  to  other  Customers,  that  such 
agreements  shall  provide  schedules  of  rates  and  charges  and  other  terms  and  conditions  that  may 
be  required  as  the  result  of  any  outstanding  bonded  indebtedness  or  loan  agreements  and  the 
requirements  of  local,  state  and  federal  laws  and  regulations,  and  that  such  agreements  shall  be 
approved  by  the  Commission. 

Section  7  -  Severability 

If  any  section,  subsection,  subdivision,  paragraph,  sentence,  clause  or  phrase  of  this 
resolution  or  any  part  hereof,  is  for  any  reason  held  to  be  unconstitutional  or  invalid  or 
ineffective  by  any  court  of  competent  jurisdiction,  such  decision  shall  not  affect  the  validity  or 
effectiveness  of  the  remaining  portions  of  this  resolution  or  any  part  hereof.  The  Commission 
hereby  declares  that  it  would  have  adopted  each  section,  subsection,  subdivision,  paragraph, 


sentence,  clause  or  phrase  thereof  irrespective  of  the  fact  that  any  one  or  more  sections, 
subsections,  subdivisions,  paragraphs,  sentences,  clauses  or  phrases  be  declared  unconstitutional 
or  invalid  or  ineffective. 

Section  8  -  Effective  Date 

The  capacity  charges  adopted  pursuant  to  this  resolution  shall  be  effective  for  permit 
applications  and  building  plans  received  by  the  General  Manager  on  and  after  July  1,  2014. 
Thereafter,  in  accordance  with  Sections  4  and  5  of  this  resolution,  the  adjusted  capacity  charge 
for  each  subsequent  year  shall  be  effective  for  permit  applications  and  building  plans  received  by 
the  General  Manager  on  and  after  July  1st  of  that  subsequent  year. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0073 


WHEREAS,  The  Public  Utilities  Commission  adopted  Resolution  No.  09-0076  on  May 
5,  2009  establishing  schedules  of  fees  and  charges  for  Meter  Resizing,  Service  Installations, 
Meter  Service  and  Relocations,  Flow  Restricting  Installations,  and  other  miscellaneous  Service 
Fees  provided  by  the  Water  Enterprise;  and 

WHEREAS,  In  accordance  with  Section  8B.125  of  the  Charter  of  the  City  and  County  of 
San  Francisco,  the  Commission  retained  an  independent  rate  consultant,  Carollo  Engineers, 
which  prepared  the  report,  SFPUC  Water  and  Wastewater  Cost  of  Service  Study,  now  posted  to 
the  sfwater.org  website;  and 

WHEREAS,  The  General  Manager  of  the  Public  Utilities  Commission  and  staff  have 
reviewed  the  independent  rate  report,  and  have  prepared  the  staff  report,  Proposed  Retail  Water 
and  Wastewater  Rates  Fiscal  Years  Ending  2015  to  2018,  which  has  been  submitted  to  the  Rate 
Fairness  Board  for  its  review  and  posted  to  the  sfwater.org  website;  and 

WHEREAS,  The  Rate  Fairness  Board  has  reviewed  the  findings  and  recommendations  of 
the  General  Manager's  report  and  the  independent  rate  consultant  report,  and  has  prepared  its 
own  report  and  presented  that  report  to  this  Commission  on  April  22,  2014;  and 

WHEREAS,  It  is  the  policy  of  this  Commission  that  the  costs  of  services  related  to  water 
service,  but  not  attributable  to  all  customers  shall  be  recovered  from  the  party  or  parties 
requesting  the  service  or  services;  and 

WHEREAS,  Pursuant  to  the  published  notice  of  the  intention  of  the  Public  Utilities 
Commission  to  adopt  revised  schedules  of  connection  charges  and  miscellaneous  fees  and 
charges  to  be  charged  by  the  San  Francisco  Water  Enterprise,  a  public  hearing  was  held  on  April 
22,  2014  and  May  13,  2014,  and  members  of  the  public  were  given  an  opportunity  to  express 
their  views  on  the  revised  schedules  of  connection  charges  and  miscellaneous  fees  and  charges; 
and 

WHEREAS,  On  April  4,  2014  the  Environmental  Review  Officer  determined  that  this 
action  is  exempt  from  environmental  review  in  accordance  with  Public  Resources  Code  Section 
21080(b)  (8)  and  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15273, 
Rates,  Tolls,  Fares,  and  Charges,  related  to  the  establishment,  modification,  structuring, 
restructuring,  or  approval  of  rates,  tolls,  fares,  or  other  charges;  now  therefore  be  it 

RESOLVED,  That  the  schedule  of  recommended  fees  and  charges  listed  below  shall  be 
effective  on  and  after  July  L,  2014,  and  shall  remain  in  effect  until  repealed,  modified  or 
superseded;  and  be  it. 

FURTHER  RESOLVED,  That  the  fees  and  charges  set  in  this  resolution  shall  be  adjusted 
on  July  1  of  each  subsequent  year  to  reflect  cost  increases,  in  accordance  with  the  Consumer 
Price  Index  released  by  the  Controller's  Office  of  the  City  and  County  of  San  Francisco  during 
each  fiscal  year;  and  be  it 


FURTHER  RESOLVED,  That  the  following  schedules  of  charges  and  fees  hereby 
approved: 

SCHEDULE  W-40.  METER  RESIZINGS 

Applicable  to  all  water  customers  for  meter  resizing  made  at  the  customer's  request 
except  when  such  resizing  is  required  to  maintain  service  pressure  or  meet  flow 
requirements. 


1 

FYE 

I- 

CHARGE  TYPE 

2015 
Effectives 
7/1/14 

Decrease  from  existing  2"  and  smaller 

$1 ,500 

service  pipes 

Increase  from  2"  copper  service,  to  1  1/2" 
or  2"  meter 

$1 ,500 

Increase  from  3/4"  copper  service  and 

existing  5/8"  or  3/4"  meter,  to  or  3/4"  to  1 " 

$1,500 

meter 

Increase  from  1 "  copper  or  plastic  service 

and  existing  5/8"  or  3/4"  meter,  to  or  3/4"  to 

$1,500 

1"  meter 

flesef  on  meter  with  existing  2"  or  smaller 
copper  or  plastic  service 

$1,140 

The  Customer  Service  Bureau  shall  investigate  a  request  for  meter  resizing  and  determine 
whether  a  meter  size  change  is  warranted  based  on  the  current  fixture  count  for  the 
property  being  served,  and  that  the  service  will  deliver  adequate  flow  to  support  the  meter 
size  required. 

All  requests  for  meter  decrease  for  services  3"  and  larger  will  be  transmitted  to  the  City 
Distribution  Division  for  an  estimate  of  the  costs  of  resizing  the  meter.  The  estimate  will 
be  either  for  the  cost  to  revise  the  metering  device  or  for  the  installation  of  a  new  service 
based  on  the  age,  location,  and  meter  configuration  of  the  existing  service. 

For  meter  resizing  not  covered  in  the  above  or  when,  as  determined  by  the  General 
Manager,  any  unusual  conditions  may  result  in  costs  more  than  15%  greater  than  the 
scheduled  costs,  the  General  Manager  may  require  payment  on  the  basis  of  actual  costs. 


SCHEDULE  W-41.  SERVICE  INSTALLATIONS 

Applicable  to  all  water  customers  for  service  installations  made  at  the  customer's  request. 


Water  Installation  Service  Charges  For  Single  Services 


SIZE 

TYPE 

FYE2015 
Effective  7/1/T* 

1" 

Standard  Service 

(Co  ocn 

1  -1/2" 

Standard  Service 

(tHO  A  Af\ 

$1^,440 

2" 

Standard  Service 

$1^,440 

3" 

Standard  Service 

ct>oo,57U 

4" 

Standard  Service 

$35,570 

6" 

Standard  Service 

$41 ,760 

8" 

Standard  Service 

$47,870 

1  -1/2" 

Fire  Service 

$11,840 

2" 

Fire  Service 

$1 1 ,840 

4" 

Fire  Service 

$23,380 

6" 

Fire  Service 

$27,690 

8" 

Fire  Service 

$31,760 

1" 

Combination  Service 

$8,850 

1  -1/2" 

Combination  Service 

$12,440 

2" 

Combination  Service 

$12,440 

1" 

Non-Standard  Service 

$8,850 

1  -1/2" 

Non-Standard  Service 

$12,440 

2" 

Non-Standard  Service 

$12,440 

SCHEDULE  W-41.  SERVICE  INSTALLATIONS  (Continued) 


Water  Installation  Service  Charges  For  Multiple  Services 


SIZE 

TYPE 

FYE  2015 
Effective  7/1/14 

Primary 

Secondary 

1" 

Standard  Sprvirp 

$7,240 

$3  530 

1  -1/2" 

Standard  Sprvirp 

vjlul  ivjai  VJ  JCI  VIV_,C 

$8,650 

$4,730 

2" 

Standard  Sprvirp 

$8,650 

$4  730 

3" 

Standard  Sprvirp 

ulQl  IVJCll  VJ  ud  VIV^C 

$36,960 

$30  280 

4" 

Standard  Sprvirp 

OLCM  IVJCll  VJ  OCI  VILC 

$36,960 

$30  280 

6" 

Standard  Sprvirp 

Olul  IVJnl  VJ  OCI  VIV^C 

$43,570 

$36  960 

\|/wwj  www 

8" 

Standard  Sprvirp 

Old)  IVJCll  VJ  OCI  V 1  L/C 

$50,000 

$42  990 

4^  ■  fc-  f  www 

1  -1/2" 

Firp  Sprvipp 

1    IIC  OCI  VIL*C 

$9  650 

$5  720 

VvJ  J    J      I—  \J 

O" 

Fire  Service 

vpO,  /  cxi 

4" 

Fire  Service 

$23,940 

$17,440 

6" 

Fire  Service 

$28,500 

$21,990 

8" 

Fire  Service 

$32,900 

$26,370 

1  -1/2" 

Combination  Service 

$8,650 

$4,730 

2" 

Combination  Service 

$8,650 

$4,730 

1" 

Non-Standard  Service 

$7,240 

$3,530 

1  -1/2" 

Non-Standard  Service 

$8,650 

$4,730 

2" 

Non-Standard  Service 

$8,650 

$4,730 

The  charge  for  setting  each  additional  meter  on  an  existing  or  new  service  for  residential 
and  small  commercial  use  and  the  charge  for  resetting  a  meter  on  an  existing  usable 
service  shall  be  established  in  the  same  manner  as  above. 

For  installations  not  covered  in  the  above  or  when,  in  the  opinion  of  the  General 
Manager,  any  unusual  conditions  may  result  in  costs  more  than  15%  greater  than  the 
scheduled  costs,  the  General  Manager  may  require  payment  on  the  basis  of  actual  costs. 

All  pipes,  valves,  fittings,  equipment,  materials,  meters,  any  other  facilities,  up  to  and 
including  the  outlet  equipment,  shall  remain  the  property  of  the  Water  Enterprise,  and  no 
part  of  the  cost  will  be  refunded. 


SCHEDULE  W-42.  METER  AND  SERVICE  RELOCATIONS 


Applicable  to  all  water  customers  for  meter  and  service  relocations  made  at  the 
customer's  request.  The  City  Distribution  Division  shall  establish  the  new  location  of  the 
meter. 


Pi 

CHARGE  TYPE 

FYE201& 
Effective  7/1/1 4 

Relocation  of  meter  no  more  than  2  feet  on  existing  2" 
copper  service 

Relocation  of  meter  no  more  than  2  feet  on  existing  1 " 
copper  or  plastic  service 


$3,460 
$2,100 


If  the  General  Manager  determines  that  the  relocation  of  an  active  meter  and/or  service 
connection  is  required  because  of  the  operations  of  the  Water  Enterprise  or  because  of 
modifications  to  a  street  or  right-of-way  by  a  public  agency,  the  relocation  will  be  done 
without  cost  to  the  customer. 

If  the  meter  or  service  to  be  relocated  is  not  active,  the  General  Manager  may  elect  to 
sever  the  service  connection  and  remove  the  meter  without  relocating  it.  If  the  customer 
requests  the  relocation  or  removal  for  any  purpose  and  such  request  is  approved  by  the 
General  Manager,  the  customer  shall  pay  the  greater  of  the  standard  charge  as  described 
below  or  the  actual  cost  incurred  by  the  Water  Enterprise. 

For  relocations  not  covered  in  the  above  or  when  the  General  Manager  determines  that 
unusual  conditions  may  result  in  costs  more  than  15%  greater  than  the  scheduled  costs, 
the  General  Manager  may  require  payment  of  the  actual  costs  of  the  relocation. 


SCHEDULE  W-43.  FLOW  RESTRICTING  INSTALLATIONS 

Applicable  to  all  water  customers 

Violation  of  any  water  use  restrictions  by  any  customer  may,  after  one  written  warning 
and  in  accordance  with  all  applicable  laws  and  legal  restrictions,  result  in  the  installation 
of  a  flow  restrictor  device  on  the  customer  service  line.  The  charge  to  install  and  remove 
the  restricting  device  shall  be  as  follows: 


CHARGE  TYPE 


5/8" -1" 
1  1/2"  -2" 
3"  or  larger 


FYE2015 
Effective  7/1/14 


$245.00 
$344.00 
Actual  cost  for  customization1 


1Flow  Restricting  Installations  for  meters  3"  and  larger  are  charged  actual  cost 
including  materials,  labor,  equipment,  and  applicable  overhead  charges. 


SCHEDULE  W-44.  SERVICE  FEES 


Except  as  noted,  the  following  service  fees  are  applicable  to  all  water  customers  except 
wholesale  customers. 

LATE  PAYMENT  PENALTY 

Any  charge  or  fee  not  paid  within  30  days  shall  be  subject  to  a  late  payment  penalty 
equal  to  one-half  of  one  percent  (1/2%)  for  each  30  days  or  fraction  thereof  on  the 
amount  owed.  This  late  payment  penalty  shall  also  apply  to  wholesale  customers. 

RETURN  CHECK  CHARGE  $96.00 
A  return  check  charge  shall  be  applied  to  any  account  whose  check  payment  is  returned 
due  to  insufficient  funds,  closed  accounts  or  any  other  reason  why  the  customer's  bank 
did  not  honor  the  check.  This  charge  will  be  made  for  every  such  occurrence. 

NEW  ACCOUNT  CHARGE  $57.00 
Any  customer  establishing  a  new  account  for  water  service  shall  be  assessed  a  one-time 
fee  to  cover  administrative  costs.  In  addition,  such  customer  may  be  required  to  make  a 
refundable  security  deposit  equal  to  the  greater  of  two  months  estimated  water  charges 
or  $57.00.  The  deposit  is  refundable  after  twelve  months  of  satisfactory  payment 
history  or  termination  of  service  and  settlement  of  the  final  bill,  whichever  occurs  first. 

48-HOUR  NOTICE  $50.00 
Prior  to  shutting-off  water  service  for  non-payment,  the  General  Manager  posts  notice 
on  the  customer's  premises.  A  charge  of  $50.00  will  be  added  to  the  amount  owed  for 
water  service  to  cover  the  cost  of  this  notice. 

SERVICE  SHUT-OFF  $50.00 
A  shut-off  of  water  service  during  normal  business  hours  (eight  a.m.  to  four-thirty  p.m. 
daily  except  Saturday,  Sunday  and  holidays)  will  be  assessed  a  service  charge  of 
$50.00.  A  shut-off  or  turn-on  at  times  other  than  normal  business  hours  will  be  assessed 
a  charge  of  $55.00. 

SERVICE  TURN-ON  $50.00 
A  service  turn-on  during  normal  business  hours  (eight  a.m.  to  four-thirty  p.m.  daily 
except  Saturday,  Sunday  and  holidays)  will  be  assessed  a  service  charge  of  $50.00.  A 
shut-off  or  turn-on  at  times  other  than  normal  business  hours  will  be  assessed  a  charge 
of  $55.00. 

LOCK  CHARGE  $14.00 
Any  customer  whose  service  is  shut-off  for  non-payment  will  also  be  charged  for  the 
cost  of  a  meter  lock  installed  in  accordance  with  the  Water  Enterprise  regulations. 

METER  TEST 

Any  customer  who  requests  to  test  the  accuracy  of  their  water  meter  will  be  assessed  a 
$100  for  the  first  test  and  a  $325  charge  for  any  subsequent  test  within  a  24-month 
period.  If  the  meter  is  found  to  register  more  than  the  limit  of  error  specified  in  the 
"Water  Rules  and  Regulations  Governing  Water  Services  to  Customers,"  the  testing  fee 
will  be  returned. 


LIEN  FEE 

Any  account  with  an  outstanding  balance  of  greater  than  $50.00  and  which  is 
delinquent  by  more  than  one  billing  cycle  may  be  recorded  as  a  lien  against  the 
property.  Any  account  recorded  as  a  lien  against  the  property  will  be  assessed  a  lien  fee 
as  provided  in  the  Administrative  Code  of  the  City  and  County  of  San  Francisco. 

BUILDERS  &  CONTRACTORS  CONNECTION  FEE  $  1 1 3 .00 

Builder  and  Contractor  customers  that  connect  to  the  system  will  be  assessed  a  Builders 
and  Contractors  connection  charge  of  $113  to  cover  the  administrative  costs  for 
connecting  a  meter. 

DOCKS  &  SHIPPING  CONNECTION  FEE  $23 1 .00 

Docks  and  Shipping  customers  that  connect  to  the  system  will  be  assessed  a  Docks  & 
Shipping  connection  charge  to  cover  the  administrative  costs  for  setting  up  billing 
account  and  field  work  to  provide  connecting  equipment. 

METER  RENTAL  DEPOSIT 

Builder  and  Contractor  customers  that  connect  to  the  system,  in  addition  to  payment  of 
a  Builders  and  Contractors  connection  fee,  shall  also  pay  a  meter  deposit  of  $800  for  1" 
meter  and  $2,700  for  a  3"  meter.  This  deposit  is  refundable  when  the  account  is  closed. 

NO-REPORTING  PENALTY  FEE 

Builder  and  Contractor  customers  that  do  not  bring  the  rented  meter  in  for  reading  and 
testing  according  to  the  meter  reading  schedule,  will  be  assessed  a  penalty  fee 
equivalent  to  25  units  (Ccf)  of  water  at  the  effective  W-5  water  rate  per  every 
delinquent  month. 

MANUAL  METER-READING  FEE  $5.00 
Any  customer  who  has  opted  out  of  automatic  meter  reads  will  be  assessed  a  manual 
meter-reading  charge  to  cover  the  cost  of  manual  meter  reading. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
Resolution  No.  14-0074 


WHEREAS,  the  2009  Water  Supply  Agreement  was  approved  by  Commission  Resolution 
No.  09-0069  on  April  28,  2009  and  was  approved  by  all  wholesale  customers  with  an  effective 
date  of  July  1,2009;  and 

WHEREAS,  as  required  by  WSA  section  6.03,  notice  of  the  proposed  adjustment  was  sent 
to  all  wholesale  customers  on  April  1,  2014,  and  a  public  hearing  was  held  on  May  13,  2014  to 
review  a  Schedule  for  Recovery  of  the  Wholesale  Revenue  Requirement  for  water  sales  to 
Wholesale  Customers  during  FYE  2015,  a  copy  of  said  Water  Supply  Agreement  and  Schedule 
W-25  Wholesale  Use  With  Long  Term  Contract  being  on  file  with  the  Secretary  of  the 
Commission,  and  incorporated  in  this  resolution  by  reference;  and 

WHEREAS,  the  Commission  approved  the  2009  Water  Supply  Agreement  after  reviewing 
the  Final  Program  Environmental  Impact  Report  for  the  Water  System  Improvement  Program, 
and  adopted  and  incorporated  by  reference  the  California  Environmental  Quality  Act  (CEQA) 
findings  contained  in  Commission  in  Resolution  No.  08-0200  dated  October  30,  2008,  and  made 
additional  findings  pursuant  to  CEQA;  and 

WHEREAS,  the  Commission  is  required  to  follow  the  rate  setting  methodology 
established  in  the  Water  Supply  Agreement,  and  acts  in  a  ministerial  capacity  in  setting  the 
resultant  wholesale  water  rate,  and  the  Commission's  action  in  determining  the  Wholesale 
Revenue  Requirement  is  therefore  not  a  "project"  for  purposes  of  CEQA;  and 

WHEREAS,  the  Commission's  determinations  of  the  Wholesale  Revenue  Requirement  is 
statutorily  excluded  from  the  CEQA  under  Section  15273  of  the  CEQA  Guidelines  because  the 
Commission  is  securing  revenue  for  purposes  of  meeting  estimated  FYE  2015  Regional  operating 
and  capital  costs  consistent  with  Article  5  of  the  2009  Water  Supply  Agreement,  including:  (1) 
employee  wages  and  fringe  benefits;  (2)  purchasing  or  leasing  supplies,  equipment  or  materials; 
(3)  meeting  financial  reserve  needs  and  requirements;  and  (4)  obtaining  funds  for  capital  projects 
necessary  to  maintain  service  within  the  Commission's  existing  water  service  area;  now, 
therefore,  be  it 

RESOLVED,  This  Commission  determines  that  an  increase  in  the  volumetric  rate  for  the 
Wholesale  Customers  is  required  and  hereby  adopts  a  19.6%  increase,  effective  July  1,  2014,  as 
enumerated  in  said  Schedule  W-25  which  shall  be  uniform  to  the  nearest  dollar  on  service 
charges,  and  establishes  a  $2.93  per  100  cubic  feet  commodity  charge,  for  all  water  delivered  to 
the  Wholesale  Customers;  and,  be  it 

FURTHER  RESOLVED,  This  Commission  hereby  adopts  an  Untreated  Wholesale  Water 
Rate  Discount  Factor,  effective  July  1,  2014,  as  enumerated  in  said  Schedule  W-25  which  shall  be 
uniform  to  the  nearest  dollar  on  service  charges,  and  establishes  a  $0.33  per  100  cubic  feet  rate 
discount  factor,  for  all  untreated  water  delivered  to  the  Coastside  County  Water  District. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  13,  2014. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0075 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  10- Year  Financial  Plan  for  the  period  FY  2014-15 
through  FY  2023-24  to  the  Commission  at  a  duly  noticed  public  hearing  held  on  April  22,  2014 
for  Hetch  Hetchy  Water  and  Power  including  the  Power  Enterprise;  and 

WHEREAS,  It  is  recommended  that  governmental  entities  maintain  a  multi-year 
financial  plan  to  forecast  future  fiscal  operations  and  revenue  requirements  for  their  customers 
and  stakeholders;  and 

WHEREAS,  It  is  an  SFPUC  practice  to  use  the  10-Year  Financial  Plan  both  to  assess  and 
identify  fiscal  opportunities  and  challenges  as  well  as  how  to  balance  ratepayer  affordability  and 
to  achieve  Commission  goals  and  policy;  and 

WHEREAS,  It  is  further  recommended  that  future  year  revenue  requirement  impacts  be 
considered  when  making  budgetary  decisions;  and 

WHEREAS,  The  10-Year  Financial  Plan  is  mandated  by  City  Charter  Section  8B.123 
and  is  updated  annually  as  a  part  of  the  budget  process;  and 

WHEREAS,  The  10- Year  Financial  Plan  will  also  be  used  to  meet  the  City  requirement 
for  a  5-Year  Financial  Plan;  and 

RESOLVED,  That  this  Commission  adopts  the  attached  SFPUC  10- Year  Financial  Plan 
for  FY  2014-15  through  FY  2023-24,  for  Hetch  Hetchy  Water  and  Power,  including  the  Power 
Enterprise. 

/  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting 
of  May  13,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0076 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  SFPUC  10- Year  Capital  Plan  for  FY  2014-15  to 
FY  2023-24  to  the  Commission  at  public  hearings  held  on  January  14  and  28,  2014,  and 
February  11,  2014  for  the  Water  Enterprise,  Wastewater  Enterprise,  and  Hetch-Hetchy 
Water  and  Power,  including  the  Power  Enterprise;  and 

WHEREAS,  SF  Charter  Section  8B.123  requires  the  SFPUC  shall  annually  hold  public 
hearings  to  review,  update  and  adopt  a  long-term  Capital  Plan  including  cost  estimates  and 
schedules;  and 

WHEREAS,  In  2012,  Administrative  Code  Section.  3.20.  Capital  Expenditure  Plan, 
was  amended  such  that  by  March  1  of  each  odd-numbered  year,  beginning  with  March  1,  2013,' 
the  City  Administrator  also  shall  submit  to  the  Mayor  and  Board  of  Supervisors  a  ten-year 
capital  expenditure  plan,  and 

WHEREAS,  The  Commission  approved  10- Year  Capital  Plan  for  FY  2014-15  to  FY 
2023-24  will  be  submitted  to  the  Mayor  and  filed  with  the  City's  Capital  Planning  Committee; 
and 

WHEREAS,  The  plan  is  required  to  develop  the  SFPUC  two-year  operating  and 
capital  budgets,  as  well  as  financial  planning,  revenue  requirements,  debt  issuances  and 
projected  rates,  therefor  be  it 

RESOLVED.  The  FY  2014-15  to  FY  2023-24  Ten- Year  Capital  Plan  is  hereby 
adopted: 


Hetch  Hetchv  Water 

$  494.027.000 

Hetch  Hetchv  Power 

$  748.363.000 

Total  SFPUC 

$1,242,390,000 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  May  13,  2014. 


J 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  14-0077 

WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  FY  2014-15  and  FY  2015-16  Capital 
Improvement  Budget  to  the  Commission  at  public  hearings  held  on  January  14  and  28,  and 
February  11,  and  April  22,  2014  for  Hetch-Hetchy  Water  and  Power,  including  the 
Power  Enterprise;  and 

WHEREAS,  The  proposed  FY  2014-15  and  FY  2015-16  Capital  Improvement 
Budget  must  be  submitted  to,  and  approved  by,  Mayor  Edwin  M.  Lee  and  the  Board  of 
Supervisors;  and 

WHEREAS,  The  SFPUC  General  Manager  recommends  that  the  SFPUC  seek  a 
supplemental  appropriation  for  the  capital  expenditures  presented  in  the  proposed  FY  2014- 
15  and  FY  2015-16  Capital  Improvement  Budget  for  Hetch  Hetchy  Water  &  Power,  including 
the  Power  Enterprise,  to  timely  implement  public  repair  and  improvement  projects,  including 
the  preparation  and  consideration  of  environmental  analysis  pursuant  to  the  California 
Environmental  Quality  Act  (CEQA)  and  Administrative  Code  Chapter  31,  where  required; 
and 

WHEREAS,  This  Commission  has  considered  the  proposed  Fiscal  Years  2014-15  and 
2015-16  Capital  Improvement  Program  Budgets  for  Hetch  Hetchy  Water  and  Power, 
including  the  Power  Enterprise,  which  total  $107,570,000  for  FY  2014-15  and 
$92,884,000  for  FY  2015-16;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  Fiscal  Years  2014-15  and  FY 
2015-16  Capital  Improvement  Program  Budget  as  follows: 

FY  2014-15  FY  2015-16 

$75,860,100  $73,624,000 
$31,709.900  $19.260.000 
$107,570,000  $92,884,000 

and,  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  is  authorized  to  make  further  technical  adjustments  to  these 
approved  amounts  as  may  be  necessary,  or  upon  further  direction  from  the  Commission;  and, 
be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  adopts  the  proposed  FY 
2014-15  and  2015-16  SFPUC  Capital  Improvement  Program  Budgets  for  Hetchy  Water  and 
Power,  including  the  Power  Enterprise,  and  authorizes  the  General  Manager  to  request  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  a  supplemental  appropriation  in  the 
amount  of  $123,008,198  to  fund  FY  2014-15  and  $111,600,638  to  fund  FY  2015-16  as 
follows: 


Capital  Improvement 
Program 

Hetchy  Power 
Hetchy  Water 
Total  SFPUC 


FY  2014-15  Projects 


Amount 


Financing 
Costs 


Total 


Hetchy  Power 
Hetchy  Water 
Total  SFPUC 


$75,860,100 
$31.709,900 
$107,570,000 


$8,944,010 
$6.494.188 
$15,438,198 


$84,804,110 
$38.204.088 
$123,008,198 


FY  2015-16  Projects 


Amount 


Financing 
Costs 


Total 


Hetchy  Power 
Hetchy  Water 
Total  SFPUC 


$73,624,000 
$19.260.000 
$92,884,000 


$14,772,190 
$3.944,448 
$18,716,638 


$88,396,190 
$23.204.448 
$111,600,638 


FURTHER  RESOLVED,  The  General  Manager  is  hereby  authorized  and  directed  to 
submit  to  the  Board  proposed  Ordinances  authorizing  the  issuance  of  not  to  exceed 
$290,431,536  aggregate  principal  amount  of  Water  Revenue  Bonds  under  the  terms  of 
Proposition  E  for  FY  2014-15  and  FY  2015-16;  provided,  however,  the  issuance  of  such 
Bonds  shall  be  subject  to  the  terms  of  Proposition  E  (approved  by  the  voters  November 
2002);  and  $122,215,392  aggregate  principal  amount  of  Power  Revenue  Bonds,  subject  to  the 
terms  of  Charter  Section  9.107(8).  The  General  Manager  shall  return  to  this  Commission  and 
the  Board  for  a  subsequent  discretionary  approval  of  any  disclosure  and  security  documents 
prepared  in  connection  with  the  issuance  of  such  Bonds  to  finance  these  capital  improvement 
program  projects. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  meeting  of  May  13,  2014. 


v 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

AGENDA 

Special  Meeting  of  the  San  Francisco  Public  Utilities  Commission 

1:30  PM 
Tuesday,  May  27,  2014 

and 

Special  Joint  Meeting  of  the  San  Francisco  Public  Utilities  Commission  and 

the  Commission  on  the  Environment 
3:00  PM 
Tuesday,  May  27,  2014 

NOTE  ROOM  CHANGE 

City  Hall 
1  Dr.  Carlton  B.  Goodlett  Place 
Room  250 
San  Francisco,  CA  94102 

Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 

Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 


The  Regular  meeting  of  the  SFPUC  and  the  Special  Joint  meeting  of  the  SFPUC  and  Environment 
Commission  will  be  held  in  Room  250,  at  1  Dr.  Carlton  B.  Goodlett  Place,  (400  Van  Ness  Avenue), 
San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic  Center  Station  at  United 
Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are:  Muni  Metro  lines 
J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center 
Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega 
Limited.  For  more  information  about  MUNI  accessible  services  call  (415)  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailin9  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.org/ethics. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  May  13,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Summary  of  Discussion  at  LAFCo  Meeting  of  January  24,  21 04 

c)  Progress  on  Achieving  Water  Supply  Level  of  Service  Objectives 

d)  Hetch  Hetchy  Water  and  Power  Enterprises  Capital  Improvement  Program 
Quarterly  Reports 

e)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

f)  Franchise  Compliance  Reports 

g)  Virtual  Net  Energy  Metering  Pilot  Program 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook  (Ritchie) 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  Amendment  No.  3  to  Agreement  No.  CS-914,  Bay  Division  Regional 
Construction  Management  services,  with  Jacobs  Engineering  Group,  Inc.  for 


oo 
cr> 


construction  closeout  support  services;  and  authorize  the  General  Manager  to 
negotiate  execute  this  amendment,  extending  the  agreement  duration  by  11 
months,  for  a  total  agreement  duration  of  six  years  and  two  months,  with  no 
change  to  the  agreement  amount.  (Cruz) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2622,  San 
jm     Francisco  Groundwater  Supply  Pipeline,  in  the  amount  of  $8,676,685,  to  the 

°o     lowest,  qualified,  responsible  and  responsive  bidder,  Ranger  Pipelines  Inc.,  to 
^     construct  approximately  4.8  miles  of  8,  12,  and  16-inch  groundwater  transmission 

pipeline  from  40th  Avenue  and  Wawona  Street,  and  24th  Avenue  and  Ortega 
'rH     Street  to  Golden  Gate  Park,  to  connect  the  future  groundwater  well  stations  to 

Sunset  Reservoir.  (Cruz) 

^    c)  Accept  work  performed  by  NTK  Construction,  Inc.,  for  Contract  No.  WW-514R 
:>       Southeast  Water  Pollution  Control  Plant  Medium  Voltage  System  Reliability 

Upgrades,  for  a  total  contract  amount  of  $2,357,588,  and  with  a  total  contract 
duration  of  930  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor.  (Cruz) 


3    d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-562, 

Instrumentation  &  Backup  Power  Systems  Improvements  at  the  Southeast  Plant, 
Bruce  Flynn  Pump  Station,  North  Point  Wet  Weather  Facility,  and  Griffith  Pump 
Station,  in  the  amount  of  $1,328,500,  to  the  lowest  qualified,  responsible,  and 
responsive  bidder,  Phoenix  Electric  Company.  (Cruz) 


:> 


e)  Approve  and  adopt  a  resolution  establishing  the  principles  by  which  several  of 
the  Bay  Area's  largest  public  water  agencies  will  work  collaboratively  to  develop 
regional  solutions  to  improve  water  supply  reliability  in  the  region.  The  Bay  Area 
Regional  Water  Supply  Reliability  Partnership  would  enable  Bay  Area  agencies  to 
develop  projects  and  programs  to  address  water  supply  reliability  concerns  on  a 
mutually  beneficial  and  regionally  focused  basis.  (Ritchie) 


REGULAR  CALENDAR 


10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  WW-483RR,  North  Shore  to  Channel  Force  Main  Drainage 
Improvement,  with  KJ  Woods  Construction,  in  the  amount  of  $12,726,300,  for 
co    a  total  revised  contract  amount  up  to  $45,087,100,  and  an  increase  in  the 
2?    contract  duration  contingency  of  60  consecutive  calendar  days,  for  a  total 
o    revised  contract  duration  up  to  1 ,079  consecutive  calendar  days.  Approve  a 
^     reallocation  of  the  remaining/allocated  balances  from  Interim  WWE  Capital 
Improvement  Program  to  CENMSCIC52  to  support  the  Project.  Approve  a 
transfer  of  funds  in  the  amount  of  $10,000,000  from  Project  CWP1 1001 
Treasure  Island,  and  $1 1,000,000  from  Project  CWWSIPDP,  Biosolids/Digester 
to  Construction  Contract  WW-483RR,  for  additional  project  management, 
engineering  support,  environmental  mitigation  monitoring,  construction  and 
construction  management  support.  Approve  an  increase  in  Project  cost  for 
Contract  No.  WW-483RR  in  the  amount  of  $23,000,000,  for  a  total  revised 
Project  amount  of  $61 ,31 7,332.  Authorize  the  General  Manager  to  approve 


future  modifications  to  the  contract.  Authorize  the  General  Manager  to  seek 
Board  of  Supervisor's  authorization  for  appropriation  of  funds  for  the  project. 
The  increase  in  the  Project  costs,  which  includes  contract  cost  contingency, 
and  the  increase  in  construction  duration  contingency  is  needed  for 
unforeseeable  differing  site  conditions  and  additional  utility  conflicts 
encountered  when  constructing  the  pipeline  in  downtown  San  Francisco,  and 
the  subsequent  schedule  delays  related  to  these  issues.  (Cruz) 

1 1 .  Approve  Amendment  No.  4  to  Agreement  No.  CS-716,  Calaveras  Dam 

*      Replacement,  with  URS  Corporation  to  provide  ongoing  engineering  support 
0^   during  construction,  start-up,  and  commissioning  of  the  project,  and  authorize 
<=>   the  General  Manager  to  negotiate  and  execute  Amendment  No.  4,  increasing 
5   the  agreement  up  to  $4,500,000,  for  a  total  agreement  amount  of  $28,500,000, 
h   and  with  a  time  extension  up  to  two  years,  nine  months,  for  a  total  agreement 
duration  of  15  years,  nine  months,  subject  to  the  Board  of  Supervisors  approval 
pursuant  to  Charter  Section  9.118.  (Wade) 

1 2.  Authorize  the  General  Manager  to  enter  into  separate  agreements  to  provide 
one  or  more  Credit  Facilities  authorized  under  2002  Proposition  E  for  the 
Water  Enterprise  Commercial  Paper  Program  with  The  Bank  of  Tokyo-Mitsubishi 

co  UFJ,  Ltd.,  Royal  Bank  of  Canada  and  U.S.  Bank,  NA,  the  lowest  cost,  responsive 
00  and  responsible  bidders  to  the  SFPUC's  competitive  Request  for  Proposals 
o.  process.  The  agreements  replace  expiring  agreements  and  provide  $500,000,000 
in  available  credit  with  total  annual  costs  not-to-exceed  $2,500,000  for  a 
duration  of  up  to  4  years,  and  provide  annual  savings  of  approximately 
$2,000,000  over  the  terms  of  the  current  facilities.  The  General  Manager  is  further 
authorized  to  select  the  next  lowest  cost,  responsive  and  responsible  bidder(s) 
should  any  of  the  selected  banks  be  unable  to  meet  City  contracting  requirements 
or  if  negotiations  are  otherwise  not  successful.  (Rydstrom) 

13.  Public  Hearing  before  the  San  Francisco  Public  Utilities  Commission  to  consider 
and  possibly  adopt  a  proposed  revised  schedule  of  rates,  fees  and  charges  for 

J*    Hetch  Hetchy  Power  Enterprise  electric  utility  service  to  those  municipal 
<=>    departments  of  the  City  and  County  of  San  Francisco  and  other  public  or 
governmental  agencies  that  are  currently  paying  for  that  electric  service 
based  on  a  rate,  fee  or  charge  of  less  than  the  cost  of  service,  to  be  applied  to 
meter  readings  (or  equivalent)  on  or  after  July  1,  2014.  Adoption  of  this 
proposed  schedule  also  includes  full  cost  recovery  of  natural  gas  and  steam 
services  procured  on  behalf  of  municipal  customers.  (Rydstrom) 

14.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

1 5.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

en    _  (Ambrose) 
o    Existing  Litigation: 

5    Lee  Ann  Crocker  v.  City  and  County  of  San  Francisco 
th    San  Francisco  Superior  Court  Case  No.:  CGC-1 3-531 600 

City  Attorney  File  No.:  140146 

Date  Filed:  May  21,  2013 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-52931 0 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21 .  Announcement  following  Closed  Session. 


22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

23.  Other  new  business. 

ADJOURNMENT 


SPECIAL  JOINT  MEETING 
San  Francisco  Public  Utilities  Commission 

and 

Commission  on  the  Environment 

3:00  PM  Time  Certain  ( 

1.  Call  to  Order 

2.  Roll  Call 

3.  Opening  Remarks  by  Public  Utilities  Commission  (SFPUC)  President  Vince 
Courtney  and  Commission  on  the  Environment  President  Joshua  Arce 

4.  Presentation  and  discussion  of  SFPUC  and  SFEnvironment's  (SFE)  shared 
responsibilities  and  plans  to  advance  the  City's  environmental  goals  in  toxics 
reduction  and  environmental  safety,  water  conservation,  wastewater  management, 
clean  vehicle  adoption,  and  renewable  generation  and  energy  efficiency,  including  a 
discussion  of  opportunities,  challenges,  and  potential  future  collaboration  in  pursuit 
of  environmental  objectives.  (Michael  Carlin,  Deputy  General  Manager,  SFPUC  & 
David  Assmann,  Acting  Director,  SFE). 

a.  Toxics  Reduction  and  Environmental  Safety  (Chris  Geiger,  SFE  &  Steve  Ritchie 
SFPUC) 

b.  Water  Conservation  (Steve  Ritchie,  SFPUC  &  Tamar  Hurwitz,  SFE) 

c.  Wastewater  Management  (Tommy  Moala,  SFPUC,  Commissioner  Ruth 
Gravanis,  Environment  Commission,  &  Sushma  Bhatai,  SFE) 

d.  Clean  Vehicle  Adoption  (William  Zeller,  SFE  &  Barbara  Hale,  SFPUC) 

e.  Renewable  Generation  and  Energy  Efficiency  (Barbara  Hale,  SFPUC  &  Cal 
Broomhead,  SFE) 

5.  General  Public  Comment 

Members  of  the  public  may  address  the  Special  Joint  Meeting  of  the  San  Francisco 
Public  Utilities  Commission  and  the  Commission  on  the  Environment  on  matters  that 
are  within  either  of  their  respective  jurisdictions  and  are  not  on  today's  agenda 

ADJOURNMENT 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARING 


NOTICE  OF  PUBLIC  HEARING  Tuesday,  May  27,  2014  -  1:30  PM  City  Hall,  Room 
250,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Special  Meeting  of 
the  San  Francisco  Public  Utilities  Commission,  the  governing  board  of  the  publicly 
owned  electric  utility  operations  of  the  City  and  County  of  San  Francisco:  Public 
hearing,  discussion,  and  possible  action  to  adopt  the  schedules  of  rates,  fees  and 
charges  for  furnishing  power  to  municipal  departments  of  the  City  and  County  of  San 
Francisco  and  other  public  or  governmental  agencies,  as  applied  to  meter  readings  on 
or  after  July  1 ,  2014.  The  detailed  agenda  and  related  files  will  be  available  at  least  72 
hours  before  the  scheduled  meetings  at  the  SFPUC  website  www.sfwater.org,  or  by 
calling  (415)554-3165. 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13th  Floor 

San  Francisco,  CA  94102 


San  Francisco 
Water  .... 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  commission 

City  and  County  of  San  Francisco 
Edwin  M.  Lee 

MAYOR 
MINUTES 

Special  Meeting  of  the  San  Francisco  Public  Utilities  Commission 

1:30  PM 
Tuesday,  May  27,  2014 

As  Approved  on  June  10,  2014 

City  Hali 
1  Dr.  Carlton  B.  Goodlett  Place 
Room  250 
San  Francisco,  CA  94102 

Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 

Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7view  id=22 


1.  Call  to  Order 

Present:  Courtney,  Caen  and  Torres 
Excused:  Vietor 


2.  Roll  Call 

President  Courtney  called  the  meeting  to  order  at  2:00  PM. 

3.  Approval  of  the  Minutes  of  May  13.  2014 
On  Motion 

Ayes:  Courtney,  Caen  and  Torres 

Public  Comment 
None. 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  spoke  on  main  force  issues;  combustion  turbines; 
Calaveras  Dam;  Mountain  Tunnel;  the  need  to  study  GoSolar;  and  Community 
Choice  Aggregation. 

•  Mr.  Alexi  Van  Gelder  spoke  about  the  need  for  the  banning  of  plastic  bottled 
water  and  the  need  for  additional  drinking  fountains. 

Commissioner  Moran  arrived  at  2:06  PM. 

•  Mr.  John  Kelly  spoke  on  the  Groundwater  Supply  Project,  stating  he  believes 
there  was  inadequate  notice  to  San  Francisco  residents  regarding  the  Project. 
Mr.  Kelly  submitted  a  letter  for  the  record. 

5.  Communications 

a)  Advance  Calendar 

b)  Summary  of  Discussion  at  LAFCo  Meeting  of  January  24.  2014 

c)  Progress  on  Achieving  Water  Supply  Level  of  Service  Objectives 

d)  Hetch  Hetchv  Water  and  Power  Enterprises  Capital  Improvement  Program 
Quarterly  Reports 

e)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

f)  Franchise  Compliance  Reports 

g)  Virtual  Net  Energy  Metering  Pilot  Program 

Commissioner  Moran  stated  that  the  Virtual  Net  Energy  Metering  Pilot  Program 
did  not  indicate  that  the  final  Program  will  need  Commission  approval.  He 
requested  that  it  brought  back  for  final  approval. 

Public  Comment 
None. 

6.  Other  Commission  Business 

President  Courtney  stated  the  joint  meeting  would  begin  at  3:00  PM. 

Public  Comment 
None. 


7.  Report  of  the  General  Manager  (GM) 
a)  Water  Supply  Outlook 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water,  gave  an  update  on 
the  Water  Supply  Outlook,  noting  total  reservoir  storage  is  at  66  percent  of 
maximum;  that  precipitation  at  Hetch  Hetchy  is  at  57  percent  of  normal;  and  that 
demand  response  has  been  variable  since  the  January  31st  request  for  a  10 
percent  reduction.  He  discussed  current  reservoir  storage;  Precipitation  and 
snow  pack  levels;  Deliveries;  State  Water  Resources  Control  Board 
considerations;  Water  Supply  Outlook;  and  Management  Actions.  He  noted  the 
new  "My  Account" page  on  the  SFPUC  website  where  customers  can  view  their 
daily  water  use. 

In  response  to  a  question  from  Commissioner  Caen  regarding  the  ability  to 
deliver  water  to  Wholesale  customers,  Mr.  Ritchie  stated  they  have  been  asked 
to  reduce  use  by  10  percent,  and  that  the  data  is  being  examined  to  see  if 
additional  steps  need  to  be  taken.  He  noted  recommendations  are  forthcoming. 

The  GM  provided  an  update  on  the  budget,  stating  that  on  May  21,  2014  the 
Mayor's  budget  was  presented  to  the  Board  of  Supervisors  (BOS).  He  noted  that 
in  the  Mayor's  budget,  $19.5M  was  re-programmed  with  $6M  going  to  CCA  and 
$13.5M  going  to  cash-fund  Capital  Projects.  He  indicated  discussions  regarding 
the  Mayor's  budget  have  occurred  with  members  of  the  BOS,  and  that 
discussions  will  continue.  He  stated  that  the  BOS  tabled  the  SFPUC  budget,  and 
that  he  is  working  with  the  Mayor,  the  BOS,  the  Budget  Office  and  the  Controller 
on  next  steps. 

In  response  to  a  question  from  Commissioner  Torres  the  GM  stated  that  the 
desire  is  to  resubmit  the  budget  by  June  1st. 

Brief  discussion  ensued  on  the  re-programming  of  the  funds,  communication 
efforts,  and  the  budget  process. 

Public  Comment 

•  Mr.  Francisco  DaCosta  stated  that  large  companies  must  reduce  water 
consumption.  He  stated  the  Raker  Act  must  be  revisited.  He  requested  that 
the  SFPUC  website  show  a  chronological  timeline  of  events  on  the  GoSolar 
and  CCA  Programs. 

•  Mr.  John  Kelly  stated  that  the  Groundwater  Supply  Project  should  be  delayed 
and  that  notice  be  provided. 

•  Dr.  Espanola  Jackson  requested  that  SFPUC  materials  be  provided  in 
multiple  languages. 

8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  expressed  support  for  the  Regional  Water  Supply 
Reliability  Partnership.  She  noted  that  the  Hetch  Hetchy  CIP  Quarterly  (HHCIP) 
report  needs  more  work.  She  stated  that  the  budget  dispute  is  concerning,  and  the 
ability  to  fund  critically  needed  water  supply  projects  cannot  wait.  She  asked  that  any 
resolution  for  action  taken  on  the  Clean  Power  Program  contain  the  following 


provision:  "funding  water  system  rebuilding  programs  are  the  SFPUC's  first  priority 
for  water  and  power  funds,  and  that  nothing  will  prevent  the  commission  from 
funding  construction  projects  like  Mountain  Tunnel. " 

Commissioner  Moran  stated  that  the  HHCIP  reports  need  to  be  transparent  and  that 
efforts  to  restore  the  yield  to  265mgd  be  included  in  future  reports. 

President  Courtney  asked  Ms.  Sandkulla  for  clarification  on  her  request  for  a 
possible  resolution  provision,  and  to  re-read  the  language. 

Commissioner  Moran  stated  that  he  would  be  proposing  additional  language  in  the 
resolution  for  the  Power  Rates  (item  13)  to  address  the  need  to  fund  Hetch  Hetchy 
Capital  Programs.  Ms.  Sandkulla  expressed  support  for  a  proposed  amendment. 

Public  Comment 
None. 

9.  Consent  Calendar 

a)  Approve  Amendment  No.  3  to  Agreement  No.  CS-914,  Bay  Division  Regional 
Construction  Management  services,  with  Jacobs  Engineering  Group,  Inc.  for 
construction  closeout  support  services;  and  authorize  the  General  Manager  to 
negotiate  execute  this  amendment,  extending  the  agreement  duration  by  1 1 
months,  for  a  total  agreement  duration  of  six  years  and  two  months,  with  no 
change  to  the  agreement  amount.  (Resolution  14-0081) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2622.  San 
Francisco  Groundwater  Supply  Pipeline,  in  the  amount  of  $8.676.685.  to  the 
lowest,  Qualified,  responsible  and  responsive  bidder.  Ranger  Pipelines  Inc..  to 
construct  approximately  4.8  miles  of  8,  12.  and  16-inch  groundwater  transmission 
pipeline  from  40th  Avenue  and  Wawona  Street,  and  24th  Avenue  and  Ortega 
Street  to  Golden  Gate  Park,  to  connect  the  future  groundwater  well  stations  to 
Sunset  Reservoir.  (Resolution  14-0082) 

c)  Accept  work  performed  by  NTK  Construction.  Inc..  for  Contract  No.  WW-514R 
Southeast  Water  Pollution  Control  Plant  Medium  Voltage  System  Reliability 
Upgrades,  for  a  total  contract  amount  of  $2.357.588.  and  with  a  total  contract 
duration  of  930  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor.  (Resolution  14-0083) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW -562. 
Instrumentation  &  Backup  Power  Systems  Improvements  at  the  Southeast  Plant. 
Bruce  Flvnn  Pump  Station.  North  Point  Wet  Weather  Facility,  and  Griffith  Pump 
Station,  in  the  amount  of  $1.328.500.  to  the  lowest  Qualified,  responsible,  and 
responsive  bidder.  Phoenix  Electric  Company.  (Resolution  14-0084) 

e)  Approve  and  adopt  a  resolution  establishing  the  principles  by  which  several  of  the 
Bay  Area's  largest  public  water  agencies  will  work  collaboratively  to  develop 
regional  solutions  to  improve  water  supply  reliability  in  the  region.  The  Bay  Area 
Regional  Water  Supply  Reliability  Partnership  would  enable  Bay  Area  agencies  to 


develop  projects  and  programs  to  address  water  supply  reliability  concerns  on  a 
mutually  beneficial  and  regionally  focused  basis.  (Resolution  14-0085) 

Commissioner  Moran  requested  that  item  9e  be  removed. 

Public  Comment  (9a-d) 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

At  the  request  of  Commissioner  Moran,  AGM  Ritchie  briefly  discussed  the 
Partnership  and  the  benefits  of  the  Principles  (Item  9e). 

Public  Comment  (9e) 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-483RR.  North  Shore  to  Channel  Force  Main  Drainage  Improvement, 
with  KJ  Woods  Construction,  in  the  amount  of  $12.726.300.  for  a  total  revised 
contract  amount  up  to  $45.087.100.  and  an  increase  in  the  contract  duration 
contingency  of  60  consecutive  calendar  days,  for  a  total  revised  contract 
duration  up  to  1 .079  consecutive  calendar  days.  Approve  a  reallocation  of  the 
remaining/allocated  balances  from  Interim  WWE  Capital  Improvement  Program 
to  CENMSCIC52  to  support  the  Project.  Approve  a  transfer  of  funds  in  the 
amount  of  $10.000.000  from  Project  CWP1 1001  Treasure  Island,  and 
$1 1 .000.000  from  Project  CWWSIPDP.  Biosolids/Digester  to  Construction 
Contract  WW-483RR.  for  additional  project  management,  engineering  support, 
environmental  mitigation  monitoring,  construction  and  construction 
management  support.  Approve  an  increase  in  Project  cost  for  Contract  No. 
WW-483RR  in  the  amount  of  $23.000.000.  for  a  total  revised  Project  amount  of 
$61.317.332.  Authorize  the  General  Manager  to  approve  future  modifications  to 
the  contract.  Authorize  the  General  Manager  to  seek  Board  of  Supervisor's 
authorization  for  appropriation  of  funds  for  the  project.  The  increase  in  the 
Project  costs,  which  includes  contract  cost  contingency,  and  the  increase  in 
construction  duration  contingency  is  needed  for  unforeseeable  differing  site 
conditions  and  additional  utility  conflicts  encountered  when  constructing  the 
pipeline  in  downtown  San  Francisco,  and  the  subseguent  schedule  delays 
related  to  these  issues.  (Resolution  14-0086) 

Public  Comment 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 


11.  Approve  Amendment  No.  4  to  Agreement  No.  CS-716.  Calaveras  Dam 
Replacement,  with  URS  Corporation  to  provide  ongoing  engineering  support 
during  construction,  start-up,  and  commissioning  of  the  project,  and  authorize 
the  General  Manager  to  negotiate  and  execute  Amendment  No.  4,  increasing 
the  agreement  up  to  $4,500.000,  for  a  total  agreement  amount  of  $28,500,000, 
and  with  a  time  extension  up  to  two  years,  nine  months,  for  a  total  agreement 
duration  of  15  years,  nine  months,  subject  to  the  Board  of  Supervisors  approval 
pursuant  to  Charter  Section  9.118.  (Resolution  14-0087) 

Public  Comment 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

12.  Authorize  the  General  Manager  to  enter  into  separate  agreements  to  provide  one  or 
more  Credit  Facilities  authorized  under  2002  Proposition  E  for  the  Water  Enterprise 
Commercial  Paper  Program  with  The  Bank  of  Tokvo-Mitsubishi  UFJ,  Ltd..  Roval 
Bank  of  Canada  and  U.S.  Bank,  NA,  the  lowest  cost,  responsive  and  responsible 
bidders  to  the  SFPUC's  competitive  Reguest  for  Proposals  process.  The 
agreements  replace  expiring  agreements  and  provide  $500.000,000  in  available 
credit  with  total  annual  costs  not-to-exceed  $2,500,000  for  a  duration  of  up  to  4 
years,  and  provide  annual  savings  of  approximately  $2,000.000  over  the  terms  of 
the  current  facilities.  The  General  Manager  is  further  authorized  to  select  the  next 
lowest  cost,  responsive  and  responsible  bidder(s)  should  any  of  the  selected  banks 
be  unable  to  meet  City  contracting  reguirements  or  if  negotiations  are  otherwise  not 
successful.  (Resolution  14-0088) 

Mr.  Charles  Perl,  Deputy  CFO,  provided  a  brief  background  on  the  item,  stating  the 
agreements  will  replace  expiring  agreements. 

President  Courtney  noted  there  was  a  proposed  amendment  to  the  Resolution  to 
include  additional  language,  to  be  placed  at  the  end  of  the  second-to-last  Further 
Resolved  Clause,  to  read:  "...and  to  execute  any  other  certificate  or  agreement 
necessary  to  effectuate  the  purposes  of  this  Resolution". 

On  Motion  -  Amendment: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

Public  Comment 
None. 

On  Motion  -  Item  as  amended: 

Ayes:  Courtney,  Caen,  Torres  and  Moran. 

Public  Comment 
None. 


13.  Public  Hearing  before  the  San  Francisco  Public  Utilities  Commission  to  consider 
and  possibly  adopt  a  proposed  revised  schedule  of  rates,  fees  and  charges  for 
Hetch  Hetchv  Power  Enterprise  electric  utility  service  to  those  municipal 
departments  of  the  City  and  County  of  San  Francisco  and  other  public  or 
governmental  agencies  that  are  currently  paving  for  that  electric  service  based  on  a 
rate,  fee  or  charge  of  less  than  the  cost  of  service,  to  be  applied  to  meter  readings 
(or  eguivalent)  on  or  after  July  1 ,  2014.  Adoption  of  this  proposed  schedule  also 
includes  full  cost  recovery  of  natural  gas  and  steam  services  procured  on  behalf  of 
municipal  customers.  (Resolution  14-0089) 

Mr.  Perl  introduced  the  item,  provided  brief  historical  background,  and  noted  the 
impact  of  the  proposed  fees. 

At  the  request  of  President  Courtney,  GM  Kelly  provided  additional  background  and 
explained  the  need  for  the  increase  of  the  General  Fund  rate.  He  noted  that 
language  could  be  added  to  the  Resolution  for  additional  clarity  to  address 
concerns  expressed  earlier  by  Commissioner  Moran. 

Commissioner  Moran  discussed  his  concerns  and  the  need  for  additional  language. 
Discussion  ensued  on  possible  language. 

President  Courtney  suspended  the  item  until  after  Closed  Session  to  allow  time  to 
develop  additional  language. 

14.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  Assert: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

CLOSED  SESSION 

The  Commission  entered  Closed  Session  at  3:02  PM. 

1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Lee  Ann  Crocker  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-531 600 
City  Attorney  File  No.:  140146 
Date  Filed:  May  21,  2013 
(Resolution  14-0090) 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 


San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657 

Date  Filed  March  6,  2013:  Served  June  6,  2013 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657 
Date  Filed  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 

Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

The  Commission  exited  Closed  Session  at  3:15  PM. 

21.  Announcement  following  Closed  Session. 

President  Courtney  announced  that  a  settlement  was  reached  on  item16,  and  that 
no  other  action  was  taken. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  to  disclose: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

At  the  request  of  President  Courtney,  the  Commission  Secretary  re-read  Item  13, 
which  was  suspended  prior  to  Closed  Session. 

Commissioner  Moran  made  a  motion  to  add  a  Whereas  Clause  to  be  located  after 
the  third  Whereas  on  page  two:  "Whereas  the  proposed  rates  are  one  of  many 
SFPUC  actions,  which  taken  as  a  whole,  are  sufficient  to  fund  the  budget  adopted 
by  the  SFPUC  on  May  13,  2014;  and". 

On  Motion  -  Amendment: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

Public  Comment 
None. 


On  Motion  -  Item  as  amended: 

Ayes:  Courtney,  Caen,  Torres  and  Moran 

Public  Comment 
None. 

23.     Other  new  business 
None. 

President  Courtney  adjourned  the  meeting  at  3:18  PM. 
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Call  to  Order 


SFPUC  President  Courtney  called  the  Special  Joint  Meeting  to  order  at  3:27  PM. 

1.  Roll  Call 
SFPUC 

Present:  Courtney,  Caen,  Torres  and  Moran 
Excused:  Vietor 

Commission  on  the  Environment 

Present:  Arce,  Wald,  Gravanis,  Stephenson,  Josefowitz,  and  Wan 
Excused:  King 

2.  Opening  Remarks  by  Public  Utilities  Commission  President  Vince  Courtney  and 
Commission  on  the  Environment  President  Joshua  Arce 

Commission  on  the  Environment  President  Joshua  Arce  stated  the  Commission  on 
the  Environment  looked  forward  to  the  opportunity  to  discuss  partnerships,  shared 
responsibility,  and  ways  in  which  the  two  Commissions  and  agencies  can 
collaborate  and  develop  new  ideas. 

SFPUC  President  Vince  Courtney  stated  he  looked  forward  to  the  joint  meeting  and 
for  the  opportunity  to  discuss  overlapping  goals,  objectives,  and  potential 
partnerships.  He  noted  particular  interest  in  the  development  in  joint  initiatives  and  a 
discussion  regarding  work  the  SFPUC  does  for  the  environment. 

Public  Comment 

•  Dr.  Espanola  Jackson  provided  a  history  of  the  Commission  on  the  Environment 
and  discussed  environmental  racism.  She  expressed  her  support  for  the 
GoSolarSF  Program. 

•  Mr.  Eric  Brooks,  Our  City  and  San  Francisco  Green  Party,  expressed  his  support 
for  the  CleanPowerSF  Program.  He  noted  the  Board  of  Supervisor's  action  on  the 
SFPUC  budget. 

•  Ms.  Robin  Sherrer  spoke  on  behalf  of  the  trees  in  San  Francisco  and  urged  the 
care  and  preservation  of  trees,  with  emphasis  on  Eucalyptus. 

Environment  Commissioner  Wald  asked  for  and  received  clarification  on  the  ability 
to  discuss  CleanPowerSF  during  the  meeting. 

•  Mr.  Francisco  DaCosta  spoke  about  the  carbon  footprint  and  asked  the  SFPUC  to 
focus  on  Hetch  Hetchy  and  hydroelectricity.  He  encouraged  San  Francisco 
Environment  to  enforce  the  Precautionary  Principle. 

3.  Presentation  and  discussion  of  SFPUC  and  SFEnvironment's  (SFE)  shared 
responsibilities  and  plans  to  advance  the  City's  environmental  goals  in  toxics 
reduction  and  environmental  safety,  water  conservation,  wastewater  management- 
clean  vehicle  adoption,  and  renewable  generation  and  energy  efficiency,  including  a 
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discussion  of  opportunities,  challenges,  and  potential  future  collaboration  in  pursuit 
of  environmental  objectives. 

Mr.  Michael  Carlin,  Deputy  General  Manager  (DGM),  SFPUC,  provided  an  overview 
of  the  business  and  services  of  the  SFPUC,  including  the  Water  System,  the  Hetch 
Hetchy  Regional  Water  and  Power  System,  and  the  combined  Sewer  System.  He 
outlined  the  SFPUC's  core  priorities:  Delivering  high  quality  and  reliable  services; 
Maintaining  critical  infrastructure;  and  preserving  ratepayer  affordability.  He  touched 
on  the  following  key  updates:  Water  System  Improvement  Program;  Sewer  System 
Improvement  Program;  Rim  Fire;  Drought;  and  Rate  Setting. 

Mr.  David  Assmann,  Acting  Director,  SFE,  discussed  how  the  goals  and  objectives 
of  the  SFPUC  and  the  SFE  are  intertwined.  He  noted  the  day-to-day  work  occurring 
between  the  agencies,  touched  on  common  goals,  and  noted  opportunities  for 
continued  joint  work. 

a.  Toxics  Reduction  and  Environmental  Safety 

Mr.  Chris  Geiger,  SFE  Integrated  Pest  Management  (IPM)  Program  Manager, 
spoke  on  the  IPM  Program,  stating  the  Program  uses  scientific  information  to 
manage  pests  to  ensure  limited  environmental  risk.  He  noted  prevention  is  first, 
with  pesticides  used  as  a  last  resort. 

Mr.  Geiger  provided  a  brief  background  on  the  IPM  Program  and  partnerships 
with  City  Departments.  He  discussed  pesticide  use  trends  since  1996,  and 
pesticide  use  by  specific  departments,  indicating  Recreation  and  Park  (RPD)  is 
the  largest  user  due  their  managed  landscapes,  followed  by  San  Francisco 
Airport,  SFPUC,  Department  of  Public  Works  (DPW),  Municipal  Transportation 
Agency  and  the  Department  of  Public  Health.  He  touched  on  current  priorities, 
focusing  on  RPD.  He  stated  that  most  of  their  use  is  on  golf  courses  during 
tournament  golf.  He  noted  the  requirements  of  the  2010  Pest  Control  Ordinance. 

Mr.  Geiger  introduced  Mr.  Kevin  Wollen,  Senior  Pest  Control  Specialist,  RPD, 
Ms.  Nikkie  Mixon,  IPM  Specialist,  DPW,  and  Mr.  Matthew  Pruitt,  RPD.  President 
Courtney  asked  each  of  them  to  provide  brief  detail  on  their  background,  duties, 
licenses,  certifications,  and  education  that  is  required  for  their  positions. 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  SFPUC  Water,  stated  that 
SFPUC  staff  works  closely  with  SFE  on  integrated  pest  management  and 
minimizes  the  use  of  pesticides  whenever  possible,  opting  for  non-pesticide 
usage  which  includes  goats  for  weed  control. 

Brief  discussion  ensued  on  potential  toxic  impacts  to  the  water  system. 
Environment  Commissioner  Josefowitz  asked  if  there  is  a  spike  in  water  use  from 
golf  courses  during  tournaments.  AGM  Ritchie  indicated  he  would  look  at  the 
data  to  see  if  there  is  a  correlation  between  tournaments  and  increased  use. 
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b.  Water  Conservation 

AGM  Ritchie  provided  an  update  on  water  conservation,  stating  that  there  is  still 
a  drought.  He  noted  that  in  January  2014,  a  10  percent  voluntary  reduction  was 
requested,  but  the  goal  has  not  been  achieved  system-wide.  Therefore,  there  is  a 
push  for  additional  conservation.  He  reviewed  San  Francisco's  water  use,  which 
is  about  49  gallons  per  day,  per  resident.  He  provided  a  history  of  ongoing 
conservation  assistance  and  discussed  SFPUC  conservation  programs.  He 
provided  information  on  tools  and  educational  materials  available  to  customers, 
and  noted  increased  awareness  in  response  to  the  drought. 

In  response  to  a  question  from  Environment  Commissioner  Josef owitz,  Mr. 
Ritchie  explained  how  individual  water  savings  is  measured.  He  indicated  the 
greatest  savings  comes  from  replacing  old  toilets.  Additional  discussion  took 
place  on  conservation  goals  and  efforts.  AGM  Ritchie  mentioned  the  laundry  to 
landscape  program,  which  is  a  popular  idea,  but  is  difficult  to  implement.  He 
stated  program  is  being  reviewed  to  make  participation  easier. 

Ms.  Tamara  Hurwitz,  Environmental  Education  Manager,  SFE,  discussed  the 
water  pollution  prevention,  stormwater,  and  wastewater  systems  educational 
programs  that  are  provided  to  local  schools.  She  described  the  evolution  of  the 
programs  and  current  curriculum,  which  focuses  on  environmental  topics 
including  water  pollution  prevention,  water  conservation,  energy  efficiency  and 
renewable  energy.  She  noted  in  2008  the  water  conservation  curriculum  was 
created  for  4-6  graders  and  teaches  about  local  water  resources  and  water 
conservation.  She  stated  in  2010  the  education  team  began  classroom 
presentations  on  behalf  of  the  SFPUC  and  they  will  be  offered  to  all  interested  K- 
12  schools  in  San  Francisco.  She  touched  on  "Drink  Tap"  assemblies;  Teacher 
workshops;  Conservation  Connection  Program;  Garden  for  the  Environment;  and 
Community  outreach. 

c.  Wastewater  Management 

Environment  Commissioner  Gravanis  introduced  the  item  and  Mr.  Tommy  Moala, 
AGM,  SFPUC  Wastewater.  AGM  Moala  stated  that  San  Francisco  has  a 
combined  sewer  system  that  it  is  100  years  old,  has  1,000  miles  of  pipes,  four 
treatment  facilities,  and  27  pump  stations.  He  discussed  how  the  combined 
system  operates.  He  noted  significant  challenges,  including  aging  infrastructure, 
seismic  vulnerability  and  lack  of  redundancy,  and  discussed  the  effects  of  climate 
change. 

AGM  Moala  indicated  that  a  step  toward  addressing  the  challenges  is  through 
the  Sewer  System  Improvement  Program  (SSIP).  He  detailed  "Grey",  "Green", 
and  "Clean"  parts  of  the  SSIP  and  how  each  area  is  being  addressed,  and 
touched  on  the  SSIP  budget 

He  continued  with  discussion  of  the  Urban  Watershed  Assessment,  which  utilizes 
the  Triple  Bottom  Line,  noting  public  outreach  and  involvement  is  key.  He  added 
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that  the  Level  of  Service  needs,  sustainability,  and  opportunities  are  also 
addressed.  He  discussed  Early  Implementation  Projects  that  are  planned 
throughout  the  City. 

President  Courtney  urged  everyone  to  talk  with  AGM  Moala  regarding  the 
system.  He  noted  the  linkage  between  the  missions  of  the  SFPUC  and  the  SFE. 
Mr.  Moala  concurred  and  discussed  the  joint  work  in  education  and  resource 
recovery.  He  agreed  with  President  Courtney  that  medicine  should  not  be 
dumped  in  the  toilet,  stating  that  drop  boxes  are  available  for  disposal  of  these 
items.  He  discussed  the  process  for  checking  catch  basins  for  mosquitoes. 

AGM  Moala  responded  to  a  question  from  Environment  Commissioner 
Josefowitz  regarding  Biogas  at  the  treatment  plants.  He  noted  the  production  of 
biogas  energy  and  generation  at  each  facility.  He  stated  the  new  digesters  will 
produce  more,  and  that  the  alternative  analysis  is  in  process.  He  stated  that 
resource  recovery  is  an  important  part  of  the  equation  and  used  the  Greasecycle 
Program  (collection  of  restaurant  grease)  as  an  example. 

Brief  discussion  ensued  on  the  portion  of  the  SSIP  budget  is  allocated  to  green 
programs. 

Environment  Commissioner  Wald  commented  on  the  disposal  of  medicine  and 
toxins  and  the  need  to  provide  the  public  with  education  on  proper  disposal. 

Environment  Commissioner  Stephenson  asked  for  information  on  the  Low  Impact 
Design  Programs  (LID),  which  AGM  Moala  provided. 

Environment  Commissioner  Gravanis  noted  several  LID  projects  that  have  been 
completed.  She  referred  to  the  SFPUC  Stormwater  Guidelines  and  rain  barrels. 
She  stated  there  are  other  toxic  items  that  enter  the  system  from  street  run-off. 

Environment  Commissioner  Gravanis  introduced  Ms.  Sushma  Bhatia,  Toxics 
Reduction  Program  Manager,  SFE,  who  provided  an  overview  of  initiatives  and 
areas  where  the  SFE  and  SFPUC  collaborate  to  reduce  toxins.  She  discussed 
chemicals  and  commerce  and  their  improper  disposal.  She  noted  SFE's  goals 
are  to  reduce  negative  health  impacts  by  identifying  and  promoting  safer 
products,  practices,  and  education  on  proper  disposal. 

Ms.  Bhatia  continued,  discussing  how  various  toxic  programs  are  implemented: 
Municipal  agencies  (citywide  green  purchasing  specs  and  products);  Convenient 
household  hazardous  waste  and  special  waste  disposal  (e.g.  batteries, 
electronics,  unwanted  pharmaceuticals,  and  used  motor  oil  and  filters); 
Customized  business  solutions  (e.g.  dentists,  dry  cleaners,  hospitals,  custodians, 
nail  salons,  and  artists);  and  Green  Business  Recognition  for  small  to  medium 
sized  business. 
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Ms.  Bhatia  concluded,  stating  that  the  SFE  and  the  SFUPC  staff  work  closely 
together  to  make  sure  that  there  is  consistency  in  messaging  and  design  and  that 
technical  expertise  is  shared. 

d.  Clean  Vehicle  Adoption 

Mr.  Todd  Rydstrom,  AGM  Business  Services  and  CFO,  SFPUC,  began  his 
presentation  by  discussing  fleet  management  and  operations,  addressing: 
Alternatives  and  transportation  options  (videoAeleconferencing,  transit  first 
alternatives,  centralized  vehicle  pools/ride  share,  bicycle  pools,  and  electric  cars 
and  bicycles);  Healthy  Air  and  Clean  Transportation  Ordinance;  Fleet  inventories 
(by  vehicle  and  fuel  type);  Replacement  Strategies  (cost  efficiency  and 
environmental  sustainability);  Environmental  Strategies  (day-to-day  budget 
planning);  and  operations,  and  disaster  preparedness  and  response. 

Mr.  Bill  Zeller,  SFE,  noted  the  long  collaboration  with  the  SFPUC  and  recognized 
the  SFPUC's  leadership  in  City  wide  fleet  operations.  Mr.  Zeller  discussed  the 
SFE's  role  in  working  with  the  public  on  transit  first  projects  as  well  on  the 
greening  the  City's  fleet.  He  touched  on  the  Transit  First  Policy  and  discussed 
SFE's  three-pronged  sustainable  transportation  focus:  Commute  Smart;  Electric 
Transportation;  and  Alternative  Fuel  Vehicles. 

Mr.  Zeller  continued,  discussing  the  collaborative  work  with  the  SFPUC's  Power 
Enterprise,  stating  together  they  have  developed  the  most  dense  public  vehicle 
charging  system  in  the  United  States.  He  discussed  joint  efforts  with  the  SFPUC 
Fleet,  including  HACTO  compliance;  Biodiesel  use;  and  telematics.  He 
concluded  by  discussing  collaborative  work  with  the  Wastewater  Enterprise, 
emphasizing  work  with  Biomethane. 

In  response  to  a  question  from  SFPUC  Commissioner  Torres,  Mr.  Zeller  stated 
that  SFE  does  not  provide  rebates  for  owners  of  electric  vehicles  and  that  those 
are  state-run  programs. 

Commissioner  Torres  left  the  meeting  at  5:30  PM. 

e.  Renewable  Generation  and  Energy  Efficiency 

Mr.  Cal  Broomhead,  Climate  and  Energy  Programs  Manager,  SFE,  gave  a  brief 
presentation  on  SFE's  Renewable  and  Energy  Efficiency  Programs,  which  are 
mainly  focused  on  the  private  sector.  He  discussed  main  tools  used  in  their 
Programs:  Education;  Technical  Assistance  and  Incentives;  Single  Family 
Program;  Multi-Family  Program  (staff  is  trained  on  quality  assurance  and  water 
conservation);  Financing;  and  Law  and  Ordinances.  Mr.  Broomhead  touched  on 
solar  market  development,  and  the  Solar  Map.  He  discussed  a  chart  on  San 
Francisco  Solar  PV  installations.  He  closed  by  discussing  regulatory  issues. 

Mr.  Broomhead  distributed  a  brochure  on  the  Energy  Upgrade  California 
Program. 
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Ms.  Barbara  Hale,  AGM  Power,  SFPUC,  provided  overview  of  her  presentation 
which  focused  on  Solar  and  Renewables  (GoSolarSF;  Customer  municipal  solar; 
and  renewable  wholesale  purchases),  and  Customer  Energy  Efficiency  (General 
Fund;  Civic  Center  Sustainability  District;  Other  customers;  and  green 
commissioning  and  design  review). 

AGM  Hale  discussed  the  GoSolarSF  Program,  reviewing  the  Program's 
background  and  activity  to-date.  She  noted  the  installations  completed;  dollars 
paid  since  2008;  jobs  created  for  disadvantaged  San  Franciscans;  and  incentives 
that  are  available  to  both  customers  and  non-customers.  AGM  Hale  described 
opportunities  for  collaboration  with  the  SEE,  stating  the  prospect  for  financing  to 
ensure  the  funds  for  GoSolarSF  are  being  leveraged  in  the  best  possible  way. 
Ms.  Hale  discussed  the  GoSolarSF  workforce  (those  hired  through  the  Workforce 
Development  Program),  indicating  the  number  of  hires  in  each  zip  code 
throughout  the  City. 

AGM  Hale  touched  on  municipal  solar,  describing  the  customers  served  and 
renewable  wholesale  purchases,  emphasizing  Sunset  Reservoir.  Ms.  Hale 
discussed  customer  energy  efficiency  (Civic  Center  Sustainability  District  (10- 
year  Capital  Plan)). 

Due  to  a  disruption  from  the  audience,  the  meeting  recessed  at  5:55  PM  and 
reconvened  at  6:00  PM. 

Vice  President  Caen  left  the  meeting  at  6:00  PM. 

Ms.  Hale  continued,  discussing  the  energy  efficiency  programs  available: 
General  Fund  (10-year  Capital  Plan);  Street  Light  LED  conversion;  Enterprise 
Customer  (10-year  Capital  Plan);  and  green  commissioning  and  design  review. 

In  response  to  a  request  from  Environment  President  Arce,  AGM  Hale  provided  a 
brief  update  on  CleanPowerSF,  stating  the  SFPUC  is  collaborating  with  LAFCo 
on  a  feasibility  study.  She  noted  the  BOS  Ordinance,  sponsored  by  Supervisor 
Avalos  and  his  colleagues,  and  stated  SFPUC  staff  is  working  in  assistance 
mode  on  both  of  those  efforts.  She  stated  the  Power  Staff  focus  is  on  operating 
and  maintaining  the  Hetch  Hetchy  System  to  ensure  financial  stability  and 
continued  operations. 

Ms.  Hale  responded  to  a  question  from  Environment  Commissioner  Josefowitz 
on  the  low  cost  of  energy  for  General  Fund  customers  and  the  possibility  for  solar 
on  municipal  facilities.  Ms.  Hale  noted  that  not  all  rooftops,  buildings  or  grounds 
can  accommodate  solar,  but  that  staff  is  always  looking  for  opportunities.  She 
responded  to  an  additional  question  about  the  possibility  of  small  scale,  in-pipe 
hydro,  noting  a  pilot  project  at  University  Mound. 
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Environment  Commissioner  Gravanis  asked  for  clarification  on  how  close  the  100 
percent  renewable  energy  goal  is  to  being  met,  and  what  can  be  done  to  meet 
the  goal.  Mr.  Broomhead  and  AGM  Hale  provided  response,  indicating  the 
options  being  reviewed  and  considered.  Mr.  Broomhead  noted  the  100  percent 
goal  is  aspirational,  as  the  City  doesn't  have  control  over  100  percent  of  the 
customers.  Ms.  Hale  concurred  with  Mr.  Broomhead's  comments  and  note 
another  option  is  the  PG&E  Green  Tariff  proposed  under  consideration  at  the 
California  PUC. 

Environment  President  Arce  referred  to  a  2012  Golden  Gate  University  Law 
School  Study,  "Rooftop  Revolution".  Mr.  Broomhead  and  AGM  Hale  stated  they 
would  review  the  report.  AGM  Hale  again  indicated  that  all  roof  tops  are  not 
suitable  for  solar,  but  that  there  are  alternatives.  Mr.  Broomhead  noted  other 
restrictions  and  opportunities.  Brief  discussion  ensued.  Ms.  Hale  noted  the  City 
policy  that  prioritizes  energy  efficiency  ahead  of  solar. 

Public  Comment: 

•  Mr.  Jeremy  Pollock,  Supervisor  Avalos'  Office,  read  a  statement  from 
Supervisor  Avalos  regarding  San  Francisco's  Greenhouse  Goals  and  the  need 
to  move  to  100  percent  renewable  energy.  He  expressed  his  support  for  the 
CleanPowerSF  Program  and  discussed  the  Marin  Clean  Energy  and  Sonoma 
County  Programs,  and  the  SFPUC  budget.  He  noted  two  assurances  being 
sought  were  the  preservation  of  funds  to  launch  CCA,  and  the  desire  to  see 
concrete  action  to  launch  a  CCA  by  July  2015. 

President  Courtney  noted  CCA  wasn't  the  focus  of  the  joint  meeting,  and  that  the 
discussion  on  CCA  will  continue.  He  expressed  the  desire  to  include  discussion 
of  training  and  jobs  components. 

•  Mr.  Jason  Fried,  LAFCo,  discussed  the  100  percent  energy  renewable  goal. 
He  stated  LAFCo  has  hired  a  contractor  to  work  on  several  tasks  related  to  a 
CCA  program.  He  discussed  the  funds  that  could  be  generated  to  assist  the 
Power  Enterprise's  financial  situation,  as  well  as  the  jobs  component.  He 
discussed  the  need  for  energy  efficiency. 

•  Ms.  Denise  (inaudible)  distributed  cards  she  had  made  to  discourage  people 
from  idling  their  vehicles.  She  noted  the  City  of  New  York's  law  regarding 
idling. 

•  Mr.  Jed  Holtzman,  350  San  Francisco,  stated  that  landlords  need  to  be 
targeted  for  energy  efficient  programs.  He  discussed  the  need  for  renewable 
energy,  and  expressed  support  for  CleanPowerSF  and  GoSolarSF. 

Environment  Commissioner  Josefowitz  asked  about  opening  up  SFPUC 
watershed  land  to  hikers.  City  Attorney  Noreen  Ambrose  noted  that  the  topic 
should  not  be  discussed  as  it  was  not  agendized. 
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Environment  President  Arce  provided  closing  thoughts,  stating  useful  information 
was  provided.  He  noted  opportunities  for  future  collaboration. 
SFPUC  President  Courtney  stated  he  was  enthused  for  the  meeting  and  enjoyed 
hearing  from  staff.  He  noted  the  common  ground  between  the  two  agencies  and 
the  opportunity  to  work  together.  He  stated  he  looks  forward  to  introducing  youth 
to  employment  opportunities  through  career  programs.  He  looks  forward  to 
additional  joint  meetings. 

Environment  Commissioner  Wald  offered  final  thoughts  on  the  collaborative  work 
between  the  departments  and  thanked  staff  for  their  work.  She  would  like  to  see 
staff  work  together  to  achieve  100  percent  renewable. 

4.  General  Public  Comment 
None. 

SFPUC  President  Courtney  adjourned  the  meeting  at  6:45  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0081 


WHEREAS,  On  September  23,  2008,  pursuant  to  Resolution  No.  08-0174,  this 
Commission  awarded  Agreement  No.  CS-914,  Bay  Division  Regional  Construction  Management 
Services,  and  authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
to  negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of  $25,000,000,  and 
with  a  term  of  four  (4)  years  and  ten  (10)  months,  concluding  on  September  30,  2013,  with 
Jacobs  Engineering  Group  Inc. 

WHEREAS,  On  May  22,  2012,  pursuant  to  Resolution  No.  12-0089,  this  Commission 
approved  Amendment  No.  1  for  $1,500,000  to  address  the  need  for  additional  construction 
management  services  in  the  Bay  Division  Region,  increasing  the  total  not-to-exceed  agreement 
amount  to  $26,500,000;  and 

WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  the  General  Manager  authorized 
Amendment  No.  2  extending  the  agreement  term  by  six  (6)  months,  with  no  change  to  the 
agreement  amount,  in  order  to  provide  on-going  construction  management  services  ;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  to  extend  the  agreement  term  by  11 
months,  in  order  to  provide  constaiction  closeout,  turnover  and  litigation  support  services 
associated  with  the  Bay  Division  Pipelines  Reliability  (BDPL)  Upgrade  -  Pipeline  Project;  and 

WHEREAS,  A  Contract  Monitoring  Division  subconsulting  goal  of  21.9%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  agreement;  and  that  goal 
will  remain  unchanged;  and 

WHEREAS,  Funds  for  this  Amendment  are  available  from  Project  No.  CUW36802 
BDPL  Upgrade  -  Pipeline  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Water 
Enterprise  Water  System  Improvement  Program-funded  Agreement  No.  CS-914,  Bay  Division 
Regional  Construction  Management  services,  with  Jacobs  Engineering  Group,  Inc.  for 
construction  closeout  support  services  associated  with  the  Bay  Division  Pipeline  Reliability 
Upgrade  -  Pipeline  Project  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  this  amendment,  extending  the  agreement  duration 
up  to  11  months,  for  a  total  agreement  duration  of  six  (6)  years  and  three  (3)  months,  with  no 
change  to  the  agreement  amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0082 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Contract  No.  WD-2622,  San  Francisco  Groundwater  Supply  Pipeline,  was  advertised  on  March 
10,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $15,101,000  and  the  Engineer's  Estimate  is 
$13,601,200  for  this  construction  contract  work  to  construct  approximately  4.8  miles  of  8-,  12-, 
and  16-inch  groundwater  transmission  pipeline  from  40th  Avenue  and  Wawona  Street  and  24th 
Avenue  and  Ortega  Street  to  Golden  Gate  Park  to  connect  the  future  groundwater  well  stations  to 
Sunset  Reservoir;  and 

WHEREAS,  The  contract  duration  is  505  consecutive  calendar  days;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  April  17,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness, 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Ranger  Pipelines,  Inc.  as  the 
lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  10%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  1 1.67  %  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion 
of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30102  -  San  Francisco 
Groundwater  Supply;  and 

WHEREAS,  An  Environmental  Impact  Report  (EIR)  as  required  by  the  California 
Environmental  Quality  Act  (CEQA)  was  prepared  for  Project  Number  CUW30102  in  Planning 
Department  Case  No.  2008.1 122E;  and 

WHEREAS,  The  Planning  Commission  on  December  19,  2013  certified  the  Final  EIR 
(FEIR)  for  the  Project  by  Motion  No.  19050,  adopted  the  CEQA  Findings  (Findings),  including  a 
Statement  of  Overriding  Considerations  (SOC),  and  a  Mitigation  Monitoring  and  Reporting 
Program  (MMRP)  by  Motion  No.  19051,  found  the  Project  consistent  with  the  General  Plan  by 
Motion  No.  19052,  and  approved  a  local  coastal  zone  permit  for  the  Project  by  Motion  No. 
19053;  and 


WHEREAS,  On  January  14,  2014,  the  SFPUC,  by  Resolution  No.  14-0010,  approved  the 
Project  and  adopted  the  Findings,  including  a  Statement  of  Overriding  Considerations  (SOC), 
and  a  MMRP  as  required  by  CEQA;  and 

WHEREAS,  The  Project  files,  including  the  FEIR  and  SFPUC  Resolution  No.  14-0010 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  findings  contained  in  SFPUC  Resolution  No.  14-0010,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC, 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  approve  and  award  Water  Enterprise,  Water  System  Improvement  Program- 
funded  Contract  No.  WD-2622,  San  Francisco  Groundwater  Supply  Pipeline,  and  incorporates 
the  CEQA  Findings  contained  in  Resolution  No.  14-0010  including  the  SOC  and  the  MMRP  by 
this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise,  WSIP-funded  Contract  No.  WD-2622,  San 
Francisco  Groundwater  Supply  Pipeline,  in  the  amount  of  $8,676,685,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Ranger  Pipelines,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0083 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-514R,  Southeast 
Water  Pollution  Control  Plant  (SEP)  Medium  Voltage  System  Reliability  Upgrades,  by  the 
contractor,  NTK  Construction,  Inc.;  and 

WHEREAS,  On  May  10,  2011,  by  Resolution  No.  11-0061,  this  Commission  awarded 
Contract  No.  WW-514R,  SEP  Medium  Voltage  System  Reliability  Upgrades,  in  the  amount  of 
$2,111,000,  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  NTK  Construction,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  June  20,  2011, 
with  an  original  schedule  of  210  consecutive  calendar  days  and  the  contract  work  was  completed 
in  930  consecutive  calendar  days  on  January  4,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,111,000  and  the  original  contract 
duration  was  210  consecutive  calendar  days;  and 

WHEREAS,  Modifications  No.  1-9  were  issued  for  $246,587  (Resolution  No.  12-0047 
dated  March  27,  2012  /  Resolution  No.  12-0185  dated  October  23,  2012  /  Resolution  No.  13- 
0045  dated  March  26,  2013,  and  Resolution  No.  14-0004  dated  January  14,  2014)  to  address 
underground  utility  conflicts,  purchase  bioassay  equipment,  install  additional  conduits  for  three 
compressors  associated  with  the  Oxygen  Plant,  purchase  sprockets  for  emergency  electrical 
repairs  for  running  the  facility  without  interruption,  insert  additional  protective  measures  for 
electrical  works  in  order  comply  with  PG&E  requirements,  conduct  a  short  circuit  study,  add 
relays  for  the  new  main  switchgear  doors,  complete  fire  taping  in  manholes;  thus  increasing  the 
contract  amount  to  $2,357,586.69,  the  contract  duration  by  720  consecutive  calendar  days  to 
complete  the  intended  scope  of  work  during  the  next  available  dry  weather  period,  and  the  total 
contract  duration  to  930  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
has  made  a  good  faith  effort  to  comply  with  the  10%  Local  Business  Enterprise  (LBE)  submitted 
for  this  contract  by  achieving  a  LBE  participation  of  61.92%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC41  -  Southeast  Plant 
Electrical  Reliability;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  NTK 
Construction,  Inc.  for  Wastewater  Enterprise  5-Year  Capital  Improvement  Program- funded 
Contract  No.  WW-514R  SEP  Medium  Voltage  System  Reliability  Upgrades,  for  a  total  contract 
amount  of  $2,357,586.69,  and  with  a  total  contract  duration  of  930  consecutive  calendar  days; 
and  authorizes  final  payment,  in  the  amount  of  $28,000  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 


i 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0084 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  &  Replacement  (R&R)  Treatment 
Facilities  Program-funded  Contract  No.  WW-562,  Instrumentation  &  Backup  Power  System 
Improvements  was  advertised  on  March  13,  2014;  and 

WHEREAS,  The  Engineer's  Estimate  is  $1,400,000  for  this  construction  contract  work  to 
replace  and  upgrade  the  existing  deficient  and  deteriorated  wastewater  level  and  flow 
instrumentation,  uninterruptable  power  supplies,  associated  electrical  wires,  conduits,  fittings, 
emergency  process  power  equipment,  instrumentation,  controls,  accessories,  and  appurtenances, 
at  the  Southeast  Water  Pollution  Control  Plant  (SEP),  Bruce  Flynn  Pump  Station  (BFS),  North 
Point  Wet  Weather  Facility  (NPF),  and  Griffith  Pump  Station  (GFS);  and 

WHEREAS,  The  contract  duration  is  570  consecutive  calendar  days;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  April  24,  2014  for 
Project  No.  CWWRNRTF40,  Instrumentation  &  Backup  Power  System  Improvements;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness, 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Phoenix  Electric  Company  as 
the  lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  10%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  utilize 
10.37%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  On  January  2,  2013,  the  Bureau  of  Environmental  Management  determined 
that  the  proposed  improvements  are  not  a  project  under  California  Environmental  Quality  Act 
(CEQA),  consistent  with  the  Public  Resources  Code  section  21065  and  CEQA  Guidelines 
section  15378  (b)(5):  and 

WHEREAS,  Funds  are  available  from  WWE  R&R  Treatment  Facilities  Program; 
CWWRNRTF40;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Treatment  Facilities  Program-Funded  Contract  No.  WW-562, 
Instrumentation  &  Backup  Power  System  Improvements,  in  the  amount  of  $1,328,500,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Phoenix  Electric  Company. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  May  27,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0085 


WHEREAS,  The  Alameda  County  Water  District,  Contra  Costa  Water  District,  East  Bay 
Municipal  Utility  District,  Marin  Municipal  Water  District,  San  Francisco  Public  Utilities 
Commission  (with  the  Bay  Area  Water  Supply  and  Conservation  Agency),  Santa  Clara  Valley 
Water  District,  and  Zone  7  Water  Agency  (referred  collectively  herein  as  the  "Parties")  own  and 
operate  independent  water  systems  that  collectively  serve  the  needs  of  over  6  million  residents 
and  businesses  in  the  San  Francisco  Bay  Region,  and 

WHEREAS,  The  Parties  recognize  that  integrated  utilization  of  capacity  in  existing 
infrastructure  and  new  interconnections  or  facilities  may  provide  water  supply  reliability  and/or 
water  quality  benefits  to  multiple  agencies  or  other  regional  partners  and  the  public  we  all  serve, 
and 

WHEREAS,  Recognizing  the  potential  for  mutual  and  regional  benefits,  the  Parties  agree 
to  these  principles  for  cooperative  pursuit  of  short  and  long-term  projects  for  water  supply  and/or 
water  quality  benefits,  which  look  first  to  maximize  the  use  of  existing  infrastructure  of  each 
agency,  and  may  eventually  include  additional  joint  facilities  to  assist  in  providing  region-wide 
water  supply  reliability  and/or  water  quality  benefits;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  and  adopts  a  set  of  foundational 
principles  that  will  guide  any  future  partnership  development  as  follows: 

•  Parties  will  participate  in  the  evaluation  of  near-  and  long-term  joint  water  supply 
reliability  projects  including,  but  not  limited  to,  use  of  capacity  of  existing  facilities, 
changes  to  infrastructure  including  new  interconnections,  recycled  water,  water 
conservation,  expanded  treatment,  regional  desalination,  water  transfers  and  exchanges, 
and  other  projects  or  institutional  arrangements  that  encourage  a  regional  approach  to 
achieving  water  supply  reliability  in  the  Bay  Area. 

•  Parties  will  conduct  Regional  Partnership  activities  in  an  inclusive  manner  that 
encourages  voluntary  participation  by  the  Parties  as  well  as  other  interested  persons  or 
organizations. 

•  A  specific  project  or  activity  does  not  have  to  involve  all  signatories  of  this  Regional 
Partnership  document  but  it  is  expected  that  each  Party  would  endeavor  to  communicate 
planning  efforts  initiated  by  two  or  more  Parties  to  improve  water  supply  reliability 
including  water  transfers,  wheeling  agreements,  interties  and  additional  water  supply 
infrastructure  improvements. 


•  Partnerships  are  expected  to  result  in  betterment  for  the  public  served  by  the  agencies 
involved  and  be  conducted  in  a  manner  that  does  not  adversely  affect  any  of  the  Parties. 
Parties  will  not  undertake  Bay  Area  regional  projects  or  activities  that  may  impact  the 
conditions  within  the  service  area  of  another  Party  without  first  obtaining  that  Party's 
approval. 

•  Parties  will  strive  to  achieve  equitable  cost-  and  risk-sharing  for  future  projects  or 
concepts  commensurate  with  the  benefits  to  be  received. 

•  Parties  agree  to  transparency  with  regard  to  costs  and  the  expectation  is  that  actual  costs 
will  be  used  in  determining  reimbursements  unless  another  acceptable  arrangement  is 
determined  by  the  participants. 

•  To  the  extent  a  partnership  relies  on  regional,  state  or  federal  grant  money  to  evaluate 
regional  reliability,  the  grant  recipients  will  work  with  the  Parties  to  determine  how 
priorities  for  regional  reliability  are  balanced  against  other  individual  agency  priorities. 

•  Parties  agree  to  coordinate  prior  to  characterization  and  evaluation  of  facilities,  water 
rights,  or  water  contracts  owned  by  another  Party. 

•  Parties  undertaking  specific  projects  identified  through  the  Regional  Partnership  will 
cooperate  in  and,  to  the  extent  applicable,  facilitate  efforts  to  obtain  regulatory  approvals 
necessary  to  conduct  demonstration  and  full  scale  projects. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0086 


WHEREAS,  On  April  24,  2012,  per  Resolution  No.  12-0065,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE)  funded  Contract  No.  WW-483RR,  North  Shore  to 
Channel  Force  Main  Drainage  Improvement  and  Pavement  Renovation  to  K.J.  Woods 
Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  May  29, 
2012,  and  the  original  contract  amount  was  for  $15,488,000  and  the  original  contract  duration 
was  553  consecutive  calendar  days;  and 

WHEREAS,  On  March  12,  2013,  per  Resolution  No.  13-0040,  this  Commission 
approved  an  increase  in  the  contract  cost  and  duration  contingencies  in  the  amount  of 
$15,324,000,  for  a  total  revised  contract  amount  up  to  $32,360,800,  and  an  increase  in  the 
contract  duration  contingency  of  466  consecutive  calendar  days,  for  a  total  revised  contract 
duration  up  to  1,019  consecutive  calendar  days,  subject  to  the  General  Manager's  subsequent 
authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  On  March  12,  2013,  per  Resolution  No.  13-0040,  this  Commission 
authorized  the  General  Manager  to  seek  Board  of  Supervisor's  authorization  for  acceptance  and 
appropriation  of  funds  for  the  work,  as  necessary,  consistent  with  the  Resolution;  and 

WHEREAS,  On  May  8,  2013,  per  File  No.  130367,  the  Board  of  Supervisors  re- 
appropriated  $16,546,000  to  the  Project;  and 

WHEREAS,  Under  subsections  6.22(H)(1)  and  (2)  of  the  Administrative  Code, 
cumulative  increases  in  price  in  excess  of  10%  of  the  original  contract  price  and  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  are  subject  to  the 
Commission  approval;  and 

WHEREAS,  The  project  encountered  unforseeable  circumstances  in  the  field  since 
March  2013,  including  additional  differing  site  conditions  such  as  the  discovery  and  subsequent 
removal  of  associated  soil  disposal  of  seven  (7)  underground  storage  tanks;  encountering 
abandoned  sewers  from  the  1900s;  additional  design  modifications  required  to  avoid  utility 
conflicts;  and  the  need  for  additional  resources  to  ensure  traffic  and  pedestrian  safety  near  the 
Embarcadero  Center  area;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$10,620,979,  potential  change  orders  amount  to  $2,799,772,  and  trends  amount  to  $9,926,465; 
and 

WHEREAS,  These  change  orders,  trends  and  10%  contingency  of  work  not  yet 
performed,  if  converted  to  approved  change  orders,  would  exceed  the  pre-approved  construction 
cost  contingency;  and 

WHEREAS,  An  increase  in  the  contract  cost  and  duration  contingences  are  requested  in 
the  amount  of  $12,726,300,  for  a  total  revised  contract  amount  up  to  $45,087,100,  and  an 
increase  in  the  contract  duration  contingency  of  up  to  60  consecutive  calendar  days,  for  a  total 
revised  contract  duration  up  to  1,079  consecutive  calendar  days,  subject  to  the  General 
Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and, 


WHEREAS,  A  Preliminary  Initial  Study/Mitigated  Negative  Declaration  (IS/MND)  for 
the  Project  was  prepared  and  published  for  public  review  on  February  29,  2012,  and  was 
available  for  public  comments  until  March  20,  2012;  and 

WHEREAS,  On  March  21,  2012,  the  Environmental  Review  Officer  (ERO)  reviewed 
and  considered  the  Final  Mitigated  Negative  Declaration  (FMND)  and  found  the  contents  of  said 
report  and  the  procedures  through  which  the  FMND  was  prepared,  publicized,  and  reviewed 
complied  with  the  California  Environmental  Quality  Act  (California  Public  Resources  Code 
Sections  21000  et  seq.)  (CEQA),  14  California  Code  of  Regulations  Sections  15000  et  seq.  (the 
"CEQA  Guidelines")  and  Chapter  31  of  the  San  Francisco  Administrative  Code  ("Chapter  31"); 
the  Planning  Department  found  that  FMND  was  adequate,  accurate,  and  objective,  reflected  the 
independent  analysis  and  judgment  of  the  Planning  Department,  and  the  summary  of  comments 
and  responses  contained  no  significant  revisions  to  the  Preliminary  IS/MND,  and  issued  the 
FMND  for  the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter  3 1 ;  and 

WHEREAS,  On  April  24,  2012,  at  a  public  meeting  of  the  SFPUC,  the  SFPUC  adopted 
Resolution  No.  12-0065,  in  which  the  SFPUC  adopted  CEQA  Findings  and  the  FMND,  and 
adopted  the  Mitigation  Monitoring  and  Reporting  Program  (MMRP);  approved  the  project  and 
the  award  of  Contract  No.  WW-483RR,  North  Shore  to  Channel  Force  Main  Drainage 
Improvement  and  Pavement  Renovation,  and 

WHEREAS,  On  March  1,  2013,  the  San  Francisco  Planning  Department  reviewed  the 
potential  modifications  in  the  Project  and  determined  that  the  Revised  Project  would  not  result  in 
any  new  significant  environmental  impacts  or  a  substantial  increase  in  the  severity  of  previously 
identified  significant  impacts  that  alter  the  conclusions  reached  in  the  Final  IS/MND,  and  the 
administrative  record,  and  would  not  require  any  new  mitigation  measures  and  that  no  additional 
environmental  review  is  necessary;  and 

WHEREAS,  The  Project  files,  including  the  FMND  and  SFPUC  Resolution  No.  12-0065 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  The  SFPUC  has  reviewed  and  considered  the  information  contained  in  the 
FMND,  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public, 
relevant  public  agencies,  the  SFPUC,  other  experts,  and  the  administrative  files  for  the  Project; 
and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  15%  Local 
Business  Enterprise  (LBE)  participation  was  established  for  this  construction  contract;  and 

WHEREAS,  The  20.7%  LBE  participation  goal,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  FMND  and  record 
as  whole,  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein,  to  increase  the  construction  contract  cost  contingency  and  contract  duration 
contingency  and  related  actions,  and  incorporates  the  CEQA  findings  contained  in  Resolution 
No.  12-0065  herein  by  this  reference;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  since  the  FMND  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FMND,  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  approves  an  increase  to  the  existing 
contract  cost  contingency  in  the  amount  up  to  $12,726,300  for  a  total  revised  contract  amount  up 
to  $45,087,100,  and  approves  an  increase  to  the  existing  contract  duration  contingency  by  60 
consecutive  calendar  days,  for  a  total  revised  contract  duration  up  to  1,079  consecutive  calendar 
days,  and  hereby  authorizes  the  General  Manager  to  consider,  and  if  appropriate,  to  approve  any 
future  modifications  to  the  contract  for  the  WWE  funded  Contract  No.  WW-483RR,  North  Shore 
to  Channel  Force  Main  Drainage  Improvement  and  Pavement  Renovation  with  K.J.  Woods 
Construction;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  seek 
Board  of  Supervisors'  authorization  for  appropriation  of  funds  for  the  work,  as  necessary, 
consistent  with  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0087 


WHEREAS,  On  June  10,  2003,  per  Resolution  No.  03-0117,  this  Commission  awarded 
Agreement  No.  CS-716,  Engineering  Services,  Calaveras  Dam  Replacement  Project,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of  $4,000,000,  and  with  a 
term  of  four  (4)  years,  concluding  on  September  10,  2007,  with  URS  Corporation;  and 

WHEREAS,  On  July  26,  2005,  per  Resolution  No.  05-0120,  this  Commission  awarded 
Amendment  No.  1  to  Agreement  No.  CS-716  to  continue  URS  Corporation  professional 
engineering  services  for  detailed  and  final  design  of  the  Calaveras  Dam  Replacement  Project, 
increasing  the  original  agreement  amount  by  $8,000,000  to  $12,000,000  and  extending  the 
agreement  term  by  two  (2)  years  to  September  10,  2009;  and 

WHEREAS,  On  March  11,  2008,  per  Resolution  No.  08-0041,  this  Commission  awarded 
Amendment  No.  2  to  Agreement  No.  CS-716  to  continue  URS  Corporation  professional 
engineering  services  to  provide  additional  engineering  services  for  the  final  design  as  well  as 
environmental  support  services  to  facilitate  the  completion  of  California  Environmental  Quality 
Act  (CEQA)  and  National  Environmental  Policy  Act  (NEPA)  documents  and  obtain  required 
environmental  permits,  increasing  the  agreement  amount  by  $1,900,000  to  $13,900,000;  and 

WHEREAS,  On  May  12,  2009,  per  Resolution  No.  09-0079,  this  Commission  awarded 
Amendment  No.  3  to  Agreement  No.  CS-716  to  continue  URS  Corporation  professional 
engineering  services  to  provide  additional  design,  environmental  and  permitting  services  needed 
prior  to  construction  to  address  the  naturally  occurring  asbestos  (NOA)  and  fisheries  issues, 
provide  designs  to  mitigate  impacts  associated  with  the  Calaveras  Dam  Replacement  Project  to 
be  implemented  under  the  Habitat  Reserve  Program,  provide  supplemental  dam  safety 
engineering  analyses  requested  by  the  California  Division  of  Safety  of  Dams  (DSOD),  and 
ongoing  permitting  support;  and  to  provide  engineering  support  during  construction,  start-up, 
and  commissioning  of  the  project,  increasing  the  agreement  amount  by  $10,100,000  to 
$24,000,000  and  extending  the  agreement  term  by  seven  (7)  years  to  September  10,  2016;  and 

WHEREAS,  Amendment  No.  4  is  being  requested  to  increase  the  agreement  amount  by 
$4,500,000  to  $28,500,000  and  extend  the  agreement  term  by  two  (2)  years,  nine  (9)  months,  in 
order  to  provide  additional  engineering  support  during  construction,  start-up,  and  commissioning 
of  the  project;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  established  subconsulting  goals  of 
13%  Minority  Business  Enterprise  (MBE)  and  8%  Women  Business  Enterprise  (WBE) 
participation,  and  URS  Corporation  proposed  to  meet  this  goal  with  MBE/WBE  participation  of 
15%  and  9%,  respectively,  as  part  of  the  original  Agreement;  and 


WHEREAS,  The  actual  MBE/WBE  participation  as  of  April  2014  is  approximately 
14.4%  due  to  several  significant  scope  of  work  changes  that  occurred  during  the  course  of  the 
contract  and  significantly  impacted  URS  Corporation's  ability  to  meet  the  goal;  and 

WHEREAS,  Based  on  the  cumulative  contract  dollar  amount  to  date  and  projected 
amounts  in  Amendment  No.  4,  CMD  has  approved  this  amendment  resulting  in  a  projected 
MBE/WBE  subconsulting  participation  of  12.1%  by  the  expiration  of  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  CUW37401  -  Calaveras 
Dam  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Water 
Enterprise,  Water  System  Improvement  Program-funded  Agreement  No.  CS-716,  Calaveras 
Dam  Replacement,  with  URS  Corporation  to  provide  engineering  support  during  construction, 
start-up,  and  commissioning  of  the  project,  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  Amendment  No.  4,  increasing 
the  agreement  up  to  $4,500,000,  for  a  total  agreement  amount  of  $28,500,000,  and  with  a  time 
extension  up  to  two  (2)  years,  nine  (9)  months,  for  a  total  agreement  duration  of  fifteen  (15) 
years,  nine  (9)  months,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section 
9.118. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0088 


WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San 
Francisco  (the  "City")  approved  Proposition  E  (codified  at  Charter  Section  8B.124,  but 
hereinafter  referred  to  as  "Proposition  E"),  which  among  other  things,  authorized  the 
Public  Utilities  Commission  of  the  City  (the  "SFPUC")  to  issue  revenue  bonds, 
including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by 
ordinance  approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors,  for  the  purpose 
of  reconstructing,  replacing,  expanding,  repairing  or  improving  water  facilities  or  clean 
water  facilities  or  combinations  of  water  and  clean  water  facilities  under  the  jurisdiction 
of  the  SFPUC;  and 

WHEREAS,  Pursuant  to  San  Francisco  Administrative  Code  Section  43.5, 
enacted  by  Ordinance  No  203-98  adopted  by  the  Board  of  Supervisors  (the  "Board") 
on  June  8,  1998,  and  signed  by  the  Mayor  on  June  19,  1998,  the  Board  established  a 
procedure  pursuant  to  which  the  SFPUC  may  issue  short-term  indebtedness, 
including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Proposition  E,  the  Board's  authority  to  issue  indebtedness 
is  subject  to  its  receipt  of  a  certification  from  an  independent  engineer  that  (i)  the 
projects  to  be  financed  by  such  indebtedness  meet  utility  standards,  and  (ii)  estimated 
net  revenue  will  be  sufficient  to  meet  operating,  maintenance,  debt  service  coverage 
and  other  indenture  or  resolution  requirements  (the  "Engineer  Certification");  and 

WHEREAS,  Authorization  of  indebtedness  under  Proposition  E  is  further  subject 
to  its  receipt  of  a  certification  from  the  San  Francisco  Planning  Department  that  the 


facilities  financed  with  such  indebtedness  will  comply  with  applicable  requirements  of 
the  California  Environmental  Quality  Act  (together  with  the  Engineer  Certification,  the 
"Proposition  E  Certificates");  and 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  approved  Proposition 
A,  which  authorized  the  SFPUC  to  issue  up  to  $1 .628  billion  of  indebtedness,  including 
revenue  bonds,  notes,  commercial  paper  or  other  forms  of  indebtedness,  when 
authorized  by  resolution  of  the  Board,  for  the  purpose  of  reconstructing,  replacing, 
expanding,  repairing  or  improving  Water  Enterprise  facilities;  and 

WHEREAS,  Pursuant  to  Resolution  No.  03-0048  adopted  by  the  Commission  of 
SFPUC  on  March  25,  2003,  and  pursuant  to  Resolution  No.  300-03  adopted  by  the 
Board  on  May  6,  2003,  the  Commission  authorized  the  issuance  of  up  to  $250  million  of 
commercial  paper  notes  by  the  SFPUC  for  the  purpose  of  financing  the  costs  of 
improvements,  betterments  and  additions  of  capital  improvements  for  the  Water 
Enterprise  in  anticipation  of  the  issuance  of  revenue  bonds  to  be  issued  pursuant  to 
Proposition  A  (the  "Proposition  A  CP  Notes");  and 

WHEREAS,  Pursuant  to  (i)  Ordinance  No.  189-09,  adopted  by  the  Board  on 
August  4,  2009  and  signed  by  the  Mayor  on  August  12,  2009,  (ii)  Ordinance  No.  89-10, 
adopted  by  the  Board  on  April  20,  2009  and  signed  by  the  Mayor  on  April  30,  2009  and 
(Hi)  Ordinance  113-12,  adopted  by  the  Board  on  June  12,  2012  and  signed  by  the  Mayor 
on  June  18,  2012  (collectively  the  "Ordinances")  the  Board  has  authorized  the  issuance 
from  time  to  time  of  up  to  $3,201,431,157  of  water  revenue  bonds  under  Proposition  E, 
and  in  the  anticipation  of  the  issuance  of  such  water  revenue  bonds  has  authorized  the 
issuance  from  time  to  time  of  the  SFPUC's  commercial  paper  notes  (the  "Proposition  E 
CP  Notes");  and 

WHEREAS,  The  amount  of  authorized  but  unissued  water  revenue  bonds  issued 
under  the  Ordinances  is  $580,981 ,157;  and 


WHEREAS,  A  portion  of  the  authorization  under  the  Ordinances  in  the  amount  of 
$183,459,840  is  subject  to  the  approval  and  filing  of  Proposition  E  Certificates;  and 

WHEREAS,  Pursuant  to  Ordinance  No.  311-08,  adopted  by  the  Board  of 
Supervisors  on  December  16,  2008,  and  Resolution  No.  09-175,  adopted  by  this 
Commission  on  October  27,  2009,  the  Water  Enterprise's  commercial  paper  program 
was  increased  to  an  aggregate  principal  amount  of  $500,000,000,  which  encompassed 
both  Proposition  A  CP  Notes  and  Proposition  E  CP  Notes  (collectively,  the  "CP  Notes"); 
and 

WHEREAS,  On  August  19,  2009,  the  SFPUC  issued  under  Proposition  E 
$412,000,000  aggregate  principal  amount  of  its  Water  Revenue  Bonds,  Series  2009A, 
a  portion  of  the  proceeds  of  which  were  applied  to  refund  all  of  the  then  outstanding 
Proposition  A  CP  Notes;  and 

WHEREAS,  The  SFPUC  has  determined  not  to  issue  any  additional  Proposition 
A  CP  Notes,  and  to  hereafter  issue  its  commercial  paper  notes  only  under  and  subject 
to  the  provisions  of  Proposition  E;  and 

WHEREAS,  With  the  referenced  refunding  of  the  Proposition  A  CP  Notes,  there 
will  remain  $279,665,000  of  authorized  but  unissued  bonding  authority  under 
Proposition  A,  and  the  SFPUC  expects  to  utilize  the  remaining  bonding  authority  to 
issue  its  revenue  bonds  for  the  purpose  of  reconstructing,  replacing,  expanding, 
repairing  or  improving  Water  Enterprise  facilities;  and 

WHEREAS,  Liquidity/credit  facilities  for  the  outstanding  Proposition  E  CP  Notes 
and  Proposition  A  CP  Notes  expire  on  June  20,  2014,  and  the  SFPUC  is  required  to 
replace  those  facilities  with  new  liquidity  or  other  credit  facilities  in  order  to  support  the 
Water  Enterprise's  commercial  paper  program;  and 


WHEREAS,  On  February  28,  2014,  the  SFPUC  issued  a  Request  for  Proposals 
("RFP")  for  one  or  more  bank  credit  facilities  to  provide  up  to  $500  million  of  liquidity  or 
other  credit  facilities  for  the  Water  Enterprise's  commercial  paper  program  either  to 
replace  existing  credit  facilities,  or  to  provide  liquidity  or  credit  support  for  such  program; 
and 

WHEREAS,  Based  upon  a  review  of  the  responsive  proposals,  Royal  Bank  of 
Canada,  The  Bank  of  Tokyo-Mitsubishi  UFJ,  Ltd.,  acting  through  its  New  York  Branch, 
and  U.S.  Bank  National  Association  (collectively  herein  the  "Banks")  were  determined  to 
be  the  lowest  cost,  responsive  and  responsible  bidders  to  provide  credit  and/or  liquidity 
support  for  the  Water  Enterprise's  commercial  paper  program;  and 

WHEREAS,  The  SFPUC  has  paid,  beginning  no  earlier  than  60  days  prior  to  the 
adoption  of  this  Resolution  and  will  pay,  on  and  after  the  date  hereof,  certain 
expenditures  (the  "Expenditures"  as  defined  in  the  Code  referred  to  below)  in 
connection  with  the  acquisition,  construction  and/or  equipping  of  the  Capital 
Improvement  Projects;  and 

WHEREAS,  The  SFPUC  adopts  this  Resolution  as  official  action  of  the  SFPUC 
in  order  to  comply  with  Treasury  Regulation  §1.150-2  and  any  other  regulations  of  the 
Internal  Revenue  Service  (the  "Code")  relating  to  the  qualification  for  reimbursement  of 
SFPUC  expenditures  incurred  prior  to  the  date  of  issue  of  any  CP  Notes;  now, 
therefore,  be  it 

RESOLVED,  By  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  that  the  form  of  Reimbursement  Agreement,  dated  as  of  its  date,  submitted 
in  connection  with  Royal  Bank  of  Canada's  irrevocable  direct-pay  letter  of  credit  (the 
terms  of  each  are  further  described  in  the  staff  report  herewith,  and  collectively 
referred  to  as  the  "Royal  Bank  of  Canada  Letter  of  Credit")  in  the  principal  amount 
$200,000,000,  and  the  forms  of  Revolving  Credit  and  Term  Loan  Agreement 


submitted  in  connection  with  The  Bank  of  Tokyo-Mitsubishi  UFJ,  Ltd,  acting  through  its 
New  York  Branch,  liquidity  facility  (in  the  principal  amount  up  to  $200,000,000)  (the 
"BTMU  Liquidity  Facility"),  and  the  U.S.  Bank  National  Association  liquidity  facility  (in 
the  principal  amount  up  to  $100,000,000)  (the  "U.S.  Bank  Liquidity  Facility,"  and 
together  with  the  BTMU  Liquidity  Facility,  the  "Bank  Liquidity  Facilities"),  in 
substantially  the  forms  submitted  to  this  Commission,  are  hereby  approved  and 
recommended  to  the  Director  of  the  City's  Office  of  Public  Finance  (the  "Director")  for 
approval  pursuant  to  the  Administrative  Code,  Article  V  thereof.  The  General 
Manager  of  the  SFPUC  (the  "General  Manager")  or  his  or  her  designee  is  authorized 
and  directed  to  execute  and  deliver  the  Royal  Bank  of  Canada  Letter  of  Credit  and  the 
Bank  Liquidity  Facilities  (collectively,  the  "Bank  Facilities")  in  substantially  said  forms, 
subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager,  upon 
consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  such  Bank  Facilities,  provided 
that  the  Bank  Facilities  may  be  extended  for  an  additional  term  not  to  exceed  five 
years  from  the  commencement  date  of  the  initial  term  provided  there  are  no  material 
changes  to  the  terms  thereof;  and  be  it, 

FURTHER  RESOLVED,  That  the  forms  of  Issuing  and  Paying  Agent 
Agreement,  each  between  the  SFPUC  and  the  U.S.  Bank  National  Association 
(collectively,  the  "Issuing  and  Paying  Agent  Agreements"),  in  substantially  the  forms 
submitted  to  this  Commission  and  on  file  with  the  Secretary,  are  hereby  approved  and 
recommended  to  the  Director  for  approval  pursuant  to  the  Administrative  Code,  Article 
V  thereof,  subject  to  such  to  such  additions  thereto  or  changes  therein  which  the 
General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall 
approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of 
such  Issuing  and  Paying  Agent  Agreement;  and  be  it 


FURTHER  RESOLVED,  That  the  form  of  Offering  Memorandum,  in 
substantially  the  form  filed  with  the  Secretary,  is  hereby  approved  and  recommended 
to  the  Director  for  approval  pursuant  to  the  Administrative  Code,  Article  V  thereof, 
subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager,  upon 
consultation  with  the  City  Attorney  and  Director,  shall  approve.  The  General  Manager 
(or  the  designee  thereof)  is  further  authorized  and  directed  to  distribute,  in  connection 
with  the  sale  of  any  CP  Notes,  one  or  more  Offering  Memoranda  in  such  form,  as  the 
General  Manager,  upon  consultation  with  the  City  Attorney,  Bond  Counsel  and  the 
Director  shall  approve;  and  be  it, 

FURTHER  RESOLVED,  That  this  Commission  hereby  declares  the  official 
intent  of  the  SFPUC  to  reimburse  the  SFPUC  with  proceeds  of  the  CP  Notes  for  the 
Expenditures  (as  defined  under  the  Code)  with  respect  to  the  Capital  Improvement 
Projects  made  on  and  after  a  date  that  is  no  more  than  60  days  prior  to  the  adoption  of 
this  Resolution.  The  SFPUC  reasonably  expects  on  the  date  hereof  that  it  will 
reimburse  the  Expenditures  with  proceeds  of  the  CP  Notes.  Each  such  Expenditure 
was  and  will  be  either  (A)  of  a  type  properly  chargeable  to  a  capital  account  under 
general  federal  income  tax  principles  (determined  in  each  case  as  of  the  date  of  the 
Expenditure),  (B)  a  cost  of  issuance  with  respect  to  the  CP  Notes,  (C)  a  nonrecurring 
item  that  is  not  customarily  payable  from  current  revenues,  or  (D)  a  grant  to  pay  a 
party  that  is  not  related  to  or  an  agent  of  the  issuer  so  long  as  such  grant  does  not 
impose  any  obligation  or  condition  (directly  or  indirectly)  to  repay  any  amount  to  or  for 
the  benefit  of  the  SFPUC.  The  maximum  principal  amount  of  the  CP  Notes  to  be 
issued,  subject  to  the  provisions  of  Proposition  E,  for  the  capital  improvement  projects 
of  the  Waste  Enterprise  is  $500,000,000  (exclusive  of  financing  costs).  The  SFPUC 
will  make  a  reimbursement  allocation,  which  is  a  written  allocation  that  evidences  the 
SFPUC's  use  of  proceeds  of  the  CP  Notes  to  reimburse  an  Expenditure,  no  later  than 
18  months  after  the  later  of  the  date  on  which  the  Expenditure  is  paid  or  the 


component  of  the  Capital  Improvement  Projects  is  placed  in  service  or  abandoned,  but 
in  no  event  more  than  three  years  after  the  date  on  which  the  Expenditure  is  paid. 
The  SFPUC  recognizes  that  exceptions  are  available  for  certain  "preliminary 
expenditures,"  costs  of  issuance,  certain  de  minimis  amounts,  expenditures  by  "small 
issuers"  (based  on  the  year  of  issuance  and  not  the  year  of  expenditure)  and 
expenditures  for  construction  projects  of  at  least  5  years;  and  be  it, 

FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  delegate  any 
of  the  responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General 
Manager,  Business  Services  and  Chief  Financial  Officer  of  the  SFPUC  and  to  execute 
any  other  certificate  or  agreement  necessary  to  effectuate  the  purposes  of  this 
Resolution;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  heretofore  taken  by  the  officials, 
employees  and  agents  of  the  SFPUC  with  respect  to  the  selection  of  the  Liquidity 
Facility  Providers  and  the  Issuing  and  Paying  Agents  in  connection  with  the  issuance 
and  sale  from  time  to  time  of  the  CP  Notes  are  hereby  approved,  confirmed  and  ratified. 

Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

PASSED  AND  ADOPTED  on  May  27,  2014,  by  the  following  vote: 

AYES:  Courtney,  Caen,  Torres  and  Moran 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  14-0089 

WHEREAS,  San  Francisco  Charter  Section  8B.121  grants  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  exclusive  charge  of  all  energy  supplies  and  utilities  of  the  City, 
and  the  SFPUC  is  the  governing  body  for  the  publicly  owned  electric  utility  (Power  Enterprise). 
The  Commission  sets  the  rates,  fees  and  other  charges  in  connection  with  providing  utility 
services  under  its  jurisdiction,  and  also  authorizes  agreements  with  various  parties  for  the  sale  of 
electric  power  (e.g.  Modesto  and  Turlock  Irrigation  Districts);  and 

WHEREAS,  The  SFPUC  conducted  a  comprehensive  review  and  rate  setting  process  for 
the  Power  Enterprise  in  November  1989,  and  the  Commission  adopted  Resolution  89-0355 
establishing  rates,  fees  and  charges  intended  to  cover  operations  and  maintenance  expenses, 
taxes,  property  depreciation,  as  well  as  a  capital  investment  return  to  fund  repair  and 
replacement  expenses;  and 

WHEREAS,  San  Francisco  Charter,  Section  8B.125  also  provides  that  in  setting  retail 
rates,  fees  and  charges,  the  Commission  shall  retain  an  independent  rate  consultant  to  conduct 
rate  and  cost  of  service  studies  for  each  utility  at  least  once  every  five  years.  Consistent  with  the 
Board  policy  as  expressed  in  Resolution  431-04,  the  SFPUC  contracted  with  Montague  DeRose 
and  Associates,  LLC  for  an  independent  electric  rate  study,  completed  in  December  2010,  that 
concluded  that  the  average  cost-of-service  applicable  to  electric  service  provided  to  that  certain 
group  of  municipal  and  public  agency  customers  receiving  electric  service  at  the  SFPUC 
established  fixed  rates  was  8.6C/kWh;  and 

WHEREAS,  The  SFPUC  projects  an  average  cost-of-service  of  1 1.56C/kWh  in  FY  2014- 

15;  and 

WHEREAS,  By  Resolution  89-0355,  the  SFPUC  set  rates,  fees  and  charges  for  electric 
power  supplied  to  certain  private  entities,  municipal  and  public  agencies  identified  in  that 
Resolution,  that  adjust  automatically  based  on  specified  rate  schedules  adopted  by  the  State  of 
California  Public  Utilities  Commission,  and  those  rates,  fees  and  charges  for  those  utility  users 
remain  in  effect  and  are  not  the  subject  of  this  public  hearing  and  proposed  action,  unless  by 
subsequent  action  of  the  SFPUC,  any  specific  electric  utility  user  was  recategorized  and  now 
receives  electric  service  at  fixed  rates  established  by  the  SFPUC  that  are  less  than  11.56C  per 
kWh;  and 

WHEREAS,  In  July  2004,  the  Board  of  Supervisors  adopted  Resolution  431-04, 
establishing  a  policy  to  set  annual  appropriations  for  General  Fund  departments  at  levels 
sufficient  to  compensate  the  Power  Enterprise  for  all  electricity  sales  to  those  departments  at  a 
rate  that  reflects  the  same  cost  of  service  principles  outlined  in  the  San  Francisco  Charter  Section 
8B.125  Rates.  The  general  principles  set  forth  in  that  Charter  Section,  applicable  to  setting  retail 
rates,  fees  and  charges,  is  that  those  rates  should  be  based  on  the  cost  of  service,  set  at  levels 
sufficient  to  improve  or  maintain  financial  conditions  at  or  above  levels  equivalent  to  highly 
rated  utilities,  and  provide  sufficient  resources  for  appropriate  reserves,  operation,  maintenance 
and  repair,  consistent  with  good  utility  practice;  and 


WHEREAS,  Because  of  the  disparity  between  the  previously  established  fixed  rates  for 
those  municipal  and  public  agencies  and  the  average  cost  of  service,  the  fund  balance  for  the 
Hetchy  Enterprise  is  projected  to  fall  below  fund-balance  requirement  by  the  end  of  the  10-year 
Hetch  Hetchy  Financial  Plan;  and 

WHEREAS,  Beginning  in  FY  2014-15,  the  SFPUC  General  Manager  recommends 
revising  electric  rates  and  charges  increases  by  1  cent  per  kWh  each  year  over  the  next  two  fiscal 
years  through  FY  2015-16  (for  a  total  of  two  cents)  for  all  those  municipal  departments  and  other 
public  agencies  currently  receiving  electric  service  at  fixed  rates  established  by  the  SFPUC  that 
are  less  than  the  cost  of  service;  and 

WHEREAS,  The  proposed  revised  increases  in  rates,  fees  and  charges  are  intended  to 
more  closely  align  revenues  with  Power  Enterprise  expenses  and  to  provide  additional  revenues 
to  improve  financial  conditions  for  capital  financing  for  repair  and  replacement  of  existing  utility 
infrastructure;  and 

WHEREAS,  The  proposed  rates  are  one  of  many  SFPUC  actions  which,  taken  as  a 
whole,  are  sufficient  to  fund  the  budget  adopted  by  the  SFPUC  on  May  13,  2014;  and 

WHEREAS,  The  proposal  includes  full  cost  recovery  of  natural  gas  and  steam  charges 
for  all  municipal  customers,  generating  approximately  $1  million  in  additional  revenue  for  the 
Power  Enterprise  and  resulting  in  a  zero  net  cost  for  these  commodities  in  FY  2014-15,  FY 
2015-16  and  beyond. 

WHEREAS,  The  Rate  Fairness  Board  met  on  May  15,  2014  to  review  the  findings  and 
recommendations  of  the  General  Manager;  and 

WHEREAS,  The  next  independent  power  rate  study  is  planned  to  occur  during  FY  2015- 
16.  Consistent  with  the  Board  of  Supervisors  policy  in  its  Resolution  No.  431-04  to  establish 
appropriations  for  general  fund  departments  to  satisfy  electric  utility  rates  and  charges  that 
reflects  the  same  cost  of  service  principles  outlined  in  the  San  Francisco  Charter  Section  8B.125, 
the  SFPUC  also  intends  to  apply  those  same  Charter  principles  (applicable  to  retail  rates,  fees 
and  charges),  in  setting  electric  utility  rates,  fees  and  charges  for  the  group  of  municipal  and 
other  public  agencies  that  receive  electric  service  at  rates  shown  in  Schedule  M-2  below,  based 
on  future  determinations  of  the  cost  of  service.  Thus,  future  increases  in  electric  rates,  fees  and 
charges  for  FY  2016-17  and  beyond  are  anticipated  to  further  increase  toward  full  coverage  of 
the  estimated  cost  of  service  to  this  group  of  municipal  and  other  public  and  governmental 
agencies,  as  determined  by  the  SFPUC;  and 

WHEREAS,  on  May  20,  2014  the  Environmental  Review  Officer  determined  that  this 
action  is  statutorily  exempt  from  environmental  review  according  to  the  Public  Resources  Code 
section  21080(b)(8)  and  California  Environmental  Quality  Act  Guidelines  15273(a),  and 

WHEREAS,  This  Commission  hereby  finds  that  adoption  of  this  resolution  will 
establish  an  increase  to  electric  service  rates  and  charges  for  one  or  more  of  the  following 
purposes: 

•  Meeting  operating  expenses,  including  employee  wage  rates  and  fringe  benefits, 

•  Purchasing  or  leasing  supplies,  equipment,  or  materials, 


•  Meeting  financial  reserve  needs  and  requirements,  and 

•  Obtaining  funds  for  capital  projects  necessary  to  maintain  service  within  existing  service 
areas; 

•  Obtaining  funds  necessary  to  maintain  such  intra-city  transfers  as  are  authorized  by  city 
charter 

and  it  does  not  include  rate  increases  for  funding  expansion  of  the  electric  utility  system; 
accordingly,  based  on  the  information  considered  in  determining  the  cost  of  service  and  in 
establishing  the  proposed  new  schedule  of  rates,  fees  and  charges  for  those  municipal 
departments  and  public  agencies  receiving  electric  service  at  a  rate  less  than  the  cost  of  service, 
adoption  of  this  resolution  is  statutorily  exempt  from  environmental  review  requirements  in 
accordance  with  California  Public  Resource  Code  Section  21080(b)(8)  and  California 
Environmental  Quality  Act  Guideline  15273(a);  therefore,  and  be  it 

RESOLVED,  This  Commission  hereby  determines  that  proposed  revised  increases  to 
electric  rates  and  charges  are  required  for  those  receiving  electric  service  at  fixed  rates 
established  by  the  SFPUC  to  meet  the  projected  revenue  requirements;  and  be  it 

FURTHER  RESOLVED,  The  following  Electric  Rates,  Fees  and  Charges  shown  in 
Schedule  M-2  shall  apply  to  those  certain  municipal  and  public  agencies  currently  receiving 
electric  service  at  a  fixed  rate  established  by  the  SFPUC  at  or  below  the  cost  of  service,  as  shown 
below. 

Schedule  M-2.  Municipal  Service 

This  schedule  of  rates,  fees  and  charges  is  applicable  for  electric  service  from  the  SFPUC  Power 
Enterprise  to  those  City  and  County  of  San  Francisco  municipal  departments  and  other  public 
agencies  receiving  electric  service  at  fixed  rates,  as  initially  established  in  SFPUC  Resolution  89- 
0355  and  amended  thereafter  by  the  SFPUC,  depending  upon  the  charge  per  kWh  in  effect  for 
FY  2013-14,  and  increasing  as  shown  through  FY  2015-16. 

A  charge  for  all  electricity  delivered  based  on  meter  readings  (or  equivalent)  on  or  after  July  1  as 
follows. 


Municipal  Power  Service  Rates  - 
Schedule  M-2 

FY  13-14     FY  14-15     FY  15-16 
Average     Average  Average 
Rates         Rates  Rates 

GUSE  -  rate  is  applicable  to  all  General  Fund 
Department  activities  and  other  public  agencies 

4.75<t/kWh      5.75C/kWh    '  6.75<t/kWh 

GUSE2  -  rate  is  applicable  to  Municipal  Libraries 

8.13d:/kWh      9.13C/kWh  10.13C/kWh 

GUSE3  -  rate  is  applicable  to  the  Moscone  Convention 
Center  facilities 

6.70C/kWh      7.70C/kWh    '  8.70(t/kWh 

GUSE4  -  rate  is  applicable  to  San  Francisco  General 
Hospital 

1.70(t/kWh      2.70C/kWh    '  3.70(t/kWh 

uuolO"  rdie  is  dppiicduie  to  Ldyuna  nonaa  nospiiai 

■   ■ 

^.4y(]./KVvn     d.49Q,/kVvh  4.49(j:/kWh 

GUSE6-  rate  is  applicable  to  City  Hall,  Hall  of  Justice  & 
satellites  and  San  Francisco  City  Street  Liqhts 

1.00C/kWh      2.00C/kWh    r  3.00(t/kWh 

These  rates  will  continue  in  effect  until  revised  or  replaced;  and  be  it 

FURTHER  RESOLVED,  The  Hetch  Hetchy  Adopted  10- Year  Financial  Plan  includes 
implementation  of  natural  gas  and  steam  full  cost  recovery  from  all  municipal  customers;  and  be 
it 

FURTHER  RESOLVED,  The  General  Manager  is  authorized  to  forward  this  schedule  of 
rates,  fees  and  charges  to  the  Board  of  Supervisors  for  action  consistent  with  the  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  27,  2014. 


Secretary,  Public  Utilities  Commission 
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Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhoodtajsfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes 

a)  May  27,  2014  Special  SFPUC  Regular  Meeting 

b)  May  27,  2014  Special  Joint  Meeting  with  the  Commission  on  the  Environment 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Controller's  Office  Ratepayer  Assurance  Certification,  FY  2014-15  and  2015-16 
Proposed  Budget 

d)  Real  Estate  Services  Report 

e)  Water  System  Improvement  Program  Risk  Management  Program 

f)  Response  to  Commissioner  Question  of  Adopted  Policies 

g)  Annual  Electric  Resource  Plan  Update 

h)  GoSolarSF  and  CleanPowerSF  Programs 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook  (Ritchie) 

b)  Earthquake  Safety  and  Emergency  Response  Bond  (Carlin) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  e 
single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-390[G]A  and  CS- 
390[G]B  to  Climate  Action  Now  (CS-390[G]A  for  $1 15,000);  and  Friends  of  the 
Urban  Forest;  (CS-390[G]B  for  $1 1 0,000)  to  implement  the  Sidewalk  Garden 
Project  to  remove  impervious  concrete  and  plant  stormwater  friendly  sidewalk 
®|       gardens;  and  authorize  the  General  Manager  to  negotiate  and  execute  the  two 
^      grant  agreements  for  amounts  not-to-exceed  a  combined  total  of  $225,000, 
and  with  a  duration  of  one  year,  six  months  per  agreement.  (Moala) 


b)  Accept  work  performed  by  Shaw  Pipeline,  Inc.  for  Contract  No.  WW-508, 
cv)         Bayview/Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and 
3*         Pavement  Renovation;  Approve  Modification  No.  1  (Final),  decreasing  the 
§         contract  by  $18,991,  for  a  total  contract  amount  of  $2,516,035  (of  which  " 

$1,711 ,869  is  funded  by  WWE  and  $804, 1 66  is  funded  by  DPW),  and  with  a  time 
tH         extension  of  38  consecutive  calendar  days  for  a  total  contract  duration  of  278 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Moala) 


c)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
^       execute  a  12-month  revocable  license  to  Union  Sanitary  District,  an 
=>       independent  special  district,  to  use  approximately  1,600  square  feet  of 
^      property  adjacent  to  Farwell  Drive  and  Flamingo  Lane  in  Fremont, 
tH      California,  on  a  portion  of  SFPUC  Parcel  No.  1216-1  for  a  temporary  above- 
ground  bypass  sewer  and  construction  staging  for  a  one-time  use  fee  of 
$1,557.  (Bardo) 


REGULAR  CALENDAR 


9.  Approve  the  selection  of  Communication  Services,  Inc.,  and  award 
^      Agreement  No.  DB-124,  San  Joaquin  Valley  Communication  System  Upgrade, 

a  Design-Build  Agreement  (DBA)  for  design,  construction,  and  commissioning  of  a 
^      20-site  microwave  communications  backbone  system  from  Calaveras  Substation  to 
Moccasin  Peak;  and  authorize  the  General  Manager  to  execute  a  DBA  consistent 
rH     with  the  requirements  of  Section  6.61  (G)  of  the  San  Francisco  Administrative  Code, 
for  an  amount  up  to  $6,990,959.  (Cruz) 

10.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  an  Amendment  to  the  2010  Programmatic  Memorandum  of 
Agreement  with  Alameda  County  relating  to  the  Town  of  Sunol  Fire 
Suppression  System  Project.  There  is  no  cost  associated  with  this  proposed 
amendment.  (Ritchie) 

1 1 .  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  license  to  The  Irvine  Company,  LLC  to  use 

*g       approximately  34,960  square  feet  of  SFPUC  Parcel  173,  located  at  Almanor 

2       and  North  Mary  Avenues  in  Sunnyvale,  California  for  parking  and 

o       landscaping,  for  a  use  fee  of  $1 ,781 .53  per  month.  (Bardo) 


12.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  consent,  on 
behalf  of  the  SFPUC,  to  the  Development  Agreement  between  the  City  and 
County  of  San  Francisco  and  Visitacion  Development,  LLC,  and  adopt  findings, 
pursuant  to  the  California  Environmental  Quality  Act  and  a  Mitigation  and 
Monitoring  and  Reporting  Program.  (Carlin) 

13.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

(Ambrose) 

Anticipated  Litigation  as  Plaintiff 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

19.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 


Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

20.  Announcement  following  Closed  Session. 

21 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

22.  Other  new  business. 


ADJOURNMENT 
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Francesca  Vietor 
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General  Manager 

Donna  Hood 

Secretary 
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1.  Call  to  Order 

Vice  President  Caen  called  the  meeting  to  order  at  1:41PM. 

2.  Roll  Call 

Present:  Caen,  Vietor  and  Moran 
Excused:  Courtney 

3.  Approval  of  the  Minutes 

a)  May  27.  2014  Special  SFPUC  Regular  Meeting 

b)  May  27,  2014  Special  Joint  Meeting  with  the  Commission  on  the  Environment 
On  Motion: 

Ayes:  Caen,  Vietor,  and  Moran 

4.  Public  Comments 

•  Dr.  Espanola  Jackson  commented  on  the  joint  meeting.  She  provided  documents 
to  the  Commission  Secretary  for  distribution  regarding  item  12. 

•  Mr.  Francisco  DaCosta  thanked  the  Commission  for  the  joint  meeting.  He  stated 
the  outreach  related  to  the  SSIP  needs  to  be  evaluated  and  linked  to  WSIP. 

•  Ms.  Ann  Clark,  Friends  of  Camp  Mather,  stated  that  Camp  Mather  is  open  and 
provides  educational  opportunities.  She  noted  the  Tuolumne  River  Trust's 
"Paddle  to  the  Sea".  She  discussed  an  Orange  County  Register  story  about 
Water,  including  Hetch  Hetchy. 

•  Mr.  Erik  Rice,  SFUSD,  discussed  the  experience  of  10th  grade  John  O'Connell 
students  who  were  taken  to  Camp  Mather  for  educational  opportunities. 

•  Mr.  Josue  Alcocar,  John  O'Connell  student,  stated  that  the  trip  to  Camp  Mather 
was  an  amazing  experience  and  that  he  hated  to  leave. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Controller's  Office  Ratepayer  Assurance  Certification.  FY  2014-15  and  2015-16 
Proposed  Budget 

d)  Real  Estate  Services  Report 

e)  Water  System  Improvement  Program  Risk  Management  Program 

f)  Response  to  Commissioner  Question  of  Adopted  Policies 

g)  Annual  Electric  Resource  Plan  Update 

h)  GoSolarSF  and  CleanPowerSF  Programs 

Commissioner  Moran  indicated  that  the  Ratepayer  Assurance  Certification  is 
useful.  He  stated  item  5ffell  short  and  didn't  address  all  of  the  policies.  He  will  be 
working  with  Mr.  Rydstrom  on  a  revised  report.  He  requested  the  report  be 
provided  before  staff  gets  deep  into  the  budget  process.  He  noted  that  many 
items  listed  on  the  Advance  Calendar  have  been  outstanding  for  over  a  year  and 
that  they  need  to  be  addressed. 
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Commissioner  Vietor  thanked  staff  for  the  CCA/GoSolar  memo.  At  her  request, 
General  Manager  (GM)  Kelly  provided  a  brief  update  on  the  budget  process,  as  it 
relates  to  CCA.  He  stated  conversations  with  the  Board  of  Supervisors  and 
Mayor's  office  continue.  Brief  discussion  ensued  on  the  budget  and  other  CCA 
programs.  It  was  noted  a  CCA  Workshop  would  be  held  June  24,  2014. 

Vice  President  Caen  concurred  with  Commissioner  Moran  on  the  need  to  update 
the  Advance  Calendar,  specifically  mentioning  the  need  for  a  Sewer  Inspection 
Update. 

Vice  President  Caen  stated  that  no  action  has  been  taken  regarding  real  estate. 
She  asked  Deputy  General  Manager  (DGM)  Michael  Carlin  for  next  steps,  which 
he  offered. 

Commissioner  Torres  arrived  at  2:00  PM. 
Public  Comment 

•  Mr.  Francisco  DaCosta  requested  that  a  CCA  chronological  timeline  be 
placed  on  the  SFPUC  website.  He  stated  there  needs  to  be  transparency  and 
accountability. 

•  Dr.  Espanola  Jackson  spoke  on  1800  Oakdale  and  City  College  of  San 
Francisco,  and  stated  that  citywide  sewage  is  diverted  to  the  Southeast  Plant. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water  provided  a  brief 
update  on  the  water  supply.  He  stated  that  current  reservoir  storage  is  at  65 
percent  of  maximum  and  that  the  water  bank  is  working.  He  indicated  the  10 
percent  reduction  in  demand  needs  to  be  met,  and  that  demand  response  has 
been  variable  since  January  31st,  and  is  improving. 

AGM  Ritchie  continued,  discussing  reservoir  storage  levels;  cumulative 
precipitation  expected  to  stay  flat;  snowpack  has  melted;  and  Hetch  Hetchy 
Reservoir  is  close  to  full  while  the  Don  Pedro  water  bank  is  severely  depleted. . 
Discussion  ensued  on  the  Water  Board  curtailment  notice.  Commissioner  Vietor 
requested  that  the  Commission  be  kept  informed  on  matters  related  to  water 
rights.  Brief  discussion  continued  on  water  rights. 

b)  Earthquake  Safety  and  Emergency  Response  Bond 

DGM  Carlin  presented  on  the  Earthquake  Safety  Bond,  which  was  passed  in 
June.  He  distributed  a  Bond  Fact  Sheet  and  discussed  the  breakdown  of  the 
bond's  function  and  budget,  noting  the  AWSS  and  associated  funding,  which  will 
be  included  in  the  10-Year  Capital  Program.  Brief  discussion  ensued  on 
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addressing  climate  issues.  DGM  Carlin  noted  that  the  bond  is  an  emergency 
response  bond,  not  just  an  earthquake  safety  bond. 

Public  Comment 

•  Mr.  Francisco  DaCosta  discussed  the  Raker  Act  and  the  use  of  water.  He 
stated  that  the  recycling  of  gray  water  should  be  mandated. 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  spoke  on  the  water  supply  presentation  and 
expressed  support  for  the  10  percent  voluntary  reduction  in  use,  noting  the 
reduction  levels  achieved  by  her  agencies. 

8.  CONSENT  CALENDAR 

a)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-390fGlA  and  CS- 
390[GlB  to  Climate  Action  Now  (CS-390rG1A  for  $1 15.000);  and  Friends  of  the 
Urban  Forest:  (CS-390fG1B  for  $1 10.000)  to  implement  the  Sidewalk  Garden 
Project  to  remove  impervious  concrete  and  plant  storm  water  friendly  sidewalk 
gardens;  and  authorize  the  General  Manager  to  negotiate  and  execute  the  two 
grant  agreements  for  amounts  not-to-exceed  a  combined  total  of  $225.000.  and 
with  a  duration  of  one  year,  six  months  per  agreement.  (Resolution  14-0091) 

b)  Accept  work  performed  by  Shaw  Pipeline.  Inc.  for  Contract  No.  WW-508. 
Bavview/Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation;  Approve  Modification  No.  1  (Final),  decreasing  the  contract  bv 

$1 8.991 .  for  a  total  contract  amount  of  $2.51 6.035  (of  which  $1.711 .869  is  funded 
bv  WWE  and  $804.166  is  funded  bv  DPW).  and  with  a  time  extension  of  38 
consecutive  calendar  days  for  a  total  contract  duration  of  278  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution  14- 
0092) 

c)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  12-month  revocable  license  to  Union  Sanitary  District,  an  independent  special 
district,  to  use  approximately  1 .600  sguare  feet  of  property  adjacent  to  Farwell 
Drive  and  Flamingo  Lane  in  Fremont.  California,  on  a  portion  of  SFPUC  Parcel 
No.  1216-1  for  a  temporary  above-ground  bypass  sewer  and  construction  staging 
for  a  one-time  use  fee  of  $1.557.  (Resolution  14-0093) 

Public  Comments 
None. 

On  Motion: 

Ayes:  Caen,  Vietor,  Torres  and  Moran 

9.    Approve  the  selection  of  Communication  Services.  Inc..  and  award  Agreement  No. 
DB-124.  San  Joaguin  Valley  Communication  System  Upgrade,  a  Design-Build 
Agreement  (DBA)  for  design,  construction,  and  commissioning  of  a  20-site 
microwave  communications  backbone  system  from  Calaveras  Substation  to 
Moccasin  Peak:  and  authorize  the  General  Manager  to  execute  a  DBA  consistent 
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with  the  requirements  of  Section  6.61(G)  of  the  San  Francisco  Administrative  Code, 
for  an  amount  up  to  $6.990,959.  (Resolution  14-0094) 


Mr.  Jeet  Bajwa,  Project  Management  Bureau,  introduced  the  item  stating  just  one 
bid  was  received. 

Public  Comments 
None. 

On  Motion: 

Ayes:  Caen,  Vietor,  Torres  and  Moran 

10.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of  San 
Francisco,  an  Amendment  to  the  2010  Programmatic  Memorandum  of  Agreement 
(MOA)  with  Alameda  County  relating  to  the  Town  of  Sunol  Fire  Suppression 
System  Project.  There  is  no  cost  associated  with  this  proposed  amendment. 
(Resolution  14-0095) 

AGM  Ritchie  provided  a  brief  introduction  of  the  item  noting  it  is  a  minor 
amendment  to  the  programmatic  MOA. 

Public  Comments 
None. 

On  Motion: 

Ayes:  Caen,  Vietor,  Torres  and  Moran 

s 

11.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
five-year  revocable  license  to  The  Irvine  Company,  LLC  to  use  approximately 
34.960  sguare  feet  of  SFPUC  Parcel  173.  located  at  Almanor  and  North  Mary 
Avenues  in  Sunnyvale,  California  for  parking  and  landscaping,  for  a  use  fee  of 
$1,781.53  per  month.  (Resolution  14-0096). 

Mr.  Tony  Bardo,  SFPUC  Real  Estate  Services,  provided  a  brief  introduction  of  the 
item. 

Public  Comments 
None. 

On  Motion: 

Ayes:  Caen,  Vietor,  Torres  and  Moran 

12.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  consent,  on 
behalf  of  the  SFPUC,  to  the  Development  Agreement  between  the  City  and 
County  of  San  Francisco  and  Visitacion  Development.  LLC,  and  adopt  findings. 
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pursuant  to  the  California  Environmental  Quality  Act  and  a  Mitigation  and 
Monitoring  and  Reporting  Program. 

DGM  Carlin  introduced  the  item,  indicating  the  development  agreement  has  been  in 
the  works  for  a  number  of  years,  noting  the  20  acre  site  that  has  been  abandoned 
since  1999.  He  stated  the  development  will  have  approximately  1,600  dwellings  and 
mixed  use  retail.  He  briefly  described  the  development  process. 

In  response  to  a  question  from  Commissioner  Vietor  regarding  SFPUC  being  the 
electrical  provider,  DGM  Carlin  stated  that  the  power  price  charged  could  be  retail 
or  commercial,  since  it  is  a  mixed-use  site. 

Public  Comments 

•  Dr.  Espanola  Jackson  stated  that  there  are  no  agreements  in  place.  She 
requested  that  the  Commission  hold  off  on  voting  until  the  next  meeting.  She 
stated  that  it  is  a  Super  Fund  toxic  site.  She  distributed  documents  for  the 
Commission. 

•  Mr.  Francisco  DaCosta  stated  that  the  Commission  needs  to  carefully  evaluate 
projects  that  are  brought  before  them  and  provided  his  thoughts  on  the 
development  project.  Mr.  DaCosta  stated  that  the  Precautionary  Principle  needs 
to  be  applied. 

Mr.  Ken  Rich,  Mayor's  Office  of  Workforce  and  Economic  Development,  stated  this 
is  one  of  the  last  areas  considered  for  redevelopment,  and  that  the  project  was  well 
advanced  when  the  redevelopment  agencies  were  eliminated  by  the  Governor.  He 
noted  the  project  is  a  high  priority  for  the  Mayor.  He  continued,  discussing  the 
background  of  the  project  and  the  financial  needs  for  completion.  He  noted  that 
1,600  additional  housing  units  will  become  available  for  middle  income  residents.  He 
discussed  the  developers  work  with  the  State  on  remediation. 

Mr.  Johnathan  Scharfman,  GM,  Universal  Paragon  Corporation,  stated  they  have 
worked  closely  with  the  City  and  the  community  on  the  project.  He  noted  the  $20M 
investment  in  remediation  efforts,  which  were  under  the  supervision  of  the  State's 
Department  of  Toxic  Substance  and  Control  (DTSC),  and  in  consultation  with 
various  City  agencies  and  the  community.  He  discussed  the  development  of  the 
remedial  action  plan,  stating  it  was  acted  on  in  2009  with  the  demolition  of  the 
buildings  on  the  site  and  with  soil  and  groundwater  remediation.  He  discussed  EIR 
documentation  of  the  remediation  activities.  He  discussed  contamination  issues  at 
the  site,  stating  that  it  is  not  a  Superfund  Site.  He  further  noted  remediation  reviews 
and  actions  that  have  taken  place  under  the  supervision  of  DTSC. 

In  response  to  a  question  from  Commissioner  Vietor  regarding  groundwater  testing, 
Mr.  Scharfman  stated  that  the  groundwater  remediation  program  testing  occurred  as 
required  by  DTSC. 
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In  response  to  a  follow-up  question  from  Commissioner  Moran,  Mr.  Scharfman 
detailed  the  injection  process  (biological)  and  discussed  site-specific  mitigation  in  the 
development  agreement.  Deputy  City  Attorney  Ambrose  noted  that  the  mitigation 
measures  included  for  approval  require  that  the  developer  comply  with  measures 
specifically  required  for  groundwater  and  soil  contamination,  and  that  those 
measures  are  approved  by  the  DTSC,  Regional  Water  Quality  Control  Board,  and 
the  San  Francisco  Department  of  Public  Health. 

In  response  to  a  question  from  Commissioner  Moran,  Mr.  Scharfman  stated  that 
restrictions  under  DTSC  regulations  prohibit  the  use  of  groundwater  for  potable  use. 
Discussion  continued  on  the  groundwater  testing.  AGM  Ritchie  noted  there  was  no 
connecting  between  the  Westside  aquifer  and  the  proposed  project.  Discussion 
continued  on  contamination,  groundwater  and  soil  conditions,  mitigation,  and  DTSC 
capping  requirements. 

•   Mr.  Francisco  DaCosta  offered  additional  comments  on  contamination  and 
groundwater.  He  asked  that  quality  of  life  issues  be  addressed  and  said  that  the 
watershed  is  polluted. 

Commissioner  Moran  stated  that  there  is  concurrence  on  the  basic  issues,  but  his 
outstanding  question  is  the  adequacy  of  the  work  of  DTSC  and  their  oversight  role 
as  per  the  development  agreement. 

GM  Kelly  stated  he  wants  workers  digging  in  the  area  and  future  occupants  to  be 
safe  and  discussed  the  Commission's  role  in  the  project  approval  process. 

Deputy  City  Attorney  Noreen  Ambrose  stated  that  the  question  of  pre-existing 
hazardous  materials  have  been  addressed  in  EIR,  which  has  specific  mitigation 
measures  that  were  identified  by  the  Planning  Department.  She  stated  those 
findings  are  before  the  Commission  for  consideration.  She  stated  that  the  SFPUC  is 
being  asked  to  approve  the  specifications  to  build,  operate,  and  maintain  the 
infrastructure.  She  further  explained  the  process  and  clarified  the  Commission's  role. 

Mr.  Scharfman  offered  clarifying  points  for  DTSC  regulations  and  stated  that  soil  and 
groundwater  management  plans  are  necessary.  He  referred  to  the  Sunnydale  Sewer 
extension  project  by  the  SFPUC  which  is  located  under  the  site,  and  cooperation 
with  SFPUC  on  managing  site  conditions  during  construction. 

Vice  President  Caen  asked  the  GM  if  the  item  should  be  continued  to  the  next 
meeting.  DGM  Carlin  responded,  stating  that  the  request  being  made  of  the 
Commission  is  for  the  approval  of  the  development  agreement,  which  allows  the 
developer  to  continue  working  and  allows  the  project  to  proceed  and  secure 
necessary  permits  and  approvals. 
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GM  Kelly  indicated  that  the  Mayor  would  like  the  project  expedited.  He  asked  what 
additional  information  the  Commission  would  like.  Commissioner  Vietor  indicated 
she  would  like  to  see  more  information  from  an  environmental  perspective. 

Brief  discussion  ensued  on  the  Commission's  jurisdiction  regarding.  Mr.  Rich  stated 
that  the  DTSC  has  been  involved  in  the  project  for  14  years  and  that  every  public 
process  has  been  followed.  DGM  Carlin  indicated  that  an  EIR  has  been  conducted 
and  the  issues  raised  have  been  addressed  in  the  EIR. 

•   Dr.  Espanola  Jackson  provided  additional  comments  on  this  subject. 

Vice  President  Caen  moved  to  continue  item  to  June  24,  2014.  Commissioner  Vietor 
seconded. 

On  Motion  to  continue  item  until  June  24,  2014: 
Ayes:  Caen,  Vietor  and  Moran 
No:  Torres 

Commissioner  Vietor  requested  that  Mr.  Rich  provide  additional  details  on  issues 
that  were  raised  regarding  possible  contamination  of  the  groundwater,  the  soil,  and 
for  the  protection  of  workers  and  residents.  Mr.  Rich  noted  he  would  have 
representatives  from  the  Department  of  Public  Health  and/or  DTSC  come  to  the  next 
meeting.  Brief  discussion  ensued  on  the  request.  Mr.  Rich  will  work  with  SFPUC 
staff  to  ensure  questions  are  addressed  prior  to  the  next  meeting. 

Commissioner  Torres  changed  his  vote  to  "Aye". 

The  Commission  Secretary  read  the  Closed  Session  items,  noting  that  item  19  was 
removed  from  the  calendar. 

13.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  assert: 

Ayes:  Caen,  Vietor,  Torres  and  Moran 

The  Commission  entered  Closed  Session  at  3:35  PM. 

CLOSED  SESSION 

1 5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 
 Anticipated  Litigation  as  Plaintiff 
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16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

1 9.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  Closed  Session  at  4:06  PM. 

20.  Announcement  following  Closed  Session. 

Vice  President  Caen  announced  that  no  action  was  taken  on  Closed  Session 
items. 

21.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose: 

Ayes:  Caen,  Vietor,  Torres  and  Moran 

22.  Other  new  business. 
None. 

Vice  President  Caen  adjourned  the  meeting  at  4:07  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0091 


WHEREAS,  in  2013,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  launched 
the  Sidewalk  Garden  Project,  a  project  designed  to  educate  private  property  owners  about  our 
combined  sewer  system  and  to  work  with  local  residents  to  remove  impervious  concrete  and 
create  sidewalk  gardens  that  allow  the  rain  to  soak  into  the  ground,  benefiting  our  sewer  system, 
the  environment,  and  our  community;  and 

WHEREAS,  the  Sidewalk  Garden  Project  successfully  converted  1 1,000  square  feet  of 
impervious  concrete  surfaces  in  the  Channel,  Islais  Creek  and  the  Northshore  Watersheds  into 
vibrant,  ecologically  friendly  and  easy  to  maintain  sidewalk  gardens  that  provide  a  direct  benefit 
to  our  city's  sewer  system;  and 

WHEREAS,  the  award  of  these  grants  to  continue  the  Sidewalk  Garden  Project  will 
build  upon  the  SFPUC's  existing  stormwater  management  strategies  and  provide  an  opportunity 
to  broaden  our  efforts  to  educate  the  public  about  effective  urban  watershed  stewardship  and 
demonstrate  the  stormwater  management,  visual,  and  aesthetic  benefits  of  sidewalk  gardens;  and 

WHEREAS,  one  of  the  goals  of  the  Sewer  System  Improvement  Program  (SSIP)  is  to 
integrate  green  and  grey  infrastructure  to  manage  stormwater  and  minimize  flooding;  and 

WHEREAS,  the  SFPUC  has  budgeted  $500,000  from  add-back  funding  for  permeable 
paving  and  other  stormwater  management  grants  programs  in  FY  2013-2014,  of  which  $225,000 
in  the  Low  Impact  Development  Capital  Project-PWWIOO  has  been  allocated  to  support  the 
Sidewalk  Garden  Project;  and 

WHEREAS,  on  May  21,  2014  the  Bureau  of  Environmental  Management  determined 
that  the  recommended  action  by  the  Commission  to  approve  the  proposed  Grant  Agreements 
does  not  constitute  a  "project"  under  California  Environmental  Quality  Act  Guidelines  Section 
15378(b)  (4)  and  that  once  specific  projects  are  identified  they  may  be  subject  to  environmental 
review;  and 

WHEREAS,  following  a  competitive  selection  process,  it  is  the  recommendation  of  staff 
for  the  SFPUC  to  approve  the  grants  for  the  Sidewalk  Garden  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  negotiate  and 
execute  Grant  Agreements  with  Climate  Action  Now,  in  the  amount  of  $1 15,000,  and  Friends  of 
the  Urban  Forest,  in  the  amount  of  $110,000,  to  implement  the  Sidewalk  Garden  Project  for  a 
cumulative  amount  not-to-exceed  $225,000  with  a  duration  of  one  (1)  year,  six  (6)  months  per 
agreement. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  10,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0092 


WHEREAS,  Construction  has  been  completed  for  Contract  No  WW-508, 
Bayview/Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation, 
by  the  contractor,  Shaw  Pipeline,  Inc.;  and 

WHEREAS,  On  May  22,  2012,  by  Resolution  No.  12-0083,  this  Commission  awarded 
Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program- funded  and 
Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW- 
508,  Bayview/Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation,  in  the  amount  of  $2,535,027,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  Shaw  Pipeline,  Inc;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  August  13, 
2012,  with  an  original  schedule  of  240  consecutive  calendar  days  and  the  contract  work  was 
completed  in  278  consecutive  calendar  days  on  May  17,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,535,027  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  for  ($18,991)  to  account  for 
actual  costs  of  labor  and  materials  required  to  complete  the  contract  work  under  bid  item 
allowances,  will  decrease  the  contract  amount  to  $2,516,036,  and  increase  the  contract  duration 
by  38  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
exceeded  the  27.29%  Local  Business  Enterprise  (LBE)  subcontracting  goal  submitted  for  this 
contract  by  achieving  30.52%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  Project 
No.  CWWRNRCS17,  Bayview/Hunters  Point  Districts  Sewer  Replacement  and  DPW  Project 
No.  CPWTRNSR69,  Bayview/Hunters  Point  Districts  Pavement  Renovation;  now,  therefore,  be 
it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R 
Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-508, 
Bayview/  Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation, 
approves  Modification  No.  1  (Final),  decreasing  the  contract  by  $18,991,  for  a  total  contract 
amount  of  $2,516,036  (of  which  $1,711,870  is  funded  by  WWE  and  $804,166  is  funded  by 
DPW,  and  with  a  time  extension  of  38  consecutive  calendar  days  for  a  total  contract  duration  of 
278  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor,  Shaw  Pipeline, 
Inc. 

7"  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  10,  2014. 


1 

n 

Secretary,  Public  Utilities  Commission 

PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0093 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  adjacent  to 
Farwell  Drive  and  Flamingo  Lane  in  Fremont,  California  designated  as  SFPUC  Parcel  No.  1216- 
1  (SFPUC  Property);  and 

WHEREAS,  Union  Sanitary  District  (Licensee)  desires  to  obtain  a  license  to  construct  a 
temporary  bypass  sewer,  consisting  of  two  eight-  to  twelve-inch  diameter  high-density 
polyethylene  pipes  and  a  mobile  pump  station  (Improvements)  and  conduct  construction  staging 
related  to  its  Upper  Hetch  Hetchy  Sewer  Corridor  Rehabilitation  Project  (Staging)  on  a  portion 
of  the  SFPUC  Property  (Premises);  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  12-month  revocable  license  (License) 
with  Licensee,  allowing  Licensee  to  use  the  Premises  for  the  Improvements  and  Staging;  and 

WHEREAS,  The  SFPUC  adopted  the  2013  Real  Estate  Guidelines  on  March  5,  2013, 
which  provides  that  the  SFPUC  may  issue  a  license  with  a  use  fee  based  on  50%  of  the  value  of 
the  land  multiplied  by  the  appropriate  rate  of  return  for  a  revocable  license  to  a  public  agency; 
and 

WHEREAS,  On  May  21,  2014  the  Bureau  of  Environmental  Management  determined 
that  issuance  of  the  revocable  permit  does  not  constitute  a  "project"  under  the  Environmental 
Quality  Act  Guidelines  definition,  consistent  with  Section  15378  because  there  would  be  no 
physical  change  in  the  environment  once  temporary  occupancy  of  the  ROW  is  completed; 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  finds  that  the  License  is  issued  to 
a  public  agency  to  support  the  Union  Sanitary  District  Upper  Hetch  Hetchy  Sewer  Corridor 
Rehabilitation  Project  that  benefits  the  SFPUC  and  the  public  by  improving  the  safety  of  an 
existing  sewer,  and  will  be  issued  with  a  use  fee  based  on  50%  of  the  value  of  the  land  multiplied 
by  the  appropriate  rate  of  return  for  a  revocable  license;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  General  Manager  to 
enter  into  any  amendments  or  modifications  to  this  License,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are 
necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  License  or  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  10,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0094 


WHEREAS,  Agreement  No.  DB-124,  San  Joaquin  Valley  Communication  System 
Upgrade  was  advertised  on  November  27,  2013;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  firm  to  provide 
specialized  design  build  services  to  supplement  San  Francisco  Public  Utilities  Commission 
(SFPUC)  staff;  and 

WHEREAS,  The  cost  of  the  design  build  agreement  shall  not  exceed  $6,990,959.34  over 
the  life  of  the  project;  and 

WHEREAS,  The  estimated  contract  duration  is  one  (1)  year,  seven  (7)  months  from 
Notice-To-Proceed  to  completion;  and 

WHEREAS,  On  June  27,  2013  the  Environmental  Review  Officer  adopted  the  Final 
Mitigated  Negative  Declaration  for  this  project  and  on  July  23,  2013  this  Commission  adopted 
the  Initial  Study/Final  Mitigated  Negative  Declaration  (IS/MND),  the  Mitigation  Monitoring  and 
Reporting  Program  (MMRP),  and  the  California  Environmental  Quality  Act  (CEQA)  findings 
and  authorized  the  project  to  proceed  as  a  Design-Build  Project  under  Resolution  No.  13-0057; 
and 

WHEREAS,  No  new  information  has  come  to  light  that  would  affect  the  conclusions  of 
the  June  27,2013  IS/MND,  and  since  the  2013  IS/MND  was  finalized,  there  have  been  no 
substantial  changes  in  San  Joaquin  Communications  System  Upgrade  circumstances  that  would 
require  major  revisions  to  the  2013  IS/MND  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  20 1 3  IS/MND;  and 

WHEREAS,  This  Commission  authorized  the  project  to  proceed  as  a  Design-Build 
contract  in  the  April  23,  2013  Commission  Meeting  under  Resolution  No.  13-0057;  and 

WHEREAS,  Only  one  bid  was  received  on  April  11,  2014,  although  three  other  pre- 
qualified  bidders  declined  to  submit  bids  based  on  objections  to  the  design  build  agreement  terms 
and  conditions  ;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bid  for 
qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in  the 
establishment  of  Communication  Services,  Inc.  as  the  lowest,  qualified,  responsible  and 
responsive  bidder;  and 

WHEREAS,  CMD  has  determined  that  Communication  Services,  Inc.  has  complied  with 
the  pre-award  14B  requirements  and  is  eligible  for  award  of  an  agreement  and  has  committed  to 
Local  Business  Enterprise  (LBE)  subcontractor  participation  of  8.33%;  and 


WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH 102-01  -  Microwave 
Communication  System;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Communication 
Services,  Inc.  consistent  with  Administrative  Code  Section  6.23  (C)  2;  awards  Hetch  Hetchy 
Water  and  Power  Capital  Improvement  Program-funded  Design-Build  Agreement  (DBA)  No. 
DB-124,  San  Joaquin  Valley  Communication  System  Upgrade  Project  to  construct  a  20-site 
microwave  communications  backbone  system  from  Calaveras  Substation  to  Moccasin  Peak,  in 
the  amount  up  to  $6,990,959  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Communication  Services,  Inc.,  and  authorizes  the  General  Manager  to  execute  a  DBA  with 
Communication  Services,  Inc.,  consistent  with  the  requirements  of  Section  6.61(G)  of  the  San 
Francisco  Administrative  Code. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  10,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0095 


WHEREAS,  Alameda  County  and  the  SFPUC  entered  into  a  Programmatic  Memorandum  of 
Agreement  (Original  MO  A)  dated  March  30,  2010  in  which  the  SFPUC  agreed  to  coordinate  the 
construction  of  projects  under  its  Water  System  Improvement  Program  with  Alameda  County,  including 
provisions  related  to  insurance  coverage,  review  of  specifications,  acceptance  of  work  and  transfer  of 
warranties  from  the  City's  contractors  to  Alameda  County  for  work  performed  within  Alameda 
County's  road  rights  of  way  and  other  property;  and 

WHEREAS,  Contemporaneously  with  the  Original  MOA,  Alameda  County  and  the  SFPUC 
entered  into  a  Memorandum  of  Understanding  (MOU)  dated  March  30,  2010  in  which  the  SFPUC 
agreed  to  plan,  design,  and  conduct  necessary  environmental  review  for  a  project  to  improve  the  Town 
of  Sunol  Fire  Suppression  System  (the  "Project");  and 

WHEREAS,  The  SFPUC  performed  its  obligations  under  the  MOU  and  awarded  contract 
number  WD-2705  for  construction  of  the  Project  in  the  amount  of  $5,702,680  to  Azul  Works,  Inc. 
("Contractor")  in  Resolution  No.  14-0003  dated  January  14,  2014;  and 

WHEREAS,  On  July  23,  2013  the  Environmental  Review  Officer  determined  that  the  Project 
was  categorically  exempt  from  environmental  review  under  the  California  Environmental  Quality  Act 
(CEQA),  CEQA  Guidelines  section  15301,  and 

WHEREAS,  Since  the  award  of  the  construction  contract  for  the  Project  by  the  SFPUC  in 
Resolution  No.  14-0003,  there  have  been  no  substantial  changes  to  the  Project  and  no  substantial 
changes  in  Project  circumstances  that  warrant  additional  environmental  review,  and  there  is  no  new 
information  of  substantial  importance  that  would  change  the  conclusion  that  the  Project  is  categorically 
exempt  under  CEQA;  and 

WHEREAS,  Alameda  County  and  the  SFPUC  desire  to  amend  the  Original  MOA  by 
adding  the  Project  to  the  list  of  projects  covered  by  the  Original  MOA,  and  in  particular  to  make  the 
Project  subject  to  the  insurance  coverage,  acceptance  of  work,  and  assignment  of  warranties  for 
completed  work  by  the  Contractor  to  Alameda  County;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  or  his  designee  to  enter  into 
an  amendment  to  the  MOU  between  the  SFPUC  and  Alameda  County,  dated  March  30,  2010,  with 
respect  to  the  Town  of  Sunol  Fire  Suppression  System  Project  in  substantially  the  form  on  file  with  the 
Commission  Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  June  10,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0096 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
designated  as  SFPUC  Parcel  173  at  Almanor  and  North  Mary  Avenues  in  Sunnyvale,  California; 
and 

WHEREAS,  The  Irvine  Company  LLC  entered  into  a  lease  with  the  SFPUC  to  use  the 
use  approximately  34,960  square  feet  of  SFPUC  Parcel  173  (Premises)  for  parking  and 
landscaping  on  November  1,  1999  (Original  Lease);  and 

WHEREAS,  The  Original  Lease  expired  on  October  31,  2004,  and  has  been  in  holdover 
status;  and 

WHEREAS,  The  SFPUC  and  Licensee  wish  to  enter  into  a  new  five-year  revocable 
license  (License)  allowing  Licensee  to  use  the  Premises  for  the  parking  and  landscaping,  for  a 
monthly  use  fee  of  $  1 ,78 1 .53  with  a  four  percent  annual  increase  in  the  use  fee;  and 

WHEREAS,  On  May  20,  2014,  the  Bureau  of  Environmental  Management  has 
determined  issuance  of  the  revocable  permit  does  not  constitute  a  "project"  under  the  California 
Environmental  Quality  Act  Guidelines  definition  under  Section  15378  because  there  would  be  no 
physical  change  in  the  environment.;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  and  directs  the  General 
Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter 
into  any  amendments  or  modifications  to  the  License,  including  without  limitation,  the  exhibits, 
that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best 
interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or 
materially  diminish  the  benefits  to  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes 
and  intent  of  the  License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  10,  2014. 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  June  24,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(S)sfwater.ora. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@,sfqov.ora. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?Daae=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  June  10,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Notice  of  Changes  Report  March  2014  Revised  WSIP 

d)  WSIP  Staff  Transition  Plan 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 


a)  Water  Supply  Outlook  (Ritchie) 

b)  Sewer  System  Improvement  Program  Update  (Kubick) 

8.  Citizens'  Advisory  Committee  Report  (Aragon) 

9.  SFPUC's  Response  to  BAWSCA's  Recommendations  on  the 

Proposed  March  2014  Revised  WSIP  (Wade) 

1 0.  BAWSCA  Update  (Sandkulla) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

11.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-939A  and  CS-939B, 

Program  Controls  for  Water  System  Improvement  Program,  with  Environmental  & 
t-       Construction  Solutions  (CS-939A)  and  CM  Pros  (CS-939B),  to  provide  specialized 
g       program/project  scheduling,  Critical  Path  Method  scheduling,  forecasting,  change 
o       control,  cost  control,  cost  estimating,  Primavera-based  program  control  system 
^       administration  and  integration  for  capital  improvement  projects,  and  other  program 
control  related  services;  and  authorize  the  General  Manager  to  execute  two 
amendments,  extending  the  duration  for  three  years  each,  for  a  total 
duration  of  nine  years,  with  no  change  to  the  agreement  amount. 

(Cruz) 


b)  Approve  Modification  No.  5  to  Contract  No.  WW-542,  Oceanside  Water 
oo        Pollution  Control  Plant  Dewatering  Facility  Upgrades,  with  Cal  State  Constructors; 
J£        to  provide  additional  electrical  conduits  and  perform  equipment  corrective  work  to 
o        Screw  Press  Unit  No.  1 ,  increasing  the  contract  amount  by  $22,320  and 
J*        extending  the  duration  by  180  consecutive  calendar  days,  for  a  total  contract 
duration  735  consecutive  calendar  days  and  a  total  contract  amount  of 
$4,742,500.  (Moala) 


o 

CD 


co     c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-572R, 
Westside  Pump  Station  Discharge  Pipe  Manifold  Upgrade,  in  the  amount  of 
$4,145,047,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State 
Constructors,  to  repair  and  rehabilitate  the  existing  deficient  and  deteriorated 
wastewater  discharge  pipe  manifold  and  related  equipment  at  the  Westside  Pump 
Station.  (Moala) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-591,  As- 
Needed  Spot  Sewer  Replacement,  for  a  total  contract  amount  not  to  exceed 
$6,925,225,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 
Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an  as-needed 
\       basis,  at  locations  to  be  determined  throughout  San  Francisco.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative 
Code,  Chapter  31 .  (Moala) 

^)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-592,  As- 

Needed  Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed 
H!    $3,365,800,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty 
Pipelines,  Inc.,  to  perform  as-needed  main  sewer  replacement  at  locations  to  be 
determined  in  San  Francisco.  The  proposed  action  is  the  Approval  Action  as 
defined  in  the  San  Francisco  Administrative  Code,  Chapter  31 . 

(Moala) 


CD 

o 


REGULAR  CALENDAR 


12.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  consent,  on 

behalf  of  the  SFPUC,  to  the  Development  Agreement  between  the  City  and 
^  County  of  San  Francisco  and  Visitacion  Development,  LLC,  and  adopt  findings, 
o   pursuant  to  the  California  Environmental  Quality  Act  and  a  Mitigation  and 
Monitoring  and  Reporting  Program.  (Carlin) 


13.  Approve  and  authorize  the  General  Manager  to  solicit  applications,  negotiate  and 
execute  Agreement  No.  CS-392(G),  K-5  Outdoor  Education  Grant  agreement  with 
one  local  community-based  nonprofit  organization  to  provide  outdoor  ecoliteracy 

2    services  on  water,  power,  and  sewer,  educating  8,000  elementary  students  grades 

K-5  in  San  Francisco  Unified  School  District,  for  a  not-to-exceed  amount  of 
tH    $400,000,  with  a  duration  of  three  years.  (Page) 

14.  Approve  an  increase  in  the  total  construction  cost  contingency  of  $849,420  for 
Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System,  with  Azul  Works, 

<=>  Incorporated  for  a  total  cost  contingency  of  up  to  $1 ,41 9,688;  and  Authorize  the 

£j  General  Manager  to  approve  future  contract  modifications  for  a  total  revised 

-<f*  contract  amount  up  to  $7,122,368.  The  requested  increase  in  the  contract  cost 

rH  contingency  is  needed  to  fund  the  Alternate  Bid  item  to  construct  a  second  water 

u0  storage  tank  that  costs  $772,200.  (Ritchie) 

1— '15.  Authorize  the  General  Manager  to  implement  electronic  signature  processes  in 
^       SFPUC  programs  and  projects,  where  appropriate,  by  adopting  an  electronic 
tH       signature  policy  in  conformity  with  State  and  local  law.  (Hale) 

16.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
o        a  revocable  license  to  the  Town  of  Hillsborough  to  use  approximately  20,400 


-3* 


square  feet  of  SFPUC  land  adjacent  to  the  Hillsborough  Tunnel  along  Crystal 
Springs  Road  south  of  Woodridge  Road  in  Hillsborough,  California  for  construction 
staging;  and  adopt  findings  pursuant  to  the  California  Environmental  Quality  Act 
and  a  Mitigation  and  Monitoring  Reporting  Program.  (Russell) 

17.  Workshop:  Presentations  and  discussion  on  Community  Choice  Aggregation 
programs  operating  in  California,  MCE  and  Sonoma  Clean  Power,  with  specific 
focus  on  their  formation  and  efforts  to  bring  competitive,  affordable  clean  power  and 
related  jobs  to  their  communities;  and  possible  approaches  San  Francisco  could 
pursue.  (Hale) 

18.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

20.  Conference  with  Real  Property  Negotiator  pursuant  to  Pursuant  to  Government 

Code  Section  54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 

(Carlin) 

Property: 

38240  Canyon  Heights,  Fremont,  CA 
Persons  Negotiating: 

Michael  Carlin  and  Rosanna  Russell  (SFPUC) 
Bob  Shaver  (Alameda  County  Water  District) 

Under  Negotiation:  Price  Terms  of  Payment  Both  XX 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


25.  Announcement  following  Closed  Session. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

27.  Other  new  business. 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Courtney,  Vietor,  Moran  and  Torres 

3.  Approval  of  the  Minutes  of  June  10.  2014 
On  Motion: 

Ayes:  Courtney,  Vietor,  Moran  and  Torres 

4.  Public  Comments 

•  Ms.  Joan  Girardot  spoke  regarding  the  Francisco  Reservoir  property.  She 
requested  that  the  Commission  explore  use  for  a  hybrid  of  housing,  development 
and  open  space,  and  that  the  proceeds  be  used  to  offset  rate  increases. 

•  Ms.  Lorraine  Lucas  spoke  regarding  the  Francisco  Reservoir  property,  stating 
that  a  hybrid  of  housing,  development  and  open  space  should  be  considered. 

•  Mr.  Francisco  DaCosta  discussed  the  California  Water  Condition  Fact  Sheet  he 
sent  to  the  Commission,  and  mentioned  the  SFPUC  conservation  ad  campaign. 

•  Mr.  Eddie  Ahn,  Brightline  Defense  Project,  spoke  regarding  GoSolarSF,  noting 
the  jobs  created.  He  distributed  a  document  on  environmental  and  economic 
impacts  of  GoSolarSF. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Notice  of  Changes  Report  March  2014  Revised  WSIP 

d)  WSIP  Staff  Transition  Plan 

Public  Comments 
None. 

6.  Other  Commission  Business 

President  Courtney  announced  that  the  commendation  ofBrenda  ("B.J.")  Jones 
came  to  the  Commission's  attention  after  the  agenda  was  published.  He  stated  that 
the  Commission  may  entertain  the  commendation,  and  requested  a  motion  to  do  so. 

On  Motion: 

Ayes:  Courtney,  Vietor,  Moran  and  Torres 

Vice  President  (VP)  Caen  arrived  at  1:48  PM. 

President  Courtney  summarized  the  distinguished  career  of  Ms.  Jones  and  thanked 
her  for  her  years  of  service. 

General  Manager  (GM)  Kelly  thanked  Ms.  Jones  for  her  service  and  offered  stories 
of  their  work  together.  He  presented  her  with  a  plaque  in  recognition  of  her  service. 
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Mr.  Mawuli  Tugbenyoh,  Legislative  Aide  to  Supervisor  Malia  Cohen,  presented  Ms. 
Jones  with  a  certificate  honoring  her  service. 

Ms.  Jones  thanked  the  Commission  and  the  Supervisor  for  their  recognition.  She 
expressed  thanks  to  her  colleagues,  and  stated  although  she  will  miss  everyone, 
she  looks  forward  to  the  next  chapter  in  her  life. 

Commissioner  Moran  thanked  Ms.  Jones  for  her  positive  personality  and  wished  her 
well  in  her  retirement. 

Public  Comments 

•  Mr.  Francisco  DaCosta  congratulated  Ms.  Jones  on  behalf  of  Southeast 
Community  and  wished  her  success. 

•  Dr.  Espanola  Jackson  stated  that  all  communities  need  a  B.J.  who  works  on 
behalf  of  the  community. 

7.  Report  of  the  General  Manager 

GM  Kelly  stated  that  the  new  conservation  ad  campaign  has  launched  and  will  bring 
awareness  regarding  the  need  to  conserve. 

a)  Water  Supply  Outlook 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water,  provided  a  Water 
Supply  update.  He  discussed  current  water  supply  conditions,  indicating  that 
reservoir  storage  is  at  64.5  percent  of  maximum  and  that  demand  response  has 
been  variable.  He  noted  reservoir  storage  levels  as  of  June  22,  2014. 

AGM  Ritchie  discussed  water  bank  storage  levels,  and  cumulative  precipitation 
and  snowpack  levels.  He  stated  that  Hetch  Hetchy  is  nearly  full,  but  that  the 
water  bank  is  severely  depleted.  He  noted  that  releases  from  Cherry  Reservoir 
are  increasing  in  order  to  fill  the  water  bank.  Mr.  Ritchie  discussed  water  system 
deliveries,  indicating  that  8  billion  gallons  of  water  need  to  be  saved  to  achieve  a 
10  percent  reduction. 

He  detailed  management  actions,  stating  two  major  drought  relief  projects  are 
underway  (San  Antonio  Pump  Station  and  SVWTP  emergency  drought  reliability 
improvements).  He  touched  on  the  new  conservation  ad  campaign,  and 
concluded  noting  State  Water  Resources  Control  Board  actions. 

Commissioner  Vietor  asked  about  the  State  Capitol  lawn  turning  brown  and 
about  the  green  grass  at  City  Hall.  GM  Kelly  said  that  the  SFPUC  is  working  with 
departments  on  curtailing  water  use.  He  stated  that  the  Recreation  and  Park 
Department  (RPD),  is  responsible  for  irrigation  and  that  they  are  to  provide  an 
action  plan  on  use  reduction  by  August  1st. 
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President  Courtney  noted  that  the  public  needs  to  have  input,  especially  when 
related  to  parks  and  recreational  land.  Brief  discussion  ensued  on  conservation 
needs  and  efforts. 

VP  Caen  asked  for  clarification  on  the  water  bank,  which  AGM  Ritchie  provided. 

b)  Sewer  System  Improvement  Program  (SSIP)  Update 

Ms.  Karen  Kubick,  SSIP  Director,  provided  a  SSIP  update,  noting  33  projects  are 
in  planning  and  design,  and  two  are  in  construction.  She  discussed  Early 
Implementation  Projects  (EIP),  and  the  schedule  and  performance  for  the  eight 
EIPs,  stating  performance  of  the  EIPs  will  be  monitored.  Ms.  Kubick  continued, 
discussing  condition  assessment  (which  is  prioritized  by  condition  and  age);  and 
climate  change,  noting  inundation  maps  for  the  Bayside  and  Westside. 

She  reviewed  Urban  Watershed  Assessment  Coordination  activities;  Central 
Bayside  system  improvements;  Southeast  Plant  projects,  including  Southeast 
Plant  integration  and  headworks;  and  Southeast  Plant  Biosolid  Digesters 
Facilities  status. 

In  response  to  a  question  from  Commissioner  Vietor,  GM  Kelly  stated  that 
technology  recommendations  will  be  brought  back  to  the  Commission. 

Ms.  Kubick  noted  stakeholder  engagement  activities,  including  work  with  the 
Green  Infrastructure  Advisory  Committee,  Southeast  Working  Group,  and  the 
Wastewater  CAC.  She  discussed  workforce  development,  mentioning  the 
internship  program  is  in  its  third  year,  and  she  recognized  the  interns  in 
attendance.  Ms.  Kubick  briefly  discussed  the  Contractors'  Assistance  Center  and 
noted  the  trainings  and  workshops  that  have  been  conducted.  She  stated  the 
SFPUC  Wastewater  operations  staff  were  featured  in  a  "SF  Weekly"  comic  issue 
and  distributed  copies  to  the  Commission. 

VP  Caen  asked  for  an  update  on  the  digester  project,  which  Ms.  Kubick  and  GM 
Kelly  provided.  GM  Kelly  mentioned  various  site  visits  conducted  by  staff  in  order 
to  learn  how  different  technologies  work,  and  that  recommendations  will  be 
presented  to  the  Commission.  VP  Caen  requested  that  she  be  part  of  the 
investigation  into  digester  technology  and  options. 

Public  Comments 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  stated  their  customers  are  focusing  on 
conservation  campaign  messaging,  that  they  have  seen  significant  change, 
and  they  are  on-track  for  an  average  annual  10  percent  reduction.  She  noted 
outdoor  water  use  is  the  biggest  challenge  area  for  change  in  suburban 
areas.  She  discussed  BAWSCA's  "lawn  be  gone"  rebate  program. 

•  Mr.  D.J.  Bookter,  Deputy  Director,  Young  Community  Developers,  discussed 
the  SSIP  internship  program.  He  thanked  the  internship  partners  and 
distributed  a  program  pamphlet. 
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•  Ms.  Zenay  Clemmons,  SSIP  intern,  discussed  the  program  and  the  youth  who 
are  involved. 

•  Ms.  Zaria  Clemmons,  SSIP  intern,  thanked  staff  mentors,  and  provided  a 
summary  of  the  program.  She  invited  the  Commission  to  attend  their 
capstone  presentation  on  August  13th. 

•  Mr.  Francisco  DaCosta  spoke  on  the  water  supply  report.  He  requested  that 
empirical  and  real-time  data  be  used.  He  discussed  the  SSIP,  stating  he  has 
attended  some  meetings  and  that  the  small  businesses  who  attend  need  to 
be  heard. 

8.  Citizens'  Advisory  Committee  (CAP  Report 

Ms.  Wendy  Aragon,  CAC  Chair,  summarized  the  CAC  membership,  stating  10  new 
members  have  joined.  She  noted  their  regular  and  subcommittee  meetings  have 
been  streamlined  and  all  will  occur  on  Tuesdays.  She  discussed  CAC  leadership 
and  detailed  member  training  and  orientation  efforts. 

Commissioner  Vietor  stated  she  attended  a  CAC  meeting  and  was  impressed.  She 
encouraged  Commissioners  to  attend  a  CAC  meeting. 

Public  Comments 

•   Dr.  Espanola  Jackson  offered  a  history  of  the  CAC  and  requested  that  they  hold 
meetings  at  the  Southeast  Facility. 

9.  SFPUC's  Response  to  BAWSCA's  Recommendations  on  the  Proposed  March  2014 
Revised  WSIP 

Mr.  Dan  Wade,  WSIP  Director,  provided  a  summary  of  SFPUC's  recommendations 
on  the  Proposed  March  2014  revised  WSIP.  He  stated  there  is  an  overall  $125M 
cost  increase,  and  an  overall  one  month  schedule  delay  to  May  2019,  which  is 
driven  by  different  conditions  for  replacement  projects,  especially  Calaveras  Dam. 

He  discussed  BAWSCA's  budget  findings  and  provided  a  summary  of  SFPUC's 
response  to  their  question  on  the  impact  of  revisions  on  the  individual  project 
budgets  and  overall  WSIP.  Mr.  Wade  discussed  BAWSCA's  budget 
recommendations  and  the  health  and  safety  impacts  of  March  2014  WSIP, 
compared  to  March, 201 3  WSIP,  noting  they  are  directly  related  to  Level  of  Service 
(LOS)  Goals  (delivery  reliability,  seismic  reliability,  water  quality  and  water  supply). 
He  touched  on  the  seismic  reliability  goal. 

Mr.  Wade  provided  a  summary  of  the  WSIP  Regional  Program  and  Transition  Plan, 
stating  City  staff  and  consultants  will  be  ramping  down  over  the  next  few  years.  He 
discussed  BAWSCA's  schedule  and  scope,  noting  progress  made  toward  meeting 
LOS  Goals. 

VP  Caen  expressed  concern  about  further  escalation.  Mr.  Wade  stated  staff  is 
working  hard  to  meeting  LOS  Goals  to  complete  project  in  a  timely  manner.  GM 
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Kelly  stated  unforeseen  difficulty  with  projects  have  caused  delays.  AGM  Emilio 
Cruz,  Infrastructure,  discussed  creeping  delays. 

VP  Caen  stated  that  the  Commission  is  aware  of  the  continual  changes  with  the 
completion  timeline  and  is  concerned  with  additional  extensions. 

AGM  Cruz  responded  to  a  question  from  Commissioner  Torres  as  to  how  long  it  will 
take  to  remove  the  3  million  cubic  feet  of  soil. 

Public  Comments 

•  Ms.  Nicole  Sandktla,  BAWSCA,  thanked  staff  for  responding  to  their  letter.  She 
expressed  concern  with  the  extension  of  the  schedule,  with  budget  increases,  and 
with  Calaveras  Dam  issues.  She  urged  the  Commission  to  pay  attention  to  the  staff 
Transition  Plan  and  the  Water  Supply  LOS  Goals. 

•  Mr.  Francisco  DaCosta  requested  information  on  the  number  of  borings  that  have 
been  done.  He  asked  if  the  Commission  is  evaluating  consultant  work. 

10.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  spoke  on  Mountain  Tunnel.  She  thanked  Mr. 
Ritchie  for  his  letter,  stating  it  raised  additional  questions.  She  asked  where  the 
water  supply  would  come  from  during  a  long-term  disruption  of  the  Mountain  Tunnel. 
She  asked  about  emergency  agreements  with  the  Modesto,  Turlock,  and  Oakdale 
Irrigation  Districts,  and  when  those  agreements  would  be  completed.  She  noted 
immediate  fixes  cited  in  the  letter  stating  they  need  to  be  fast  tracked,  and  that  work 
on  the  Tunnel  should  be  expedited. 

President  Courtney  requested  that  staff  report  back  on  the  status  of  the  emergency 
agreements  with  the  Modesto,  Turlock,  and  Oakdale  Irrigation  Districts. 

Public  Comments 
None. 

11.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-939A  and  CS-939B.  Program 
Controls  for  Water  System  Improvement  Program,  with  Environmental  & 
Construction  Solutions  (CS-939A)  and  CM  Pros  (CS-939B),  to  provide  specialized 
program/project  scheduling.  Critical  Path  Method  scheduling,  forecasting,  change 
control,  cost  control,  cost  estimating,  Primavera-based  program  control  system 
administration  and  integration  for  capital  improvement  projects,  and  other  program 
control  related  services:  and  authorize  the  General  Manager  to  execute  two 
amendments,  extending  the  duration  for  three  years  each,  for  a  total  duration  of 
nine  years,  with  no  change  to  the  agreement  amount.  (Resolution  14-0097) 

b)  Approve  Modification  No.  5  to  Contract  No.  WW-542.  Oceanside  Water  Pollution 
Control  Plant  Dewatering  Facility  Upgrades,  with  Cal  State  Constructors:  to 
provide  additional  electrical  conduits  and  perform  eouipment  corrective  work  to 
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Screw  Press  Unit  No.  1 .  increasing  the  contract  amount  bv  $22,320  and  extending 
the  duration  by  180  consecutive  calendar  days,  for  a  total  contract  duration  735 
consecutive  calendar  days  and  a  total  contract  amount  of  $4,742,500.  (Resolution 
14-0098) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-572R. 
Westside  Pump  Station  Discharge  Pipe  Manifold  Upgrade,  in  the  amount  of 
$4.145.047,  to  the  lowest.  Qualified,  responsible  and  responsive  bidder,  Cal  State 
Constructors,  to  repair  and  rehabilitate  the  existing  deficient  and  deteriorated 
wastewater  discharge  pipe  manifold  and  related  eguipment  at  the  Westside  Pump 
Station.  (Resolution  14-0099) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-591 ,  As- 
Needed  Spot  Sewer  Replacement,  for  a  total  contract  amount  not  to  exceed 
$6,925,225,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 
Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an  as-needed 
basis,  at  locations  to  be  determined  throughout  San  Francisco.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative 
Code,  Chapter  31.  (Resolution  14-0100) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-592.  As- 
Needed  Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed 
$3,365.800.  to  the  lowest,  Qualified,  responsible  and  responsive  bidder,  Hartv 
Pipelines,  Inc.,  to  perform  as-needed  main  sewer  replacement  at  locations  to  be 
determined  in  San  Francisco.  The  proposed  action  is  the  Approval  Action  as 
defined  in  the  San  Francisco  Administrative  Code.  Chapter  31 .  (Resolution  14- 
0101) 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

12.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  consent,  on 
behalf  of  the  SFPUC,  to  the  Development  Agreement  between  the  City  and  County 
of  San  Francisco  and  Visitacion  Development,  LLC,  and  adopt  findings,  pursuant  to 
the  California  Environmental  Quality  Act  and  a  Mitigation  and  Monitoring  and 
Reporting  Program.  (Resolution  14-0102) 

Mr.  Michael  Carlin,  Deputy  General  Manager  (DGM),  stated  the  item  was  continued 
from  the  June  10th  meeting.  He  introduced  Mr.  Ken  Rich,  Office  of  Economic  and 
Workforce  Development  (OEWD).  Mr.  Rich  provided  a  brief  overview  of  the 
project's  history,  and  discussed  the  development  agreement,  the  Ordinance,  and 
key  provisions. 

Ms.  Nancy  Bice,  Geosyntec  Consultants,  discussed  her  background  and 
credentials.  She  detailed  the  project  site,  noting  two-thirds  is  on  the  former  Schlage 
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Lock  Factory  site  (Schlage  Operable  Unit  (OU)),  and  one-third  is  on  the  former 
Southern  Pacific  Rail  Road  Rail  yard  site  (UPC  OU).  She  stated  that  clean-ups 
were  conducted  under  the  oversight  of  the  California  Department  of  Toxic 
Substances  Control  (DTSC). 

Ms.  Bice  discussed  the  remediation  status  for  the  Schlage  OU:  contaminants;  the 
DTSC  approved  Remedial  Action  Plan;  implementation  of  the  Plan;  and  final  steps. 

In  response  to  a  question  from  Commissioner  Torres,  Ms.  Bice  stated  the  site  is 
safe  for  children,  but  there  is  a  restriction  on  growing  vegetables.  She  indicated 
there  will  be  a  three  foot  cap  installed.  She  clarified  that  vegetables  could  be 
planted  in  raised  bed  gardens.  Mr.  Rich  noted  that  the  RPD  will  acquire  the  open 
space  and  will  be  responsible  for  working  with  the  public  on  potential  uses, 
including  the  possibility  of  raised  bed  community  gardens. 

VP  Caen  asked  if  any  borings  have  been  done.  Ms.  Bice  indicated  many  have  been 
done  over  the  years  and  that  the  Remedy  Completion  Report  can  be  accessed  via 
the  DTSC  website's  "EnviroStor". 

Ms.  Bice  continued,  noting  the  final  steps  for  the  UPC  OU.  She  stated  the  site  is 
subject  to  a  separate  clean-up  and  that  an  approved  DTSC  Remedial  Action  Plan  is 
in  place.  She  noted  that  capping  is  not  yet  completed,  and  discussed  additional 
work  to  be  done.  She  concluded,  discussing  land  use  controls  (site-wide  and  South 
of  Visitation)  that  will  be  in  place,  indicating  they  are  not  finalized. 

Mr.  Rich  provided  clarification  on  the  open  space  and  garden  discussion.  He  stated 
that  the  housing  units  will  not  have  private  garden  areas  as  they  will  be  podium 
style  buildings. 

Mr.  Rich  introduced  Ms.  Stephanie  Cushing,  San  Francisco  Department  of  Public 
Health  (DPH),  Environmental  Health  Branch,  who  oversees  the  Site  Mitigation 
Program.  Ms.  Cushing  discussed  requirements  of  the  Maher  Ordinance  (Article  22A 
of  the  Health  Code),  as  related  to  the  proposed  project. 

President  Courtney  stated  that  he  was  prepared  to  move  item,  but  that  there  are 
issues  of  concern  with  different  communities,  including  labor's  concerns  with  the 
Project  Labor  Agreement,  prevailing  wage,  among  other  concerns,  which  he  wants 
to  see  addressed. 

Commissioner  Moran  provided  thoughts  on  the  project  and  the  process  that  has 
been  followed.  He  stated  that  land  use  controls  are  needed  to  ensure  safety.  He 
expressed  concern  with  possible  disturbances  in  the  soil  and  changes  in  land  use 
that  could  expose  people  to  hazards,  including  SFPUC  employees  performing 
construction  work  at  the  site.  He  said  proper  signage  and  noticing  is  necessary. 
Commissioner  Vietor  concurred  with  Commissioner  Moran  regarding  the  need  for 
signage  and  notification,  including  one  that  gardening  is  forbidden. 
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On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 

•  Dr.  Espanola  Jackson  expressed  concerns  and  her  displeasure  with  the  project. 

•  Mr.  Robert  Woods  expressed  concern  with  the  3  foot  soil  cap  and  potential  water 
penetration.  He  expressed  concern  with  employees  digging  contaminated  soil  to 
place  infrastructure.  He  requested  that  the  site  be  cleaned. 

GM  Kelly  stated  that  the  utility  corridors  will  be  free  of  contaminates  so  workers 
won't  be  exposed  to  contaminated  soil.  Ms.  Bice  concurred  with  GM  Kelly's 
comments,  stating  the  project  is  typical. 

•  Mr.  Francisco  DaCosta  stated  that  rail  traffic,  petroleum  tanks,  and  busy  roads 
make  the  project  unique.  He  expressed  concern  for  the  children. 

•  Ms.  Fran  Martin,  Visitation  Valley  Greenway  and  Planning  Alliance,  expressed 
support  for  the  project  stating  it  will  revitalize  the  area.  She  stated  that  her  group 
would  not  allow  children  to  be  exposed  to  a  toxic  site  and  there  is  no  plan  for  a 
community  garden. 

13.  Approve  and  authorize  the  General  Manager  to  solicit  applications,  negotiate  and 
execute  Agreement  No.  CS-392(G),  K-5  Outdoor  Education  Grant  agreement  with 
one  local  community-based  nonprofit  organization  to  provide  outdoor  ecoliteracv 
services  on  water,  power,  and  sewer,  educating  8,000  elementary  students  grades 
K-5  in  San  Francisco  Unified  School  District,  for  a  not-to-exceed  amount  of 
$400,000,  with  a  duration  of  three  years.  (Resolution  14-0103) 

Ms.  Laura  Page,  External  Affairs,  introduced  the  item. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 

•  Dr.  Espanola  Jackson  provided  comments  related  to  environmental  conditions 
related  to  item  12.  President  Courtney  stated  that  the  record  reflect  her 
comments  are  on  that  item. 

•  Mr.  Francisco  DaCosta  stated  children  need  to  be  educated  in  a  safe 
environment. 

14.  Approve  an  increase  in  the  total  construction  cost  contingency  of  $849,420  for 
Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System,  with  Azul  Works, 
Incorporated  for  a  total  cost  contingency  of  up  to  $1 ,419,688;  and  Authorize  the 
General  Manager  to  approve  future  contract  modifications  for  a  total  revised 
contract  amount  up  to  $7,122,368.  The  reguested  increase  in  the  contract  cost 
contingency  is  needed  to  fund  the  Alternate  Bid  item  to  construct  a  second  water 
storage  tank  that  costs  $772,200.  (Resolution  14-0104) 
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On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

15.  Authorize  the  General  Manager  to  implement  electronic  signature  processes  in 
SFPUC  programs  and  projects,  where  appropriate,  by  adopting  an  electronic 
signature  policy  in  conformity  with  State  and  local  law.  (Resolution  14-0105) 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

16.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
revocable  license  to  the  Town  of  Hillsborough  to  use  approximately  20,400  sguare 
feet  of  SFPUC  land  adjacent  to  the  Hillsborough  Tunnel  along  Crystal  Springs  Road 
south  of  Woodridge  Road  in  Hillsborough,  California  for  construction  staging;  and 
adopt  findings  pursuant  to  the  California  Environmental  Quality  Act  and  a  Mitigation 
and  Monitoring  Reporting  Program.  (Resolution  14-0106) 

Mr.  Michael  Carlin,  Deputy  General  Manager,  responded  to  a  question  from 
Commissioner  Torres  regarding  the  purpose  of  the  license. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

The  Commission  entered  into  recess  at  4:33  PM;  and  returned  at  4:43  PM. 

17.  Workshop:  Presentations  and  discussion  on  Community  Choice  Aggregation  (CCA) 
programs  operating  in  California,  MCE  and  Sonoma  Clean  Power,  with  specific 
focus  on  their  formation  and  efforts  to  bring  competitive,  affordable  clean  power  and 
related  jobs  to  their  communities;  and  possible  approaches  San  Francisco  could 
pursue. 

Ms.  Barbara  Hale,  AGM  Power,  provided  a  brief  introduction  and  an  update  on  the 
financial  stability  of  the  Power  Enterprise.  She  summarized  details  of 
CleanPowerSF,  and  offered  an  update  of  the  proposed  program  components.  She 
discussed  the  need  for  balancing  policy  preferences  with  concerns  raised  by 
policymakers.  Ms.  Hale  continued,  discussing  recent  changes  in  the  CCA 
environment,  including  Marin  Clean  Energy  (MCE);  the  decline  of  prices  for 
renewable  energy;  increased  community  interest;  Sonoma  Clean  Power;  and  that 
market  suppliers  are  more  confident  about  CCA's. 
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Ms.  Hale  introduced  Ms.  Jamie  Tuckey,  Communications  Director,  MCE. 

Ms.  Tuckey  provided  a  background  of  MCE,  noting  125,000  customers  are  served 
in  Marin  County  and  the  City  of  Richmond,  which  totals  approximately  77  percent  of 
customers  in  their  service  area.  She  discussed  MCE's  governing  and  program 
structure. 

She  continued,  outlining  MCE's  program  choices:  "Light  Green"  (50  percent 
renewable);  "Deep  Green"  (100  percent  renewable);  and  "Sol  Share"  ( 100  percent 
local  solar).  Ms.  Tuckey  described  their  power  sources  and  electric  power  content 
mix,  stating  MCE  does  not  purchase  natural  gas  or  nuclear  energy.  She  discussed 
residential  and  commercial  cost  comparisons  choices  between  PG&E  and  MCE, 
and  mentioned  that  MCE  is  a  public,  not-for-profit  agency,  with  profits  reinvested 
locally. 

Ms.  Tuckey,  discussed  Local  Build-Out  (customer  sited  solar),  noting  available 
rebates.  She  touched  on  the  MCE  In-State  Net  Energy  Metering  Program  and  Local 
Build-Out  (Feed-in-Tariff),  indicating  it  is  a  standard  offer  power  purchase 
agreement  for  local  renewable  projects  that  is  offered  to  MCE  customers. 

Ms.  Tuckey  mentioned  seven  new  local  projects,  including  a  1  MW  solar  carport 
shade;  Feed-in-Tariff  Projects;  and  Local  Renewable  Development  Fund  Projects. 
She  discussed  current  local  programs  and  local  jobs,  indicating  more  than  1,300 
jobs  have  been  created  through  MCE.  She  distributed  a  flyer  on  jobs. 

In  response  to  a  question  from  Commissioner  Torres  regarding  MCE's  experience 
with  Shell,  Ms.  Tuckey  stated  that  Shell  has  been  a  good  partner  and  that  their 
contract  expires  in  2017.  Brief  discussion  ensued. 

Ms.  Tuckey  responded  to  a  question  from  Commissioner  Vietor  regarding  RECs 
substitution. 

Mr.  Cordell  Stillman,  Deputy  Chief  Engineer,  Sonoma  County  Water  Agency, 
(representing  Sonoma  Clean  Power),  reviewed  the  project  timeline  and  the  power 
supply  contract.  He  noted  the  cities  that  are  eligible  to  participate,  waiting  to 
participate,  or  unable  to  participate,  and  outlined  the  financial  details  of  the 
program,  including  loans  and  lines  of  credit. 

Mr.  Cordell  continued,  describing  Sonoma's  products:  "Clean  Start"  (33  percent 
renewable  power);  and  "Evergreen"  (100  percent  local  and  renewable).  He 
compared  power  sources,  the  difference  between  the  Sonoma  and  PG&E 
programs,  and  discussed  the  cost  differences  between  the  two.  He  stated  they  are 
in  the  process  of  putting  together  a  Feed-in-Tariff,  that  they  have  a  preliminary 
power  contract  with  Constellation  Energy,  and  that  they  have  contracted  with 
Calpine  for  10MW  (growing  to  18MW)  of  Sonoma  County  produced  renewable 
geothermal  energy. 


SFPUC  Minutes 
June  24,  2014 


Page  1 1 


In  response  to  a  question  from  Commissioner  Vietor,  Mr.  Cordell  stated  that  they 
are  working  on  a  Local  Build -Out  Plan,  and  a  draft  is  expected  in  August,  with  the 
final  Plan  by  the  end  of  the  year. 

Mr.  Cordell  responded  to  a  question  from  Commissioner  Torres  regarding 
consortiums,  noting  pending  legislation  sponsored  by  Mr.  Bradford  (AB2145). 

AGM  Hale  thanked  the  speakers  for  their  presentations  and  summarized  a  list  of 
general  topics  for  discussion. 

GM  Kelly  provided  additional  comments,  stating  the  conversations  that  need  to  take 
place  regarding  the  San  Francisco  program  and  the  challenges  that  are  faced.  He 
noted  pending  legislation  from  San  Francisco  Supervisors  Scott  Weiner  and 
London  Breed. 

In  response  to  a  question  from  VP  Caen,  Ms.  Tuckey  stated  that  the  working 
relationship  between  MCE  and  PG&E  is  good,  and  that  they  compete  and  partner 
together.  Brief  discussion  ensued  on  the  partnership. 

In  response  to  a  question  from  Commissioner  Moran,  AGM  Hale  indicated  that 
PG&E's  Green  Tariff  Option  has  not  been  approved  by  the  California  PUC.  He 
asked  if  the  risk  profile  of  CCA  is  changing,  or  if  the  risk  funding  is  changing.  He 
asked  that  Ms.  Hale  report  back. 

AGM  Hale  discussed  Board  Ordinance  78-14  (File  140415),  and  proposed  Board 
Ordinance  (File  140704),  introduced  by  Supervisors  Weiner  and  Breed,  and 
provided  staff  recommendations  for  each.  She  noted  a  Power  Business  Plan  is 
being  developed  to  address  core  objectives,  which  will  be  presented  to  the 
Commission  at  year's  end. 

Commissioner  Torres  asked  a  follow-up  question  regarding  Mr.  Bradford's  Bill. 
AGM  Hale  and  Ms.  Radhika  Fox,  SFPUC  Legislative  Affairs  Director,  provided 
detail  on  the  status  of  the  bill  and  associated  amendments. 

Ms.  Tuckey  and  GM  Kelly  responded  to  follow-up  questions  from  Commissioner 
Vietor  regarding  rates  and  the  BOS  Ordinance. 

Presentations 

SFPUC  Presentation  (Hale) 
MCE  Presentation  (Tuckey) 
Sonoma  Clean  Power  Presentation  (Cordell) 

Public  Comments 

•  Mr.  Jeremy  Pollock,  Legislative  Aide  to  Supervisor  Avalos,  expressed  excitement 
over  the  MCE  and  Sonoma  programs.  He  stated  the  Supervisor  is  looking  for  a 
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balanced  program  and  expressed  thoughts  on  joining  MCE  or  Sonoma,  or 
creating  a  separate  program. 

•  Mr.  Conor  Johnston,  Legislative  Aide  to  Supervisor  London  Breed,  made 
comments  regarding  the  joint  meeting  with  the  Commission  on  the  Environment, 
and  on  issues  related  to  Climate  Change,  noting  the  need  for  a  CCA  Program. 

•  Mr.  Peter  Lauterborn,  Legislative  Aide  to  Supervisor  Mar,  echoed  the  sentiments 
of  his  colleagues  and  encouraged  the  Commission  to  move  forward  with  CCA. 

•  Mr.  Justin  Kudo  stated  that  CCA  programs  are  doable  and  they  give  customers  a 
choice. 

•  Mr.  Jed  Holtzman,  350  San  Francisco,  expressed  support  for  CCA.  He  offered 
thoughts  on  MCE  and  Sonoma  and  distributed  a  flyer  on  MCE  projects. 

•  Mr.  Eric  Brooks,  SF  Clean  Energy  Advocates,  Green  Party  of  SF,  and  Our  City, 
expressed  thoughts  on  the  MCE  and  Sonoma  programs  and  on  a  possible  SF 
CCA  program.  He  discussed  AB  2145. 

•  Mr.  Jason  Fried,  Executive  Officer,  LAFCo,  noted  the  study  LAFCo  is  conducting 
on  CCA.  He  noted  SFPUC  staff  should  take  the  lead  on  CCA. 

GM  Kelly  asked  Ms.  Tuckey  to  discuss  MCE's  approach  to  Local  Build-Out,  which 
she  summarized.  Brief  discussion  ensued  on  the  Power  Business  Plan,  legislation, 
and  possible  next  steps. 

Commissioner  Torres  asked  to  be  briefed  on  the  pending  legislation. 

GM  Kelly  summarized  discussions  and  stated  that  staff  will  return  with  the  Power 
Business  Plan  and  offer  possible  timelines. 

After  receiving  clarification  from  Deputy  City  Attorney  Ambrose,  President  Courtney 
moved  to  Table  items  19-26. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

18.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

20.  Conference  with  Real  Property  Negotiator  pursuant  to  Pursuant  to  Government 

Code  Section  54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 
Property: 

38240  Canyon  Heights,  Fremont,  CA 
Persons  Negotiating: 

Michael  Carlin  and  Rosanna  Russell  (SFPUC) 
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Bob  Shaver  (Alameda  County  Water  District) 

Under  Negotiation:  Price  Terms  of  Payment  Both  XX 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554 /Date  Filed:  January  29,  2010 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

25.  Announcement  following  Closed  Session. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

27.  Other  new  business. 
None. 

President  Courtney  adjourned  the  meeting  at  6:15  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0097 


WHEREAS,  On  October  14,  2008,  this  Commission  awarded  Agreement  No.  CS-939A 
and  CS-939B,  Program  Controls  for  Water  System  Improvement  Program  (WSIP),  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
execute  individual  professional  services  agreements,  in  the  amount  of  $9,500,000  and  with  a 
term  of  six  years  each,  with  ECS  (CS-939A)  and  CM  Pros  (CS-939B);  and 

WHEREAS,  The  Notice  to  Proceed  for  this  contract  was  issued  on  October  30,  2008;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  contract  duration  for  each 
agreement  ECS  (CS-939A)  and  CM  Pros  (CS-939B)  by  three  years  so  the  consultants  may 
complete  ongoing  critical  work  being  performed  under  existing  task  orders,  for  a  total  duration 
of  nine  years  per  agreement,  with  no  change  to  the  agreement  amount;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  goal  of  16%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  and  approved  for  this  agreement  by 
the  CMD  Contract  Compliance  Officer  assigned  to  the  SFPUC;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  Water  Enterprise,  Water 
System  Improvement  Program  (WSIP)  Funds  and  other  SPFUC  projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Water  Enterprise,  Water  System 
Improvement  Program  and  project- funded  Agreement  Nos.  CS-939A  &  B,  Program  Controls  for 
the  Water  System  Improvement  Program  (WSIP)  and  other  SFPUC  Capital  Improvement 
projects,  with  ECS  (CS-939A)  and  CM  Pros  (CS-939B)  to  complete  ongoing  specialized  and 
highly  technical  critical  work  while  preparing  transition  plans  for  other  consultant  contracts;  and 
authorize  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  an  amendment  extending 
the  duration  for  each  agreement  up  to  three  (3)  years,  for  a  total  duration  of  nine  (9)  years,  with 
no  change  to  the  agreement  amount. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  24,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0098 


WHEREAS,  On  August  28,  2012,  per  Resolution  12-0155,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (ClP)-funded 
Contract  No.  WW-542,  Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades, 
to  Cal  State  Constructors;  and 

WHEREAS,  The  construction  contract  Notice-To- Proceed  date  was  set  for  October  15 
2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,547,000  and  the  original  contract 
duration  was  510  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  1  through  Nos.  4  was  issued  for  $172,180  for 
mechanical  and  electrical  modifications,  increasing  the  contract  amount  to  $  4,719,180,  and  a 
time  extension  of  45  consecutive  calendar  days  to  account  for  additional  work,  extending  the 
contract  duration  to  545  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  5  is  being  requested  for  $23,320  for  additional  electrical 
conduits,  increasing  the  contract  amount  to  $4,742,500,  and  a  time  extension  of  180  consecutive 
calendar  days  to  allow  the  Contractor  to  obtain  replacement  parts  and  perform  necessary 
corrective  work  to  screw  press  unit  #1,  extending  the  contract  duration  to  735  consecutive 
calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  18%  Local  Business 
Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract  and  the 
contractor  committed  to  an  LBE  subcontractor  participation  of  18.94%  with  its  bid  submittal; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC39,  Oceanside  Plant  Solid 
Handling  and  Coating  Improvements;  and, 

WHEREAS,  On  June  14,  2012,  the  Environmental  Review  Officer  determined  that  this 
project  is  exempt  from  review  under  the  California  Environmental  Quality  Act  as  a  Class  1(b) 
categorical  exemption;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  5  to  the  WWE, 
CIP-funded  Contract  No.  WW-542,  Oceanside  Water  Pollution  Control  Plant  Dewatering 
Facility  Upgrades,  with  Cal  State  Constructors,  to  perform  necessary  screw  press  equipment 
corrective  work,  increasing  the  contract  amount  by  $23,320  for  additional  electrical  conduits, 
extending  the  contract  amount  to  $4,742,500,  and  a  time  extension  of  180  consecutive  calendar 
days,  for  a  total  contract  duration  of  735  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  24,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0099 


WHEREAS,  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSfP)-funded  Contract  No.  WW-572R,  Westside  Pump  Station  (WSS)  Discharge  Manifold 
Upgrade  was  advertised  on  May  7,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $5,830,000  and  the  Engineer's  Estimate  is 
$5,830,000  for  this  construction  contract  work  to  rehabilitate  the  discharge  pipe  manifolds  and 
replace  associated  deficient  equipment  at  WSS;  and 

WHEREAS,  The  contract  duration  is  720  consecutive  calendar  days;  and 

WHEREAS,  On  June  13,  2013,  the  Planning  Department  issued  a  categorical  exemption 
under  Class  1,  Section  15301,  Existing  Facilities,  and  Class  2,  Section  15302,  Replacement  and 
Reconstruction  Sections  of  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  for  the 
Project;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  May  22,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Cal  State  Constructors  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  9%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract  and  the  contractor  committed  to  utilize  9.12%  LBE 
participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  WWE,  SSIP;  C WWS BPTPOP02 ;  now,  therefore, 

be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  SSIP-Funded  Contract  No.  WW-572R,  WSS  Discharge  Manifold  Upgrade,  in  the 
amount  of  $4,145,047,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State 
Constructors. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  24,  2014.  * 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0100 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-591,  As-Needed  Spot  Sewer  Replacement  was  advertised  on 
April  11,  2014;  and 

WHEREAS,  The  Engineer's  Estimate  is  $7,885,650  for  this  construction  contract  work  to 
replace  localized  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  On  November  20,  2013,  the  Environmental  Review  Officer  determined  that 
because  as-needed  contracts  do  not  commit  the  SFPUC  to  any  specific  project  they  do  not 
constitute  a  "project"  subject  to  the  environmental  review  requirements  of  the  California 
Environmental  Quality  Act  (CEQA)  according  to  Section  15378  of  the  CEQA  Guidelines  and 
Section  21080(a)  of  the  California  Public  Resources  Code;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  May  8,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness, 
and  application  of  bid  preferences  resulted  in  the  establishment  of  J.  Flores  Construction,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  7%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  utilize  7.2% 
LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS98,  As-Needed  Spot 
Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-591,  As-Needed  Spot  Sewer 
Replacement,  for  a  total  contract  amount  not  to  exceed  $6,925,225,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  J.  Flores  Construction,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  24,  2014. 

/7(i./Vl/1./V  \4JL(r<yrL-  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0101 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-592,  As-Needed  Main  Sewer  Replacement,  was  advertised 
on  April  18,  2014;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,603,400  for  this  construction  contract  work  to 
perform  as-needed  main  sewer  replacement  (manhole  to  manhole  segments)  on  short  notice  at 
locations  to  be  determined  in  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  On  November  20,  2013  the  Environmental  Review  Officer  determined  that 
any  action  by  the  SFPUC  Commission  to  approve  an  as-needed  contract  or  other  funding 
mechanism  that  does  not  involve  any  commitment  to  any  specific  project  would  not  be 
considered  a  "project"  subject  to  the  environmental  review  requirements  of  the  California 
Environmental  Quality  Act  (CEQA),  consistent  with  Section  15378  of  the  CEQA  Guidelines; 
and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  May  22,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Harty  Pipelines,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  utilize  17.8% 
LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  Project  No.  CWWRNRCS97,  As- 
Needed  Main  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-592,  As-Needed  Main  Sewer 
Replacement,  for  a  total  contract  amount  not-to-exceed  $3,365,800,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Harty  Pipelines,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  24,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0102 


WHEREAS,  The  Schlage  Lock  Project  (the  Project)  proposes  a  long-term,  mixed-use 
development  program  that  includes  up  to  1,679  dwelling  units  of  new  housing,  up  to  46,700 
square  feet  of  new  retail,  and  the  rehabilitation  of  a  historic  office  building  located  on-site.;  and 

WHEREAS,  Through  the  development  of  the  Project,  the  Project  Site  will  be  transformed 
into  a  mixed-use,  transit-oriented  development  with  new  public  streets  and  new  parks,  all  as 
further  described  in  the  proposed  development  agreement;  and 

WHEREAS,  The  Project  is  supported  by  extensive  investments  in  infrastructure, 
including  water  distribution,  auxiliary  water  supply  facilities,  stormwater  management 
improvements,  wastewater  collection,  and  street  lighting;  and 

WHEREAS,  The  Planning  Department  has  completed  environmental  review  for  the 
Project,  and  many  public  meetings,  workshops  and  presentations  were  conducted  on  every  aspect 
of  the  Project;  and 

WHEREAS,  The  San  Francisco  Redevelopment  Agency  ("SFRA")  Commission  and  the 
San  Francisco  Planning  Commission  certified  a  Final  Environmental  Impact  Report  ("FEIR")  for 
the  Visitacion  Valley  Redevelopment  Program,  Planning  Department  File  No.  2006.1308E,  on 
respectively,  December  16,  2008  and  December  18,  2008.  The  project  analyzed  in  the  EIR  was 
for  redevelopment  of  an  approximately  46-acre  project  area  in  San  Francisco's  Visitacion  Valley 
neighborhood,  extending  on  both  sides  of  Bayshore  Boulevard  roughly  between  Sunnydale 
Avenue  and  Blanken  Avenue  and  along  the  Leland  Avenue  commercial  corridor;  and 

WHEREAS,  After  certification  of  the  FEIR,  both  the  SFRA  Commission  and  the 
Planning  Commission  took  certain  approval  actions,  including  approving  the  Redevelopment 
Plan  and  amendments  to  the  General  Plan,  the  Planning  Code,  and  the  Zoning  Maps,  among 
other  actions,  and  in  so  doing,  adopted  findings  under  the  California  Environmental  Quality  Act, 
including  findings  rejecting  proposed  project  alternatives  and  certain  mitigation  measures  as 
infeasible  , adopting  a  statement  of  overriding  considerations  and  a  Mitigation  Monitoring  and 
Reporting  Program.  These  findings  were  made  in  Planning  Commission  Motion  No.  17790, 
adopted  on  December  18,  2008  ("CEQA  Findings")  and  also  in  the  SFRA  Commission 
Resolution  No.  l-2009on  February  3,  2009.This  Commission  hereby  adopts  and  incorporates  by 
reference  as  though  fully  set  forth  herein  these  findings,  copies  of  which  are  on  file  with  this 
Commission;  and 

WHEREAS,  When  California  eliminated  its  Redevelopment  Agencies  in  February,  2012, 
the  City  initiated  new  efforts  to  move  forward  with  the  development  of  the  Schlage  Lock  site  in 
light  of  reduced  public  funding  and  jurisdictional  change.  Thus,  the  proposed  project  design  was 


revised  (resulting  in  a  modified  Project)  with  respect  to  the  Schlage  Lock  site,  and  these 
modifications  were  analyzed  in  an  Addendum  to  the  FEIR  prepared  by  the  Planning  Department. 
The  modified  Project  differs  from  the  project  analyzed  in  the  FEIR  in  that,  among  other  changes, 
the  project  sponsor  for  the  former  Schlage  Lock  site  proposes  to  increase  the  number  of 
residential  units  from  1,250  to  1,679  and  reduce  the  amount  of  retail  commercial  uses  from 
105,000  to  46,700  square  feet.  The  amount  of  cultural  uses  on  the  site  would  not  change  and  is 
still  projected  to  include  15,000  new  square  feet.  The  Addendum  found  that  the  projected  growth 
for  the  modified  Project  Site  would  remain  the  same  as  that  analyzed  in  the  FEIR;  and 

WHEREAS,  The  environmental  files  available  from  the  Planning  Department  have  been 
made  available  to  this  Commission  and  the  public,  and  this  Commission  has  reviewed  and 
considered  the  information  in  the  FEIR,the  Addendum  and  the  proposed  Mitigation,  Monitoring 
and  Reporting  Program,  in  furtherance  of  the  actions  contemplated  by  this  Resolution;  and 

WHEREAS,  This  Commission  has  reviewed  the  FEIR  and  the  Addendum  and  hereby 
finds  that  since  certification  of  the  FEIR,  no  substantial  changes  have  occurred  in  the  proposed 
project  or  in  the  circumstances  under  which  the  project  would  be  implemented  that  would  cause 
new  significant  impacts  or  a  substantial  increase  in  the  severity  of  impacts  previously  identified 
and  analyzed  in  the  FEIR,  and  that  no  new  information  of  substantial  importance  has  emerged 
that  would  materially  change  the  analyses  or  conclusions  set  forth  in  the  FEIR.  The  Modified 
Project  would  not  necessitate  implementation  of  additional  or  considerably  different  mitigation 
measures  than  those  identified  in  the  FEIR.  Accordingly,  the  Addendum  was  properly  prepared; 
and 

WHEREAS,  Since  certification  of  the  FEIR,  the  San  Francisco  Municipal  Transportation 
Agency  ("SFMTA")  has  determined  that  certain  mitigation  measures  identified  in  the  FEIR  are 
not  feasible  as  proposed  and  that  no  other  feasible  mitigation  measures  are  available  to  address 
certain  identified  significant  impacts.  This  determination  is  set  forth  in  a  letter  from  Frank 
Markowitz,  SFMTA,  to  Andrea  Contreras,  Planning  Department,  dated  March  28,  2014.  This 
document  is  available  for  review  in  Case  File  No.  2006.1308E  at  the  Planning  Department,  1650 
Mission  Street,  Suite  400,  San  Francisco,  and  is  hereby  incorporated  by  reference.  The 
mitigation  measures  the  SFMTA  found  to  be  infeasible  as  proposed  in  the  FEIR  are:  Mitigation 
Measure  8-1 A  as  it  applies  to  the  intersections  of  Bayshore/Blanken,  Bayshore/Arleta/San 
Bruno,  and  Tunnel/Blanken;  Mitigation  Measure  8-3  as  it  applies  to  the  intersection  of 
Bayshore/Visitation;  and  Mitigation  Measure  8-7  as  it  applies  to  Bayshore/Sunnydale  in  the 
eastbound  direction;  and 

WHEREAS,  As  described  in  Chapter  8  of  the  FEIR,  Impact  8-1 A  at  Bayshore/Blanken 
and  Bayshore/Arleta/San  Bruno,  Impact  8-3  at  Bayshore/Visitacion,  and  Impact  8-7  at 
Bayshore/Sunnydale  were  found  to  be  significant  and  unavoidable,  even  with  implementation  of 
Mitigation  Measures  8-1  A,  8-3,  and  8-7  as  proposed  in  the  FEIR.  For  the  reasons  set  forth  in  the 
March  28,  2014  letter,  SFMTA  would  not  implement  Mitigation  8-1 A  at  Bayshore/Blanken  and 
Bayshore/Arleta/San  Bruno,  nor  would  it  implement  Measure  8-3  at  the  intersection  of 
Bayshore/Visitacion.  No  other  feasible  mitigation  measures  exist  that  would  reduce  the  impacts 
at  these  intersections  to  less  than  significant  levels.  SFMTA  additionally  proposes  to  modify 
Mitigation  8-7  to  remove  the  requirement  for  an  additional  eastbound  lane  at  the  intersection  of 
Bayshore/Sunnydale  because  it  has  determined  this  requirement  is  not  feasible.  This  Commission 


finds  that,  because  these  impacts  were  identified  in  the  FEIR  as  significant  and  unavoidable, 
even  with  implementation  of  the  mitigation  measures  that  the  SFMTA  has  now  determined  are 
infeasible,  elimination  and  modification  of  these  mitigation  measures  as  described  here  and  in 
more  detail  in  the  March  28,  2014  letter  would  not  result  in  any  new  significant  impacts  or  in  a 
substantial  increase  in  severity  of  the  impacts  as  already  identified  in  the  FEIR;  and 

WHEREAS,  SFMTA  has  additionally  recommended  that  Mitigation  Measure  8-1 A  at  the 
intersection  of  Tunnel/Blanken  be  modified  to  include  intersection  monitoring.  The  FEIR 
identified  the  impact  at  this  intersection  as  less  than  significant  with  mitigation,  and 
implementation  of  Mitigation  8-1 A  with  this  proposed  modification  would  continue  to  reduce 
that  intersection  impact  to  less  than  significant.  Thus,  this  Commission  finds  that,  modification 
of  Mitigation  Measure  8-1 A  as  recommended  by  SFMTA  would  not  result  in  any  new  significant 
impacts  or  in  a  substantial  increase  in  severity  of  the  impacts  as  already  identified  in  the  FEIR; 
and 

WHEREAS,  With  these  proposed  modifications  to  the  mitigation  measures  as  well  as  the 
modifications  previously  made  by  the  SFRA  Commission  and  the  Planning  Commission  when 
they  rejected  certain  other  mitigation  measures  as  infeasible  in  their  California  Environmental 
Quality  Act  (CEQA)  findings,  this  Commission  finds  that  the  impacts  of  the  project  would  be 
substantially  the  same  as  identified  in  the  FEIR;  and 

WHEREAS,  The  proposed  Development  Agreement  recognizes  that,  in  exchange  for 
defined  public  benefits,  the  Project  will  only  be  subject  to  certain  defined  ordinances, 
regulations,  rules  and  policies  governing  the  design,  construction,  fees  and  exactions,  use  or 
other  aspects  of  the  Project;  and 

WHEREAS,  The  AWSS  project-specific  requirements  for  the  Project  were  not  able  to  be 
fully  analyzed  by  the  SFPUC  in  time  for  the  publication  of  the  Infrastructure  Plan,  and  final 
designs  of  the  AWSS  solution  for  the  project  site  and/or  selection  of  a  PWSS  will  be  determined  by 
the  SFPUC  and  SFFD  in  consultation  with  the  Developer  and  may  be  approved,  following 
environmental  review  pursuant  to  CEQA;  and 

WHEREAS,  If  possible,  the  extent  of  the  obligation  of  the  Developer  to  contribute  to  the 
AWSS  option  selected  by  the  SFPUC  will  be  incorporated  into  the  final  Development 
Agreement  between  the  City  and  the  Developer;  and 

WHEREAS,  Following  the  completion  and  acceptance  of  the  new  or  upgraded 
infrastructure,  the  SFPUC  will  operate  and  maintain  the  potable  water  distribution  system, 
auxiliary  water  facilities  (if  built),  street  lighting,  and  wastewater  collection  and  control  systems, 
except  stormwater  control  facilities,  subject  to  the  provisions  of  the  Development  Agreement  and 
applicable  laws;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  adopts  the  CEQA  Findings  and  the  Mitigation 
Monitoring  and  Reporting  Program,  which  are  incorporated  into  this  Resolution  by  this 
reference;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  consents  to  the  Development 
Agreement  between  the  City  and  the  Developer  substantially  in  the  form  and  on  the  terms  as 
described  herein  and  on  file  with  this  Commission  and  authorizes  the  General  Manager  to 
execute  the  SFPUC  Consent  to  the  Development  Agreement  on  behalf  of  this  Commission;  and 
be  it 

FURTHER  RESOLVED,  That,  subject  to  appropriation  of  any  necessary  funds,  this 
Commission  authorizes  the  SFPUC  General  Manager,  to  take  any  and  all  steps  (including,  but 
not  limited  to,  the  execution  and  delivery  of  any  and  all  agreements,  notices,  consents  and  other 
instruments  or  documents,  including  the  negotiation  of  the  final  AWSS  language  in  the  final 
Development  Agreement  between  the  City  and  the  Developer)  as  he  or  she  deems  necessary  or 
appropriate,  in  consultation  with  the  City  Attorney,  in  order  to  consummate  and  perform  its 
obligations  under  the  Development  Agreement  in  accordance  with  this  Resolution  and  legislation 
by  the  Board  of  Supervisors,  or  otherwise  to  effectuate  the  purpose  and  intent  of  this  Resolution 
and  such  legislation;  and  be  it 

FURTHER  RESOLVED,  That,  by  consenting  to  the  Development  Agreement  between 
the  City  and  the  Project  Sponsor,  the  Commission  does  not  intend  to  in  any  way  limit,  waive  or 
delegate  the  exclusive  authority  of  the  SFPUC  as  set  forth  in  Article  VIIIB  of  the  City's  Charter; 
and  be  it 

FURTHER  RESOLVED,  That  the  approval  under  this  Resolution  shall  take  effect  upon 
the  effective  date  of  the  Board  of  Supervisors  legislation  approving  the  Development  Agreement. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  June  24,  2014. 


A 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0103 


WHEREAS,  San  Francisco  voters  have  approved  a  total  of  nearly  $14  million  in  bond 
funding  allocated  since  2003  for  green  schoolyards  design  and  construction;  and 

WHEREAS,  This  public  funding  will  be  used  to  complete  the  development  of  green 
schoolyards  at  84  K- 12  public  schools  throughout  San  Francisco;  and 

WHEREAS,  Outdoor  classroom  programming,  teacher  training,  and  other  support 
services  are  needed  to  reap  the  full  educational  and  conservation  benefits  of  the  school  district's 
new  green  schoolyards;  and 

WHEREAS,  Environmental  education  in  an  outdoor  classroom  setting  is  closely  aligned 
with  the  educational  benchmarks  and  goals  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  with  regard  to  water  conservation,  pollution  prevention,  energy  use  reduction,  and 
other  lessons  related  to  water,  power,  and  sewer;  and 

WHEREAS,  The  SFPUC  wishes  to  invest  in  environmental  education  programming  that 
can  reach  as  many  students  as  possible,  to  help  create  the  next  generation  of  environmental 
stewards  that  will  care  for  our  natural  resources  and  infrastructure;  and 

WHEREAS,  This  action  does  not  constitute  a  "project"  under  California  Environmental 
Quality  Act  Guidelines  Section  15378(b)  (4)  because  the  proposed  Grant  Assistance  Program 
creates  a  government  funding  mechanism  which  does  not  involve  commitment  to  any  specific 
project  which  may  result  in  a  potentially  significant  physical  impact  on  the  environment;  and 

WHEREAS,  Funds  will  be  available  at  the  time  of  award  of  the  agreement  from  the 
Community  Benefits  Professional  Services  Base  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  solicit  applications,  negotiate  and  execute  Agreement  No.  CS-392(G),  K-5  Outdoor 
Education  Grant  agreement  with  a  local  community-based  nonprofit  organization  to  provide 
outdoor  ecoliteracy  services  on  water,  power,  and  sewer,  educating  at  least  8,000  elementary 
students  grades  K-5  in  San  Francisco  Unified  School  District,  for  a  not-to-exceed  amount  of 
$400,000,  with  a  duration  of  three  (3)  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  24,  2014. 

^Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0104 


WHEREAS,  On  January  14,  2014,  per  Resolution  No.  14-0003,  this  Commission 
approved  the  award  of  Water  Enterprise,  Capital  Improvement  Program  (ClP)-funded 
Construction  Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System  in  Sunol, 
California,  to  Azul  Works,  Inc.;  and 

WHEREAS,  Azul  Works,  Inc.  complied  with  the  pre-award  14B  requirements  for  the 
agreement  and  has  committed  to  LBE  subcontractor  participation  of  16.9%;  and 

WHEREAS,  The  original  contract  price  was  for  $5,702,680  and  the  original  contract 
duration  to  substantial  completion  was  305  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  May  30,  2014;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Approval  of  the  alternate  bid  item  for  a  second  water  storage  tank  exceeds 
Construction  Contract  No.  WD-2705 's  10%  construction  cost  contingency;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to  $0, 
pending  change  orders  amount  to  $772,200  (alternate  bid  item),  potential  change  orders  amount 
to  $0,  trends  amount  to  $0;  and 

WHEREAS,  An  increase  in  the  construction  cost  contingency  in  the  amount  of  $849,420 
is  requested  for  a  total  construction  cost  contingency  of  up  to  $1,419,688  subject  to  the  General 
Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  On  July  23,  2013,  the  Planning  Department  issued  a  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15301  Class  t.  Existing  Facilities, 
categorical  exemption  for  the  Project;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW26308  -  Town  of  Sunol  Fire 
Suppression  System  Project  with  additional  funds  arriving  on  July  1,  2014;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $849,420  for  Water  Enterprise,  CIP-funded  Construction 
Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System  Project  with  Azul  Works 
Incorporated,  for  a  total  construction  cost  contingency  amount  of  $1,419,688;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $7,122,368. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  24,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0105 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  a  leading  water, 
power,  and  wastewater  utility  serving  customers  who  expect  best  management  practices,' 
including  implementation  of  efficient  and  sustainable  processes  and  technologies;  and 

WHEREAS,  The  SFPUC  initiates  new  policies  and  operational  practices  that  are 
consistent  with  the  Commission's  Strategic  Sustainability  Plan  goals,  including  the  provision  of 
high  quality  customer  service  and  the  promotion  of  a  green  and  sustainable  City;  and 

WHEREAS,  The  Uniform  Electronic  Transactions  Act  (California  Civil  Code  Section 
1633.1-1633.17),  which  applies  to  transactions  related  to  business,  commercial  and 
governmental  matters,  states  that  "electronic  signature"  means  an  electronic  sound,  symbol,  or 
process  attached  to  or  logically  associated  with  an  electronic  record  and  executed  or  adopted  by  a 
person  with  the  intent  to  sign  the  electronic  record;  and 

WHEREAS,  The  Electronic  Signature  Policy  will  guide  the  SFPUC  as  the  General 
Manager  evalutates  various  methods  and  platforms  for  implementing  electronic  signature 
processes  in  its  programs  and  projects,  in  compliance  with  State  and  Local  law;  now,  therefore, 
be  it 

RESOLVED,  that  the  San  Francisco  Public  Utilities  Commission  authorizes  the  General 
Manager  to  implement  electronic  signature  processes  in  SFPUC  programs  and  projects,  where 
appropriate,  by  adopting  the  following  electronic  signature  policy: 

The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  committed  to  high  quality, 
sustainable,  reliable,  around-the-clock  delivery  of  water,  power,  and  sewer  utility  service  to  our 
customers  and  ratepayers.  To  ensure  customer  service  excellence  that  takes  advantage  of 
innovative  processes  and  technologies,  consistent  with  the  Commission's  Strategic  Sustainability 
Plan,  the  SFPUC  authorizes  the  General  Manager  to  develop  protocols  that  will  allow  an 
electronic  signature  in  place  of  an  original,  wet  signature  for  transactions  related  to  its  programs 
and  projects  where  appropriate  and  in  compliance  with  State  and  Local  law. 

As  defined  by  the  Uniform  Electronic  Transactions  Act  (California  Civil  Code  Section  1633.1- 
1633.17),  which  applies  to  transactions  related  to  business,  commercial  and  governmental 
matters,  "electronic  signature"  means  an  electronic  sound,  symbol,  or  process  attached  to  or 
logically  associated  with  an  electronic  record  and  executed  or  adopted  by  a  person  with  the  intent 
to  sign  the  electronic  record. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  24,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0106 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  adjacent  to  the 
Hillsborough  Tunnel  along  Crystal  Springs  Road  south  of  Woodridge  Road  in  Hillsborough, 
California  (Premises);  and 

WHEREAS,  The  Town  of  Hillsborough  (Licensee)  desires  to  obtain  a  license  to  use  the 
Premises  as  a  construction  staging  area  for  its  Crystal  Springs/El  Cerrito  Phase  II  Trunk  Sewer 
Improvement  Project  (Project)  for  15  months;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  15-month  revocable  license  (License) 
with  Licensee,  allowing  Licensee  to  use  the  Premises  for  construction  staging  in  return  for  a  use 
fee  of  $2,250;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  finds  issuance  of  a  revocable  license  to  Hillsborough 
to  carry  out  the  portion  of  the  work  that  requires  the  use  of  SFPUC  ROW  is  within  the  scope  of 
the  Licensee's  environmental  review  consistent  with  the  California  Environmental  Quality  Act 
(CEQA),  and  that  Hillsborough's  CEQA  documents  are  adequate  for  SFPUC's  use,  acting  as  a 
Responsible  Agency,  in  approving  the  revocable  license  for  the  Project;  and  be  it 

FURTHER  RESOLVED,  The  Commission  hereby  adopts  and  incorporates  by  reference 
as  though  fully  set  forth  herein  the  Hillsborough  City  Council  Resolution  approving  the  Project, 
including  the  CEQA  Findings  and  the  MMRP.  The  City  Council's  resolution  certifying  the  Final 
Supplemental  Environmental  Impact  Report  (SEIR),  adopting  the  Mitigation  and  Monitoring 
Reporting  Program  (MMRP)  and  approving  the  Project,  the  Notice  of  Determination  (NOD)  and 
other  materials  that  are  part  of  the  record  of  this  approval  are  available  for  public  review  at  the 
SFPUC  offices,  Real  Estate  Services  Division,  525  Golden  Gate  Avenue,  8th  Floor,  San 
Francisco,  CA,  which  is  the  custodian  of  records  for  the  revocable  license  approval;  and  be  it 

FURTHER  RESOLVED,  The  Licensee  adopted  mitigation  measures  as  conditions  of 
approval  of  the  Project,  the  SFPUC  has  no  direct  authority  or  responsibility  to  implement  or  pay 
the  cost  of  these  mitigation  measures,  or  with  respect  to  the  Project  other  than  the  SFPUC 
authorization  to  approve  the  revocable  license  and  to  enable  the  Licensee  through  approval  of  the 
revocable  license  to  use  the  SFPUC's  fee-owned  parcel  at  Casey  Quarry  for  construction  staging 
for  the  Crystal  Springs/  El  Cerrito  Phase  II  Trunk  Sewer  Improvement  Project;  and,  be  it 

FURTHER  RESOLVED,  That  the  Commission  finds  that  since  the  Licensee  filed  the 
Notice  Of  Determination  (NOD)  on  August  13,  2013  and  approved  the  Project,  there  have  been 
no  substantial  changes  in  the  Project  or  changes  in  Project  circumstances  that  would  result  in 
new  significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified 
significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change 
the  conclusions  set  forth  in  the  SEIR,  the  City  Council's  Findings  and  the  NOD;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  License  and  hereby  authorizes  and  directs  the  SFPUC  General  Manager  to 
execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  General  Manager  to 
enter  into  any  amendments  or  modifications  to  this  License,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are 
necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  License  or  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  24,  2014. 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPubiisher.php7view  id-22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood@sfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.org/index. aspx?page=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 

1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  June  24,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  Supply  Outlook  (Ritchie) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-963R, 
Moccasin  Control  and  Server  Building,  in  the  amount  of  $6,611,250,  to  the 

lowest,  qualified,  responsible  and  responsive  bidder,  Robert  E.  Boyer 
Construction,  to  construct  an  approximately  4,800  square  foot  single  story  building 
containing  a  Power  House  Control  Room,  Server  Room,  Water  Operations 
Meeting  Room,  and  offices.  (Ritchie) 

Approve  Modification  No.  1  to  Contract  No.  JOC-38R,  Heating  Ventilation  Air 
Conditioning  (HVAC)  (Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with 


Westates  Mechanical  Corp.,  to  perform  HVAC  upgrades  in  City-owned  municipal 
facilities,  increasing  the  contract  by  $1,500,000,  for  a  total  contract  amount  not- 
to-exceed  $4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar 
days,  for  a  total  contract  duration  of  1825  consecutive  calendar  days,  as  allowed 
for  JOC's  under  the  San  Francisco  Administrative  Code.  (Cruz) 


c)  Approve  Modification  No.  1  to  Contract  No.  JOC-39,  Heating  Ventilation  Air 
_     Conditioning  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  American 
o     Mechanical,  Inc.,  to  perform  HVAC  upgrades  in  City-owned  municipal  facilities, 

increasing  the  contract  by  $1 ,500,000,  for  a  total  contract  amount  not-to-exceed 
^     $4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar  days  for  a 
■»h    total  contract  duration  of  1825  consecutive  calendar  days,  as  allowed  for  JOC's 
under  the  San  Francisco  Administrative  Code.  (Cruz) 


d)  Accept  work  performed  by  Shaw  Pipeline,  Inc.  for  Contract  No.  WW-499, 
d>    Downtown  District  Sewer  Replacement  and  Pavement  Renovation;  approve 
=-h   Modification  No.  3  (Final),  decreasing  the  contract  by  $210,506,  for  a  total 
^  contract  amount  of  $2,003,969  (of  which  $1 , 1 34,624  is  funded  by  WWE  and 

$869,345  is  funded  by  DPW),  and  with  a  time  extension  of  82  consecutive 
"rH  calendar  days  for  a  total  contract  duration  of  319  consecutive  calendar  days;  and 

authorize  final  payment  to  the  contractor.  (Moala) 


e)  Accept  work  performed  by  D'Arcy  &  Harty  Construction  for  Contract  No.  WW- 
*H    507,  Bernal  Heights/Potrero  Districts  Sewer  Replacement/Rehabilitation  and 
Pavement  Renovation,  for  a  total  contract  amount  of  $2,956,406  (of  which 
o    $1 ,850,946  is  funded  by  WWE,  $1 ,064,405  is  funded  by  DPW  and  $41 ,055.00  is 
funded  by  Recreation  and  Park  Department),  and  with  a  total  contract  duration 
of  248  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor.  (Moala) 


REGULAR  CALENDAR 


CD 


9.  Approve  the  terms  and  conditions  and  authorize  Lease  Agreements  between 
the  San  Francisco  Public  Utilities  Commission,  Communications  & 

^*     Control,  Inc.,  and  Tri-Star  Investors,  Inc.,  for  services  facilities  in  Alameda, 
Contra  Costa,  and  Stanislaus  Counties,  for  terms  not  to  exceed  25  years 
each,  and  for  a  total  annual  rent  of  $78,500;  and  authorize  the  General 
Manager  to  modify  these  agreements  as  necessary  to  add  additional  facilities, 
up  to  a  maximum  increase  in  rent  of  20  percent,  subject  to  Board  of  Supervisors 
approval  pursuant  to  Charter  Section  9.1 18.  (Carlin) 

1 0.  Adopt  a  finding  declaring  that  the  SFPUC's  Francisco  Reservoir  property, 

^    located  at  Bay  Street  between  Larkin  and  Hyde  Streets  in  San  Francisco  (Francisco 
,__(    Reservoir  Tract)  in  its  current  condition,  is  surplus  to  the  needs  of  any  SFPUC 
<=>    utility;  Authorize  the  General  Manager  to  execute  an  MOU  between  the  SFPUC 
^fj    and  SFRPD  for  a  jurisdictional  transfer  of  the  Francisco  Reservoir  Tract  at  fair 
market  value  of  $9.9  Million  to  SFRPD;  Authorize  a  request  to  the  Board  of 


Supervisors  and  Mayor  to  approve  a  conditional  jurisdictional  transfer  of  the 
Francisco  Reservoir  Tract  at  the  fair  market  value  of  $9.9  Million,  subject  to  the 
terms  of  the  MOU  and  applicable  law.  (Carlin) 

1 1 .  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
h  (Ambrose) 
Existing  Claim 

Wendy  and  Johnny  Tseng  v.  CCSF 
City  Attorney  Unlitigated  Claim  No.  14-01593 
Date  Filed:  January  21,  2014 

14.  Conference  with  Real  Property  Negotiator  pursuant  to  Pursuant  to  Government 

Code  Section  54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 

(Ambrose) 

Property: 

Cedar  Fair  Lease  -  A  Portion  of  Bay  Division  Pipelines  No.  3  and  4 
SFPUC  Parcel  142,  Santa  Clara,  CA 

Persons  Negotiating: 

Michael  Carlin  and  Rosanna  Russell  (SFPUC) 
Duffield  Milkie  (Cedar  Fair) 

Under  Negotiation:  Price  (XX)    Terms  of  Payment  (  )    Both  (  ) 

15.  Conference  with  Real  Property  Negotiator  pursuant  to  Pursuant  to  Government 

Code  Section  54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 

(Carlin) 

Property: 

38240  Canyon  Heights,  Fremont,  CA 
Persons  Negotiating: 

Michael  Carlin  and  Rosanna  Russell  (SFPUC) 
Bob  Shaver  (Alameda  County  Water  District) 


Under  Negotiation:  Price  (  )  Terms  of  Payment  (  )  Both  (XX) 


16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

19.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

20.  Announcement  following  Closed  Session. 

21 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

22.  Other  new  business. 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:39  PM. 

2.  Roll  Call 

Present:  Courtney,  Moran,  and  Torres 
Excused:  Caen  and  Vietor 

3.  Approval  of  the  Minutes  of  June  24,  2014 
On  Motion: 

Ayes:  Courtney,  Moran  and  Torres 

Public  Comments: 
None. 

4.  Public  Comments 

•   Ms.  Ann  Clark,  Friends  of  Camp  Mather,  distributed  a  booklet  by  Neil  Fahy  which 
discusses  the  history  of  Camp  Mather. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

Public  Comments: 
None. 

6.  Other  Commission  Business 

President  Courtney  requested  that  staff,  in  coordination  with  the  Recreation  and 
Park  Department,  prepare  a  report  regarding  the  possibility  of  the  creation  of  a  job 
training  program  for  entry  level  or  apprentice  positions  related  to  golf  course 
maintenance  and/or  other  green  infrastructure.  A  key  element  should  be  the 
feasibility  of  the  creation  of  a  pilot  program  with  an  emphasis  on  targeting  local  hires 
from  the  Southeast  Community. 

7.  Report  of  the  General  Manager 
a)  Water  Supply  Outlook 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water,  provided  an  update 
on  the  water  supply.  He  noted  reservoir  storage  has  dropped,  with  Hetch  Hetchy 
storage  at  96  percent  capacity  and  the  water  bank  at  34  percent  capacity.  He 
stated  current  precipitation  levels  are  flat.  He  discussed  the  water  supply  outlook, 
touched  on  deliveries,  and  offered  a  brief  update  on  conservation  progress. 

AGM  Ritchie  reviewed  management  actions  and  indicated  that  the  request  for  a 
voluntary  10  percent  reduction  in  use  continues,  and  noted  the  roll-out  of  the 
outreach  campaign.  AGM  Ritchie  briefly  discussed  drought  relief  projects  that  are 
underway:  ( 1)  Lower  Cherry  Aqueduct  Emergency  Rehabilitation  Project  -  a  two 
phase  effort  with  a  total  project  cost  estimate  of  $18. 1M;  (2)  San  Antonio  Pump 
Station  ($2M)  and  SVWTP  Emergency  Drought  Reliability  Improvements  ($5M), 
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which  are  intended  to  ensure  continuous  reliable  filtration  of  Lower  Cherry 
Aqueduct  water;  (3)  Communications  Infrastructure  Upgrade  ($2M);  and  (4) 
Thomas  Shaft  Improvements  ($1M),  which  are  intended  to  ensure  monitoring  of 
Lower  Cherry  Aqueduct  water  quality  upstream  of  Sunol  Valley. 

General  Manager  (GM)  Kelly  acknowledged  the  passing  of  Mr.  Ira  Ruskin, 
BAWSCA's  first  Chair,  and  expressed  appreciation  for  Mr.  Ruskin's  work. 

Ms.  Nicole  Sandkulla,  BAWSCA,  stated  that  Mr.  Ruskin  was  instrumental  in 
securing  the  support  of  local  legislative  and  elected  officials  in  the  wholesale 
service  area  to  focus  on  the  system  reliability.  She  expressed  appreciation  for  the 
GM's  comments. 

Commissioner  Torres  expressed  his  admiration  for  and  memories  of  Mr.  Reskin. 

Public  Comments: 
None. 

8.    Consent  Calendar 

a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-963R. 
Moccasin  Control  and  Server  Building,  in  the  amount  of  $6,61 1 ,250,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Robert  E.  Bover  Construction,  to 
construct  an  approximately  4,800  square  foot  single  story  building  containing  a 
Power  House  Control  Room,  Server  Room.  Water  Operations  Meeting  Room,  and 
offices.  (Resolution  14-0107) 

b)  Approve  Modification  No.  1  to  Contract  No.  JOC-38R.  Heating  Ventilation  Air 
Conditioning  (HVAC)  (Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with 
Westates  Mechanical  Corp.,  to  perform  HVAC  upgrades  in  City-owned  municipal 
facilities,  increasing  the  contract  by  $1,500,000,  for  a  total  contract  amount  not-to- 
exceed  $4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar  days, 
for  a  total  contract  duration  of  1825  consecutive  calendar  days,  as  allowed  for 
JOC's  under  the  San  Francisco  Administrative  Code.  (Resolution  14-0108) 

c)  Approve  Modification  No.  1  to  Contract  No.  JOC-39,  Heating  Ventilation  Air 
Conditioning  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  American 
Mechanical,  Inc.,  to  perform  HVAC  upgrades  in  City-owned  municipal  facilities, 
increasing  the  contract  by  $1 ,500,000,  for  a  total  contract  amount  not-to-exceed 
$4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar  days  for  a 
total  contract  duration  of  1825  consecutive  calendar  days,  as  allowed  for  JOC's 
under  the  San  Francisco  Administrative  Code.  (Resolution  14-0109) 

d)  Accept  work  performed  by  Shaw  Pipeline,  Inc.  for  Contract  No.  WW-499, 
Downtown  District  Sewer  Replacement  and  Pavement  Renovation;  approve 
Modification  No.  3  (Final),  decreasing  the  contract  by  $210,506,  for  a  total 
contract  amount  of  $2,003,969  (of  which  $1 ,1 34,624  is  funded  by  WWE  and 
$869,345  is  funded  by  DPW).  and  with  a  time  extension  of  82  consecutive 
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calendar  days  for  a  total  contract  duration  of  319  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Resolution  14-0110) 

e)  Accept  work  performed  by  D'Arcv  &  Hartv  Construction  for  Contract  No.  WW-507, 
Bernal  Heights/Potrero  Districts  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation,  for  a  total  contract  amount  of  $2.956.406  (of  which  $1 .850.946  is 
funded  by  WWE.  $1 .064.405  is  funded  by  DPW  and  $41 .055.00  is  funded  by 
Recreation  and  Park  Department),  and  with  a  total  contract  duration  of  248 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
(Resolution  14-0111) 

On  Motion: 

Ayes:  Courtney,  Moran  and  Torres 

Public  Comments: 
None. 

9.  Approve  the  terms  and  conditions  and  authorize  Lease  Agreements  between  the 
San  Francisco  Public  Utilities  Commission.  Communications  &  Control.  Inc..  and 
Tri-Star  Investors.  Inc..  for  services  facilities  in  Alameda.  Contra  Costa,  and 
Stanislaus  Counties,  for  terms  not  to  exceed  25  years  each,  and  for  a  total 
annual  rent  of  $78.500;  and  authorize  the  General  Manager  to  modify  these 
agreements  as  necessary  to  add  additional  facilities,  up  to  a  maximum  increase 
in  rent  of  20  percent,  subject  to  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.118.  (Resolution  14-0112) 

Mr.  Tony  Bardo,  SFPUC,  introduced  the  item  and  requested  approval. 

On  Motion: 

Ayes:  Courtney,  Moran  and  Torres 

Public  Comments: 
None. 

10.  Adopt  a  finding  declaring  that  the  SFPUC's  Francisco  Reservoir  property,  located  at 
Bay  Street  between  Larkin  and  Hyde  Streets  in  San  Francisco  (Francisco  Reservoir 
Tract)  in  its  current  condition,  is  surplus  to  the  needs  of  any  SFPUC  utility:  Authorize 
the  General  Manager  to  execute  an  MOU  between  the  SFPUC  and  SFRPD  for  a 
jurisdictional  transfer  of  the  Francisco  Reservoir  Tract  at  fair  market  value  of  $9.9 
Million  to  SFRPD:  Authorize  a  reguest  to  the  Board  of  Supervisors  and  Mayor  to 
approve  a  conditional  jurisdictional  transfer  of  the  Francisco  Reservoir  Tract  at  the 
fair  market  value  of  $9.9  Million,  subject  to  the  terms  of  the  MOU  and  applicable  law. 
(Resolution  14-0113)  ~ 

Deputy  General  Manager  Michael  Carlin  introduced  the  item. 
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On  Motion: 

Ayes:  Courtney,  Moran  and  Torres 

In  response  to  a  question  from  the  Commission  Secretary,  President  Courtney 
confirmed  that  public  comments  on  the  item  would  be  limited  to  two  minutes. 

Public  Comments: 

•  Mr  Frank  Dawkins  expressed  his  support  for  the  project  which  will  allow  for 
additional  park  and  green  space,  and  will  benefit  residents  and  tourists. 

•  Mr.  Matt  O'Grady,  SF  Parks  Alliance,  spoke  in  support  of  the  item.  He  noted  it  is 
consistent  with  the  General  Plan,  that  the  property  is  in  a  park  deficient 
neighborhood,  and  that  funding  is  available. 

•  Ms.  Jan  Blum  expressed  support  for  the  project  which  will  benefit  people,  plants 
and  wildlife. 

Commissioner  Torres  asked  President  Courtney  that,  since  most  of  the  speakers 
were  in  favor  of  the  project,  if  public  comment  could  be  abbreviated. 

President  asked  that  if  anyone  in  attendance  was  opposed  to  the  project  and  invited 
them  or  any  other  interested  speaker  to  offer  comment. 

•  Ms.  Lorraine  Lucas  stated  she  was  not  opposed  to  open  space,  but  that  the 
property  should  include  new  housing  with  open  space.  She  stated  that  all  areas 
of  the  City  need  to  share  in  new  housing. 

•  Ms.  Margaux  Kelly,  Legislative  Aide  to  Mark  Ferrell,  expressed  support  for  the 
project  and  thanked  former  GM  Harrington  and  current  GM  Kelly  for  their 
leadership.  She  thanked  staff  for  their  support  and  work. 

•  Ms.  Rebecca  Evans,  Sierra  Club,  expressed  support  for  the  project.  She  stated 
that  new  housing  is  being  constructed  in  the  neighborhood  and  recreation  space 
is  needed  in  the  district. 

•  Ms.  Tina  Moylan,  Russian  Hill  Neighbors,  gave  credit  to  the  neighborhood  groups 
for  their  cooperative  work  on  the  project  and  thanked  everyone  for  their  support. 

President  Courtney  noted  the  names  of  those  who  submitted  speaker  cards  in 
support  of  the  project,  but  did  not  speak:  KnutAkseth,  Stephanie  Greenburg,  Helen 
Raiser,  Tyler  McAdory,  Abraham  Simmons,  Monica  Walters,  John  Loughran, 
Jeannie  Loughran,  Penelope  Clark  and  Lynn  Jefferson 

Commissioner  Moran  thanked  everyone  for  their  efforts.  He  stated  that  when  assets  are 
disposed  of  the  financial  interests  of  the  ratepayers  need  to  be  kept  in  mind.  He  noted 
the  reservoir  has  been  out  of  service  for  decades  and  that  the  project  will  allow  for  a 
return  on  the  asset,  while  at  the  same  time  contribute  to  creating  something  valuable  for 
the  neighborhood. 

11.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 
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12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  assert: 

Ayes:  Courtney,  Moran  and  Torres 

The  Commission  entered  Closed  Session  at  2:19  PM. 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Claim 

Wendy  and  Johnny  Tseng  v.  CCSF 
City  Attorney  Unlitigated  Claim  No.  14-01593 
Date  Filed:  January  21,2014 
(Resolution  14-0114) 

14.  Conference  with  Real  Property  Negotiator  pursuant  to  Pursuant  to  Government 

Code  Section  54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 
Property: 

Cedar  Fair  Lease  -  A  Portion  of  Bay  Division  Pipelines  No.  3  and  4 
SFPUC  Parcel  142,  Santa  Clara,  CA 
Persons  Negotiating: 

Michael  Carlin  and  Rosanna  Russell  (SFPUC) 
Duffield  Milkie  (Cedar  Fair) 

Under  Negotiation:  Price  (XX)   Terms  of  Payment  (  )    Both  (  ) 

15.  Conference  with  Real  Property  Negotiator  pursuant  to  Pursuant  to  Government 

Code  Section  54956.8  and  Administrative  Code  Section  67.8  (a)  (2) 
Property: 

38240  Canyon  Heights,  Fremont,  CA 
Persons  Negotiating: 

Michael  Carlin  and  Rosanna  Russell  (SFPUC) 
Bob  Shaver  (Alameda  County  Water  District) 

Under  Negotiation:  Price  (  )  Terms  of  Payment  (  )  Both  (XX) 

1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
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San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 


1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

19.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  Closed  Session  at  2:33  PM. 

20.  Announcement  following  Closed  Session. 

President  Courtney  announced  that  a  settlement  was  reached  on  item  13,  and  that 
no  other  action  was  taken. 

21.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose: 

Ayes:  Courtney,  Moran  and  Torres 

President  Courtney  adjourned  the  meeting  at  2:34  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0107 


WHEREAS,  Hetch  Hetchy  System  Improvement  (HSIP)  Program-funded  Contract  No. 
HH-963R,  Moccasin  Control  and  Server  Building  was  advertised  on  April  14,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $9,570,000  and  the  Engineer's  Estimate  is 
$4,700,000  for  this  construction  contract  work  to  construct  an  approximately  4,800  square  foot, 
single  story  building  for  a  Power  House  Control  Room,  Server  Room,  Water  Operations  Meeting 
Room,  and  offices;  and 

WHEREAS,  The  contract  duration  is  300  consecutive  calendar  days;  and 

WHEREAS,  On  September  18,  2012,  the  Bureau  of  Environmental  Management 
determined  the  proposed  project  was  categorically  exempt  as  a  Class  3  Categorical  Exemption 
under  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15301  under 
Planning  Department  Case  Number  2012.1204E  and  on  November  1,  2012,  the  Environmental 
Review  Officer  concurred  with  the  determination;  and 

WHEREAS,  Eight  (8)  bids  were  received  and  opened  publicly  on  May  29,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Robert  E.  Boyer  Construction 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  11%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Robert  E.  Boyer  Construction  committed 
to  a  51.05%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re43idding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH102,  Moccasin  Facilities 
Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  HSIP-funded  Contract  No.  HH-963R,  Moccasin  Control  and  Server  Building,  in  the 
amount  of  $6,611,250,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Robert  E. 
Boyer  Construction. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  8,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0108 


WHEREAS,  On  June  26,  2012,  per  Resolution  No.  12-0108,  this  Commission  approved  the 
award  of  Contract  No.  JOC-38R,  Job  Order  Contract,  Heating  Ventilation  Air  Conditioning  (HVAC) 
Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  Westates  Mechanical  Corp.,  to  perform 
HVAC  upgrades  in  City  owned  municipal  facilities;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  26,  2012; 

and 

WHEREAS,  The  original  contract  amount  was  for  an  amount  not-to-exceed  $3,000,000  and  the 
original  contract  duration  was  1095  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  issued  for  $1,500,000  to  complete  needed  HVAC 
improvements  to  City  facilities,  increasing  the  contract  amount  to  an  amount  not-to-exceed  $4,500,000; 
and  increasing  the  contract  duration  by  730  consecutive  calendar  days,  for  a  total  duration  of  1825 
consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  8%  Local  Business  Enterprise 
participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funding  is  available  from  San  Francisco  Public  Utilities  Commission,  Power 
Enterprise  Funds  or  capital  funds  from  other  departments  when  Task  Orders  are  issued;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
38R,  Job  Order  Contract,  HVAC  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  Westates 
Mechanical  Corp.,  increasing  the  contract  by  $1,500,000,  for  a  total  contract  amount  not-to-exceed 
$4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar  days  for  a  total  contract  duration  of 
1825  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  8,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0109 


WHEREAS,  On  May  22,  2012,  per  Resolution  No.12-0084,  this  Commission  approved  the 
award  of  Contract  No.  JOC-39,  Job  Order  Contract,  Heating  Ventilation  Air  Conditioning  (HVAC) 
Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  American  Mechanical  Inc.,  to  perform 
HVAC  upgrades  in  City  owned  municipal  facilities;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  14,  2012; 

and 

WHEREAS,  The  original  contract  amount  was  for  an  amount  not-to-exceed  $3,000,000  and  the 
original  contract  duration  was  1095  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  issued  for  $1,500,000  to  complete  needed  HVAC 
improvements  to  City  facilities,  increasing  the  contract  amount  to  an  amount  not-to-exceed  $4,500,000; 
and  increasing  the  contract  duration  by  730  consecutive  calendar  days,  for  a  total  duration  of  1825 
consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  8%  Local  Business  Enterprise 
participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funding  is  available  from  San  Francisco  Public  Utilities  Commission,  Power 
Enterprise  Funds  or  capital  funds  from  other  departments  when  Task  Orders  are  issued;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
39,  Job  Order  Contract,  HVAC  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  American 
Mechanical  Inc.,  increasing  the  contract  by  $1,500,000,  for  a  total  contract  amount  not-to-exceed 
$4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar  days  for  a  total  contract  duration  of 
1825  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  8,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0110 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-499,  Downtown 
District  Sewer  Replacement  and  Pavement  Renovation,  by  the  contractor,  Shaw  Pipelines,  Inc.; 
and 

WHEREAS,  On  August  14,  2012,  by  Resolution  No.  12-0139,  this  Commission  awarded 
Contract  No.  WW-499,  Downtown  District  Sewer  Replacement  and  Pavement  Renovation,  in 
the  amount  of  $2,206,786,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Shaw 
Pipelines,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  October  15, 
2012,  with  an  original  schedule  of  169  consecutive  calendar  days  and  the  contract  work  was 
completed  in  319  consecutive  calendar  days  on  August  29,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,206,786  and  the  original  contract 
duration  was  169  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  approved  for  a  time  extension  of  68  consecutive 
calendar  days  to  allow  for  additional  days  due  to  the  City's  Holiday  construction  moratorium  and 
a  street  closure  at  the  project  location  for  an  Asian  Art  Museum  event  (Resolution  No.  13-0078 
dated  May  28,  2013)  and  increased  the  contract  duration  to  237  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $7,690  due  to  the  redesign  of  curb  ramps 
at  the  northwest  and  southwest  corners  of  Grove  and  Larkin  Streets'  intersection,  for  a  total 
contract  amount  of  $2,214,476;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  ($210,507)  to  account  for 
actual  costs  of  labor  and  materials  required  to  complete  the  contract  work  under  bid  item 
allowances,  decreasing  the  contract  amount  to  $2,003,969,  and  for  a  time  extension  of  82 
consecutive  calendar  days  to  allow  for  additional  time  needed  to  resolve  utility  conflicts 
encountered  during  actual  construction  work  and  increases  the  contract  duration  to  319 
consecutive  calendar  days;  and 

WHEREAS,  The  CMD  determined  that  the  contractor  has  made  a  good  faith  effort  to 
comply  with  the  33.14%  LBE  submitted  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS06,  Downtown 
District  Sewer  Replacement  and  DPW  Project  No.  Project  No.  CPWTRNSR9C38,  Downtown 
District  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Wastewater 
Enterprise,  Renewal  and  Replacement  Program-funded  and  Department  of  Public  Works 
Pavement  Renovation  Program-funded  Contract  No.  WW-499,  Downtown  District  Sewer 
Replacement  and  Pavement  Renovation,  approves  Modification  No.  3  (Final),  decreasing  the 
contract  by  $210,507,  for  a  total  contract  amount  of  $2,003,969,  and  with  a  time  extension  of  82 
consecutive  calendar  days  for  a  total  contract  duration  of  319  consecutive  calendar  days;  and 
authorizes  final  payment  to  the  contractor,  Shaw  Pipelines,  Inc. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  8,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0111 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-507,  Bernal 
Heights/Potrero  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation,  by  the 
contractor,  D'Arcy  &  Harty  Construction;  and 

WHEREAS,  On  June  26,  2012,  by  Resolution  No.  12-0105,  this  Commission  awarded 
Contract  No.  WW-507,  Bernal  Heights/Potrero  Districts  Sewer  Replacement/Rehabilitation  and 
Pavement  Renovation,  in  the  amount  of  $3,029,321,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  D'Arcy  &  Harty  Construction;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  27, 
2012,  with  an  original  schedule  of  252  consecutive  calendar  days  and  the  contract  work  was 
completed  in  248  consecutive  calendar  days  on  May  1,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,029,321  and  the  original  contract 
duration  was  252  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $126,325  to  replace  the  sewer  and  street 
pavement  on  Burrows  Street  from  Mansfield  Street  to  Peru  Avenue  which  was  not  in  the  original 
contract  scope  of  work,  increasing  the  contract  amount  to  $3,155,646,  and  increasing  the  contract 
duration  by  25  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  ($199,240)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  sewer  replacement  work  under  bid  item  allowances, 
decreasing  the  contract  amount  to  $2,956,406;  and 

WHEREAS,  CMD  established  an  18%  Local  Business  Enterprise  goal  for  this  project 
and  the  contractor  exceeded  the  goal  and  met  a  32.35%  LBE  goal;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS 16,  Bernal 
Heights/Potrero  Districts  Sewer  Replacement,  DPW  Project  No.  CPWTRNSR68,  Bernal 
Heights/Potrero  Districts  Pavement  Renovation  and  Recreation  and  Park  Department  Project  No. 
CRPCSPCOM2WP,  3 130V-McLaren  Burrows/Peru  Streets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  D'Arcy  &  Harty 
Construction  for  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program- 
funded,  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  and 
Recreation  and  Park  Department  (RPD)  funded  Contract  No.  WW-507,  Bernal  Heights/Potrero 
Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation,  for  a  total  contract 
amount  of  $2,956,406  (of  which  $1,850,946  is  funded  by  WWE,  $1,064,405  is  funded  by  DPW 
and  $41,055  is  funded  by  RPD),  and  with  a  total  contract  duration  of  248  consecutive  calendar 
days;  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  8,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0112 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  currently  relies  on 
an  antiquated  and  inadequate  communication  system  and  desires  to  upgrade  that  system  in  order 
to  improve  and  to  provide  communication  capabilities  where  none  exists  at  twenty  sites  from 
Calaveras  Substation  to  Moccasin  Peak  to  improve  safety  and  security,  and  to  provide  remote 
valve  control  of  the  San  Joaquin  Pipelines;  and 

WHEREAS,  The  Commission,  at  its  June  10,  2014  hearing  awarded  DB-124,  the  San 
Joaquin  Valley  Communication  System  Upgrade  Project  and  authorized  the  General  Manager  to 
execute  a  DBA  with  Communication  Services,  Inc.,  the  lowest,  qualified,  responsible  and 
responsive  bidder,  under  Resolution  No.  14-009;  and 

WHEREAS,  Three  of  the  twenty  sites  to  be  served  by  the  San  Joaquin  Valley 
Communication  System  Upgrade  Project  are  located  on  premises  not  owned  by  the  SFPUC;  and 

WHEREAS,  Communications  &  Control  Inc.  (C&C),  owns  certain  real  property  known 
as  a  portion  of  Assessor's  Parcel  No.  96-90-5-7,  on  Mt.  Allison  in  Alameda  County,  California 
(the  Mt.  Allison  Premises),  and  leases  from  Robert  LaRue  certain  real  property  known  as  a 
portion  of  Assessor's  Parcel  No.  006-070-021  in  Contra  Costa  County,  California  (the  Livermore 
Hills  Premises);  and 

WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  the  SFPUC,  currently 
leases  space  at  the  Mt.  Allison  site  for  existing  communications  equipment  under  a  lease  that  is 
scheduled  to  expire  on  October  31,  2014,  and  wishes  to  enter  into  a  new  lease  with  C&C  for  the 
expanded  Mt.  Allison  Premises,  for  a  term  of  five  years  with  four  (4)  five-year  renewal  options, 
at  an  initial  annual  rental  rate  of  approximately  $45,000,  with  three  percent  annual  rent  increases; 
and 

WHEREAS,  The  City,  through  the  SFPUC,  currently  occupies  space  at  the  Livermore 
Hills  site  for  existing  communications  equipment  under  a  sublease  with  C&C,  and  wishes  to 
enter  into  an  Amendment  to  that  sublease  for  expanded  premises  and  a  term  of  five  years  with 
four  (4)  five-year  renewal  options,  at  an  initial  annual  rental  rate  of  approximately  $14,900,  with 
three  percent  annual  rent  increases;  and 

WHEREAS,  TriStar  Investors,  Inc.(TriStar)  owns  certain  real  property  known  as  a 
portion  of  Assessor's  Parcel  No.  081-012-004-000,  in  Stanislaus  County,  California  (the 
Modesto  Premises);  and 

WHEREAS,  The  City,  through  the  SFPUC,  wishes  to  enter  into  a  license  agreement  with 
TriStar  for  the  Modesto  Premises,  for  a  term  of  five  years  with  four  (4)  five-year  renewal 
options,  at  an  initial  annual  rental  rate  of  approximately  $18,600,  with  three  percent  annual  rent 
increases;  and 


WHEREAS,  On  June  27,  2013  the  Environmental  Review  Officer  adopted  the  Initial 
Study/Final  Mitigated  Negative  Declaration  (FMND)  for  the  San  Joaquin  Valley  Communication 
System  Upgrade  Project  and  on  July  23,  2013  this  Commission  adopted  the  FMND,  the 
Mitigation  Monitoring  and  Reporting  Program  (MMRP),  and  the  California  Environmental 
Quality  Act  (CEQA)  findings  and  authorized  the  project  to  proceed  as  a  Design-Build  Project 
under  Resolution  No.  13-0057;  and 

WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FMND,  the  findings  contained  in  SFPUC  Resolution  No.  13-0057  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  has  reviewed  and  considered  the  FMND  and  record 
as  a  whole,  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision-making  body  for  the 
action  taken  herein  approving  the  Lease  Agreements  and  incorporates  the  CEQA  findings 
contained  in  Resolution  No.  13-0057  by  this  reference  thereto  as  though  set  forth  in  this 
Resolution;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  finds  that  since  the  FMND  was  finalized, 
there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FMND;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  and  authorizes  the  SFPUC  General  Manager,  following  approval  by  the  Board  of 
Supervisors  and  Mayor,  to  execute  (1)  a  Lease  between  C&C,  as  landlord,  and  the  City,  through 
the  SFPUC,  as  tenant  for  the  Mt.  Allison  Premises  and  (2)  a  Sublease  Amendment  between 
C&C,  as  sublandlord,  and  the  City,  through  the  SFPUC,  as  subtenant,  for  the  Livermore  Hills 
Premises,  and  (3)  a  Lease  by  and  between  TriStar  and  the  City,  through  the  SFPUC,  as  licensee, 
for  the  Modesto  Premises,  on  the  terms  described  above  (together  the  Lease  Agreements),  in 
substantially  the  forms  on  file  with  the  Commission  Secretary;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  enter  into  future  amendments  to  the  Lease 
Agreements  to  expand  the  premises  to  include  additional  SFPUC  communications  antennas  and 
equipment,  as  needed  by  SFPUC,  provided  that  such  amendments  do  not  increase  the  rent  under 
any  one  of  the  Lease  Agreements  by  more  than  twenty  (20%)  percent,  and  to  seek  similar 
authorization  from  the  Board,  if  required;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  enter  into  any  other  amendments  or 
modifications  to  the  Lease  Agreements  that  the  General  Manager  determines,  in  consultation 
with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the 
obligations  or  liabilities  of  the  City  or  materially  diminish  the  benefits  to  the  City,  are  necessary 
or  advisable  to  effectuate  the  purposes  and  intent  of  the  Lease  Agreements  or  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  8,  2014 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0113 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  purchased  real  property  from 
the  Spring  Valley  Water  Company  in  1930  for  the  San  Francisco  Water  Department,  the 
predecessor-in-interest  to  the  San  Francisco  Public  Utilities  Commission  (SFPUC);  and 

WHEREAS,  The  City,  by  and  through  the  SFPUC,  owns  that  certain  real  property 
totaling  approximately  143,352  square  feet,  or  3.29  acres,  comprised  of  San  Francisco  Assessor's 
Block  0046,  Lot  001  and  a  portion  of  Assessor's  Block  0047,  Lot  001,  on  Bay  Street,  between 
Hyde  and  Larkin  Streets  in  San  Francisco  (Francisco  Reservoir  Tract);  and 

WHEREAS,  Pursuant  to  the  City  Charter,  the  SFPUC  has  exclusive  charge  over  the  use 
and  control  of  all  real  property  assets  under  the  SFPUC's  jurisdiction  (Charter  Section  8B.121), 
including  the  Francisco  Reservoir  Tract;  and 

WHEREAS,  The  Commission  may  approve  the  transfer  of  control  over  real  property, 
subject  to  applicable  law,  if  it  determines  that  the  real  property  is  surplus  to  the  needs  of  any 
SFPUC  utility;  and 

WHEREAS,  The  San  Francisco  Recreation  and  Parks  Department  (SFRPD)  seeks  to 
acquire  jurisdiction  over  the  Francisco  Reservoir  Tract  to  design  and  propose  development  of  a 
neighborhood  park;  and 

WHEREAS,  SFRPD  has  not  undertaken  any  planning  or  design  for  such  a  potential  park; 

and 

WHEREAS,  SFPUC  staff,  together  with  SFRPD  staff,  have  negotiated  the  terms  of  a 
Memorandum  of  Understanding  (MOU),  on  file  with  the  SFPUC  Secretary,  which  provides  the 
terms  of  the  proposed  jurisdictional  transfer;  and 

WHEREAS,  The  SFPUC  General  Manager  and  staff  recommend  that  the  Commission 
declare  the  Francisco  Reservoir  Tract  surplus  to  the  SFPUC's  utility  needs  and  transfer 
jurisdiction  over  the  Francisco  Reservoir  Tract  to  SFRPD,  subject  to  the  terms  and  conditions  of 
the  MOU,  as  the  Francisco  Reservoir  Tract  has  remained  unused  since  the  reservoir  was  closed 
in  1940;  and 

WHEREAS,  The  recommendation  of  SFPUC  is  subject  to  the  requirement  under 
applicable  law  that  the  SFPUC  obtain  fair  market  value  for  the  transfer  of  this  real  property  asset 
of  the  SFPUC  Water  Enterprise;  and 

WHEREAS,  The  SFPUC  procured  an  appraisal  for  Francisco  Reservoir  Tract  prepared 
by  Clifford  Associates  dated  September  1,  2013  and  approved  by  the  City's  Director  of  Real 
Property,  in  the  amount  of  $9.9  Million  (Appraisal);  and 

WHEREAS,  The  fair  market  value  of  Francisco  Reservoir  Tract  was  established  based  on 
the  appraised  value  set  forth  in  the  Appraisal;  and 


WHEREAS,  The  MOU  provides  that  SFRPD  shall  pay  the  appraised  fair  market  value  of 
$9.9  Million  to  the  SFPUC  in  installments  over  12  years,  together  with  interest  on  the  unpaid 
principal  balance  and  further  provides  that  SFRPD  shall  take  possession  of  the  Francisco 
Reservoir  Tract  upon  full  approval  of  the  MOU  by  the  Board  of  Supervisors  and  the  Mayor  and 
after  payment  of  the  initial  installment  to  the  SFPUC;  and 

WHEREAS,  On  June  19,  2014_,  the  San  Francisco  Recreation  and  Parks  Commission 
adopted  a  Resolution  authorizing  SFRPD  General  Manager  to  execute  the  MOU,  to  pay  fair 
market  value  for  Francisco  Reservoir  Tract,  and  to  seek  the  jurisdictional  transfer  of  that 
property;  and 

WHEREAS,  The  MOU  provides  that  the  SFPUC  and  SFRPD  will  seek  approval  by  the 
Board  of  Supervisors  and  the  Mayor  of  a  conditional  jurisdictional  transfer  of  Francisco 
Reservoir  Tract,  in  exchange  for  fair  market  value  as  compensation  to  SFPUC  for  its  real 
property  asset,  as  required  by  applicable  law,  and  subject  to  the  terms  of  the  MOU;  and 

WHEREAS,  The  San  Francisco  Planning  Department  determined  by  a  letter  dated  May 
20,  2014  that  acquisition  of  the  subject  property  by  the  San  Francisco  Recreation  and  Park 
Department  is  not  subject  to  the  provisions  of  the  California  Environmental  Quality  Act  (CEQA) 
under  CEQA  Guidelines  Section  15060(c)(2)  because  "the  activity  will  not  result  in  a  direct  or 
reasonably  foreseeable  indirect  physical  change  in  the  environment".  The  Planning  Department 
also  determined  "At  such  time  that  improvements  for  the  site  are  proposed,  these  improvements 
would  be  subject  to  separate  environmental  review  pursuant  to  CEQA";  now,  therefore,  be  it 

RESOLVED,  Pursuant  to  Charter  Section  8.B  121(e),  and  based  upon  the 
recommendation  of  the  SFPUC  General  Manager  and  staff,  the  Commission  declares  that 
Francisco  Reservoir  Tract  as  shown  on  the  Project  Map,  is  surplus  to  the  needs  of  any  utility 
under  SFPUC  jurisdiction,  subject  to  the  terms  of  the  MOU  and  applicable  law;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  taken  by  any  City  official  in  connection  with  the  MOU;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  MOU;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  execute  the  MOU  by  and  between  SFPUC  and  SFRPD,  in  substantially  the  form  on 
file  with  the  SFPUC  Secretary,  and  to  undertake  the  actions  contemplated  therein,  including 
seeking  the  approval  of  the  Mayor  and  Board  of  Supervisors  for  the  conditional  jurisdictional 
transfer  of  Francisco  Reservoir  Tract  to  SFRPD  in  exchange  for  fair  market  value,  and  as 
provided  in  the  MOU;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  SFPUC  General  Manager 
to  enter  into  any  amendments  or  modifications  to  the  MOU,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  SFPUC  or 
materially  diminish  the  benefits  to  the  SFPUC;  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  MOU  or  this  resolution;  and  are  in  compliance  with  all  applicable 
laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  July  8,  2014. 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  July  22,  2014 

As  Amended 

(7-17-14) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood@sfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfgov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)252-3100;  fax  (415)252-3112;  web  site  at 
www.sfgov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.orq/index.aspx?page=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  July  8,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Sewer  Inspection  and  Replacement  Update 

d)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business 

7.  Staff  Presentation  and  Discussion:  Sewer  System  Improvement  Program 
Communications  2013  Annual  Report  (Ellis) 

8.  Report  of  the  General  Manager 

a)  Discussion  Item:  Proposed  Legislation  Sponsored  by  Supervisor  Weiner: 
Administrative  Code  -  Providing  Electric  Power  to  City  Departments  and  New 
Developments  (Kelly) 

b)  Water  Supply  Outlook  (Ritchie) 

9.  BAWSCA  Report  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Approve  Amendment  No.  3  to  Agreement  No.  CS-916,  Peninsula  Region 
Wi       Construction  Management  Services  with  HDR  Engineering,  Inc.,  for  additional 
J^JJ       construction  management  services  associated  with  the  Crystal  Springs/San 
c=>       Andreas  Transmission  Upgrade  project;  and  authorize  the  General  Manager  to 
execute  this  amendment  increasing  the  Agreement  not-to-exceed  amount  by 
$500,000  to  a  total  not-to-exceed  agreement  amount  of  $28,000,000,  with  no 
change  to  the  agreement  duration.  (Cruz) 


b)  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  WW-503,  Richmond  District  Sewer  Replacement  and  Pavement 
^      Renovation  in  the  amount  of  $497,271 ;  and  authorize  the  General  Manager  to 
r-»j      approve  future  modifications  to  the  contract  to  increase  the  contract  amount  up 
^      to  a  maximum  of  $3,875,438,  and  to  extend  the  contract  duration  up  to  a 
^      maximum  of  41 1  consecutive  calendar  days.  The  increased  cost  contingency  is 
*h      needed  for  a  negotiated  contract  claim  settlement  in  the  amount  of  $931 ,013  for 
additional  cost  to  complete  contract  work  due  to  differing  site  conditions. 

(Cruz) 


^  c)  Accept  work  performed  by  Azul  Works  for  Contract  No.  WW-535R,  WWE  Facility 
y-M        Security  Improvement  Contract  1 ,  for  a  total  contract  amount  of  $7,013,126; 
£        Approve  Modification  No.  8  (Final),  to  remove  and  relocate  conduit  and  to 
^         upgrade  camera  wide  area  network  connections,  with  a  time  extension  of  82 
*"*         consecutive  calendar  days,  for  a  total  contract  duration  of  51 0  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Cruz) 

oo 

r-4  d)  Accept  work  performed  by  J.  Flores  Construction,  Inc.  for  Contract  No.  WW-567, 
Z,        As-Needed  Spot  Sewer  Repair,  for  a  total  contract  amount  of  $7,608,979;  and 
-<f        authorize  final  payment  to  the  contractor.  (Cruz) 

H 

REGULAR  CALENDAR 


1 1 .  Authorize  the  General  Manager  to  execute  on  behalf  of  the  City  and  County  of 
~j       San  Francisco,  a  Memorandum  of  Agreement  with  San  Francisco  Unified 
—)       School  District  for  an  amount  not  to  exceed  $140,000,  and  with  a  duration  of 
^       two  years,  which  will  authorize  the  use  of  SFPUC  funding  to  support  Science, 
h       Technology,  Engineering  and  Math  educational  programming.  (Ellis) 

12.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 


1 3.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

<=> 

Existing  Claim 
cr»     Joan  and  Peter  Cuddihy 

2j     City  Attorney  Unlitigated  Claim  Number  14-01848 
Date  Filed:  February  24,  2014 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

18.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

19.  Announcement  following  Closed  Session. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 


21 .  Other  new  business. 
ADJOURNMENT 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Courtney,  Vietor,  Moran,  and  Torres 
Excused:  Caen 

3.  Approval  of  the  Minutes  of  July  8.  2014 
On  Motion 

Ayes:  Courtney,  Vietor,  Moran  and  Torres 

Public  Comment 

None. 

President  Courtney  called  Item  8a  out  of  order.  General  Manager  (GM)  Kelly,  Jr., 
provided  a  brief  background  on  legislation  introduced  by  Supervisor  Scott  Weiner. 

8.  Report  of  the  General  Manager 

a)  Discussion  Item:  Proposed  Legislation  Sponsored  by  Supervisor  Weiner: 
Administrative  Code  -  Providing  Electric  Power  to  City  Departments  and  New 
Developments 

Supervisor  Weiner  thanked  the  GM  and  staff  for  their  assistance.  He  briefly 
discussed  the  legislation  that  he  and  Supervisor  Breed  are  sponsoring,  which  will 
help  the  SFPUC  address  the  lack  of  retail  customers.  He  noted  the  ordinance  will 
provide  the  SFPUC  with  the  first  right  of  refusal  to  be  the  power  provider  for  new 
developments  in  San  Francisco.  He  stated  that  discussions  continue  with  staff 
regarding  language  for  the  legislation. 

Commissioner  Torres  thanked  Supervisor  Weiner  for  his  assistance.  Brief  discussion 
ensued  regarding  the  type  and  scale  of  developments  that  will  be  included  in  the 
legislation.  GM  Kelly  stated  that  work  continues  with  the  Supervisor  on  details. 

Commissioner  Vietor  asked  how  the  legislation  fits  into  CCA.  Supervisor  Weiner 
stated  that  it  is  not  mutually  exclusive  and  the  legislation  does  not  impact  CCA. 

Public  Comment 

Mr.  Francisco  DaCosta  stated  that  a  needs  assessment  should  be  done  before  the 
legislation  is  passed. 

President  Courtney  suspended  Item  8. 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  spoke  on  the  water  break  at  Union  Square  and  stated 
that  city  agencies  need  to  work  closely  with  contractors  who  are  working  near 
water  pipes.  He  expressed  comments  on  the  drought  and  water  consumption. 
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5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Sewer  Inspection  and  Replacement  Update 

d)  Water  Supply  Agreement  Update 

Public  Comment 
None. 

6.  Other  Commission  Business 
None. 

7.  Staff  Presentation  and  Discussion:  Sewer  System  Improvement  Program 
Communications  2013  Annual  Report 

Ms.  Juliet  Ellis,  Assistant  General  Manager  (AGM),  External  Affairs,  introduced  the 
item.  She  then  introduced  Ms.  Maureen  Barry,  Coordinator  of  Citizen  Involvement. 

Ms.  Barry  discussed  communications  efforts,  describing:  2013  Main  Outreach 
Efforts;  Principles  of  Engagement;  Traditional  and  Innovative  Engagement;  2013 
Outreach  map;  Building  a  following;  and  the  "Learn  About  Me"  Campaign.  Ms.  Barry 
concluded  by  providing  a  review  of  partnerships  and  various  projects,  noting  the 
importance  of  education.  She  stated  that  the  goal  is  to  build  relationships  and 
support  for  the  project,  and  that  outreach  efforts  will  continue. 

President  Courtney  asked  that  staff  explain  the  difference  between  the  types  of 
partnerships  -  public  entities  versus  private  entities  -  and  the  work,  opportunities, 
and  responsibilities  of  each,  which  AGM  Ellis  provided.  Brief  discussion  ensued. 

Mr.  Tyrone  Jue,  Communications  Director,  continued,  discussing  communications 
and  outreach  efforts.  He  thanked  staff  for  their  work  and  the  Commission  and 
management  for  their  support. 

GM  Kelly  provided  closing  comments,  noting  the  SFPUC's  efforts  are  highly  visible 
and  provide  the  opportunity  to  educate  and  engage  the  public. 

Commissioner  Vietor  departed  the  meeting  at  2:30  PM. 

Public  Comment 

•  Mr.  Francisco  DaCosta  spoke  on  the  SSIP  Task  Force  and  media  techniques. 

8.  Report  of  the  General  Manager 
b)  Water  Supply  Outlook 

GM  Kelly  introduced  the  item  noting  recent  actions  taken  by  the  State  Water 
Resources  Control  Board  in  adopting  new  emergency  water  regulations. 
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Steve  Ritchie,  AGM  Water,  provided  an  update  on  the  Water  Supply.  He  noted 
total  reservoir  storage  is  at  63  percent  of  maximum  and  that  the  water  bank  is 
working.  He  discussed  reservoir  storage  levels,  cumulative  precipitation,  and 
snowpack  levels.  He  reviewed  total  deliveries,  total  system  water  savings,  water 
conservation  efforts  report,  and  management  actions. 

AGM  Ritchie  stated  that  on  July  15th  the  Water  Resources  Control  Board  adopted 
emergency  water  regulations  that  include  four  water  waste  prohibitions,  which  he 
briefly  discussed.  He  noted  possible  SFPUC  actions  in  response  to  the 
regulations,  stating  a  recommendation  will  be  presented  to  the  Commission  for 
consideration  at  the  August  12,  2014  meeting.  He  concluded  by  noting  other 
actions  being  taken  in  response  to  the  regulations. 

GM  Kelly  asked  Mr.  Rydstrom,  AGM  Business  Services  and  CFO,  to  provide  a 
brief  status  update  on  the  budget. 

Public  Comment 

None. 

9.  BAWSCA  Report 

Ms.  Nicole  Sandkulla,  BAWSCA,  stated  their  pilot  water  transfer  program  with  the 
City  ofHayward  and  EBMUD  will  be  brought  before  the  BAWSCA  Board  for 
consideration  in  January  2015.  She  indicated  that  discussions  on  a  similar  transfer 
program  are  being  held  with  Santa  Clara  Valley  Water  District. 

Ms.  Sandkulla  discussed  the  Regional  Demand  and  Conservation  Project,  noting  it 
is  complete,  and  discussing  next  steps.  She  briefly  noted  results  of  the  study. 

Ms.  Sandkulla  responded  to  a  question  from  Commissioner  Moran  about  total 
demand  numbers. 

Public  Comment 

None. 

10.  Consent  Calendar 

a)  Approve  Amendment  No.  3  to  Agreement  No.  CS-916.  Peninsula  Region 
Construction  Management  Services  with  HDR  Engineering,  Inc.,  for  additional 
construction  management  services  associated  with  the  Crystal  Springs/San 
Andreas  Transmission  Upgrade  project;  and  authorize  the  General  Manager  to 
execute  this  amendment  increasing  the  Agreement  not-to-exceed  amount  by 
$500,000  to  a  total  not-to-exceed  agreement  amount  of  $28,000,000,  with  no 
change  to  the  agreement  duration.  (Resolution  14-0115) 

b)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-503.  Richmond  District  Sewer  Replacement  and  Pavement  Renovation 
in  the  amount  of  $497,271 ;  and  authorize  the  General  Manager  to  approve  future 
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modifications  to  the  contract  to  increase  the  contract  amount  up  to  a  maximum  of 
$3,875,438,  and  to  extend  the  contract  duration  up  to  a  maximum  of  41 1 
consecutive  calendar  days.  The  increased  cost  contingency  is  needed  for  a 
negotiated  contract  claim  settlement  in  the  amount  of  $931 ,013  for  additional  cost 
to  complete  contract  work  due  to  differing  site  conditions.  (Resolution  14-01 16) 

c)  Accept  work  performed  by  Azul  Works  for  Contract  No.  WW-535R,  WWE  Facility 
Security  Improvement  Contract  1 ,  for  a  total  contract  amount  of  $7,01 3, 1 26; 
Approve  Modification  No.  8  (Final),  to  remove  and  relocate  conduit  and  to 
upgrade  camera  wide  area  network  connections,  with  a  time  extension  of  82 
consecutive  calendar  days,  for  a  total  contract  duration  of  510  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution  14- 
0117) 

d)  Accept  work  performed  by  J.  Flores  Construction,  Inc.  for  Contract  No.  WW-567, 
As-Needed  Spot  Sewer  Repair,  for  a  total  contract  amount  of  $7,608,979;  and 
authorize  final  payment  to  the  contractor.  (Resolution  14-01 18) 

On  Motion 

Ayes:  Courtney,  Moran  and  Torres 

Public  Comment 
None. 

11.  Authorize  the  General  Manager  to  execute  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  Memorandum  of  Agreement  with  San  Francisco  Unified  School 
District  for  an  amount  not  to  exceed  $140,000,  and  with  a  duration  of  two  years, 
which  will  authorize  the  use  of  SFPUC  funding  to  support  Science,  Technology, 
Engineering  and  Math  educational  programming.  (Resolution  14-01 19) 

AGM  Ellis  introduced  the  item,  noting  that  it  offers  professional  development  to 
teachers  tied  to  SFPUC  literacy  goals,  and  replaces  MOA  that  is  expiring. 

AGM  Ellis  responded  to  a  question  from  President  Courtney  on  the  Drink  Tap 
stations  in  schools.  She  indicated  a  written  update  will  be  provided  to  the 
Commission. 

On  Motion 

Ayes:  Courtney,  Moran  and  Torres 

Public  Comment 

Ms.  Hydra  Mendoza,  SFUSD  Board  of  Education,  thanked  the  Commission  for  their 
support. 

President  Courtney  thanked  Ms.  Mendoza  for  her  work. 

12.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 
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13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion 

Ayes:  Courtney,  Moran  and  Torres 
CLOSED  SESSION 

The  Commission  entered  closed  session  at  3:11  PM. 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
^  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Claim 

Joan  and  Peter  Cuddihy 

City  Attorney  Unlitigated  Claim  Number  14-01848  /  Date  Filed:  February  24  2014 

(Resolution  14-0120) 

1 5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 
City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 
City  Attorney  File  No.  0000657  /  Date  Filed  March  6,  2013:  Served  June  6,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

Existing  Litigation: 
City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657  /  Date  Filed  June  6,  2013 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

Existing  Litigation: 
Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 
Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 
Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

1 8.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  closed  session  at  3:24  PM. 
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19.  Announcement  following  Closed  Session. 

President  Courtney  announced  that  a  settlement  was  reached  on  item  14  and  that 
no  other  action  was  taken. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion 

Ayes:  Courtney,  Moran  and  Torres 

21.  Other  new  business. 
None. 

President  Courtney  adjourned  the  meeting  at  3:25  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0115 


WHEREAS,  On  August  11,  2009,  pursuant  to  Resolution  No.  09-0142,  this  Commission  awarded 
Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded  Agreement  No.  CS-916, 
Peninsula  Construction  Management  Services,  and  authorized  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement,  in  the 
amount  of  $22,000,000,  and  with  a  term  of  four  (4)  years,  seven  (7)  months,  concluding  on  June  29,  2014 
with  HDR  Engineering,  Inc.;  and 

WHEREAS,  On  October  20,  2009  pursuant  to  Resolution  No.  405-09,  the  San  Francisco  Board  of 
Supervisors  approved  Agreement  No.  CS-916;  and 

WHEREAS,  Amendment  No.  1  was  approved  on  November  9,  2010  per  Resolution  No.  10-0198 
for  $4,000,000  for  additional  Construction  Management  Services  associated  with  Bioregional  Habitat 
Restoration  sites  in  the  WSIP  Peninsula  Region;  increasing  the  total  not-to-exceed  agreement  amount  to 
$26,000,000,  with  no  change  to  the  Agreement  duration;  and 

WHEREAS,  On  December  14,  2010  pursuant  to  Resolution  No.  598-10,  the  San  Francisco  Board 
of  Supervisors  approved  Amendment  No.  1  to  Agreement  No.  CS-916;  and 

WHEREAS,  Amendment  No.  2  was  approved  on  December  10,  2013  per  Resolution  13-0179  for 
$1,500,000  for  additional  Construction  Management  Services  associated  with  the  Crystal  Springs  /  San 
Andreas  (CSSA)  Transmission  Upgrade  Project,  increasing  the  total  not-to-exceed  agreement  amount  of 
$27,500,000  and  extending  the  Agreement  duration  by  six  (6)  months,  for  a  total  Agreement  of  five  (5) 
years  and  one  (1)  month;  and 

WHEREAS,  On  February  26,  2014  pursuant  to  Resolution  No.  63-14,  the  San  Francisco  Board  of 
Supervisors  approved  Amendment  No.  2  to  Agreement  No.  CS-916;  and 

WHEREAS,  The  construction  phase  of  the  CSSA  Transmission  Upgrade  project  is  forecasted  to 
extend  to  December  31,  2014;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  to  increase  the  Agreement  not-to-exceed 
amount  up  to  $500,000  to  provide  continued  construction  management  services  during  the  construction 
phase  of  the  CSSA  Transmission  Upgrade  project,  increasing  the  total  not-to-exceed  Agreement  amount 
to  $28,000,000;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
participation  goal  of  17.9%  and  that  goal  will  remain  unchanged;  and 

WHEREAS,  Funds  for  this  Agreement  and  Modification  are  available  from  WSIP  regional 
projects  within  the  program's  Peninsula  Region;  now,  therefore,  be  it, 


RESOLVED,  That  this  Commission  hereby  approves  Water  Enterprise,  WS IP- funded 
Amendment  No.  3  to  Agreement  No.  CS-916,  Peninsula  Construction  Management  Services  with  HDR 
Engineering,  Inc.  for  continued  construction  management  services  associated  with  the  CSSA 
Transmission  Upgrade  project;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  execute  this  Amendment,  increasing  the  Agreement  not-to-exceed  amount  up  to  $500,000 
for  a  total  Agreement  not-to-exceed  amount  of  $28,000,000. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  22,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0116 


WHEREAS,  On  April  24,  2012,  per  Resolution  No.  12-0059,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded 
and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No. 
WW-503,  Richmond  District  Sewer  Replacement  and  Pavement  Renovation,  to  Synergy  Project 
Management;  and 

WHEREAS,  The  construction  contract  Notice-To- Proceed  date  was  July  9,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,944,425  and  the  original  contract 
duration  was  250  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  and  any  cumulative 
extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Synergy  Project  Management  submitted  a  contract  claim  seeking  additional 
compensation  and  time  required, to  complete  contract  work  due  to  alleged  differing  site 
conditions;  and 

WHEREAS,  The  parties  have  negotiated  a  pending  change  order  to  increase  the  contract 
sum  by  $931,013.63  and  extend  the  contract  time  by  161  calendar  days  to  resolve  the  contract 
claim;  and 

WHEREAS,  This  pending  change  order  would  exceed  the  pre-approved  10% 
construction  cost  contingency  of  $294,443  and  the  pre-approved  10%  duration  contingency  of  25 
days;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $139,299.20 
and  authority  to  approve  time  extension  of  up  to  161  additional  calendar  days  was  approved 
(Resolution  14-0047)  on  March  25,  2014;  and 

WHEREAS,  An  additional  increase  in  the  contract  cost  contingency  in  the  amount  of 
$497,271.43  is  requested,  subject  to  the  General  Manager's  subsequent  authorization  of 
modifications,  if  appropriate;  and 

WHEREAS,  On  February  29,  2012,  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
Bureau  of  Environmental  Management,  the  Richmond  District  Sewer  Replacement  and 
Pavement  Renovation  project  was  determined  to  be  statutorily  exempt  under  Public  Resources 
Code  Section  21080.21;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  14%  for  this  construction  contract  and  the  contractor, 
Synergy  Project  Management,  committed  to  14.2%  LBE  participation  in  its  bid  submittal.;  and 


WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS12,  Richmond 
District  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR73,  Richmond  District  Pavement 
Renovation,  and  any  increased  costs  will  be  allocated  between  SFPUC  and  DPW  as  appropriate; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  additional  increase  to  the 
approved  contract  cost  contingency  in  the  amount  of  $497,271.43,  for  WWE  R&R  Program- 
funded  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-503,  Richmond 
District  Sewer  Replacement  and  Pavement  Renovation,  with  Synergy  Project  Management;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider  and,  if  appropriate,  approve  future  modifications  to  the  maximum  contract  amount 
not  to  exceed  $3,875,438.63  and  to  the  contract  duration  for  up  to  41 1  consecutive  calendar  days, 
if  appropriate. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  22,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0117 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)-Capital 
Improvement  Program  (ClP)-funded  Contract  No.  WW-535R,  WWE  Facility  Security  Improvement 
Contract  1,  by  the  contractor,  Azul  Works;  and 

WHEREAS,  On  August  14,  2012,  by  Resolution  No.  12-0142,  this  Commission  awarded  Contract 
No.  WW-535R,  Wastewater  Enterprise  Facility  Security  Improvement  Contract  1,  in  the  amount  of 
$6,378,218,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Azul  Works;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  9,  2012,  with  an 
original  schedule  of  395  consecutive  calendar  days  and  the  contract  work  was  completed  in  510  consecutive 
calendar  days  on  March  3,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $6,378,218  and  the  original  contract  duration  was 
395  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  to  7  were  issued  for  $569,792  to  provide  the  Southeast  and  the 
Oceanside  Water  Pollution  Control  Plants,  uninterruptable  power  supplies  with  conduit  and  wiring,  wireless 
upgrades,  modifications  to  gates  and  fiber  pathways,  demolition  and  removal  of  existing  perimeter  fence; 
credit  for  a  Wests ide  Pump  station  scope  change  and  installation  of  wide  area  network  (WAN)  and  cameras, 
increasing  the  contract  amount  by  $569,792  for  a  total  contract  amount  of  $6,948,010;  and  extending  the 
contract  duration  by  33  consecutive  calendar  days  for  a  total  contract  duration  of  428  consecutive  calendar 
days;  and 

WHEREAS,  Modification  No.  8  is  being  requested  for  $65,116  to  remove  and  relocate  conduit  and 
to  upgrade  camera  WAN  connections,  and  will  increase  the  total  contract  amount  to  $7,013,126  and 
increase  the  contract  duration  by  82  consecutive  calendar  days,  for  a  total  contract  duration  of  510 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor  exceeded  the 
9%  Local  Business  Enterprise  (LBE)  subcontracting  goal  for  this  contract  by  achieving  16.3%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC36  -  Wastewater  Facility  Security 
Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  CIP  -funded 
Contract  No.  WW-535R,  WWE  Facility  Security  Improvement  Contract  1,  approves  Modification  No.  8 
(Final),  increasing  the  contract  by  $65,116,  for  a  total  contract  amount  of  $7,013,126,  and  with  a  time 
extension  of  82  consecutive  calendar  days  for  a  total  contract  duration  of  510  consecutive  calendar  days; 
and  authorizes  final  payment  to  the  contractor,  Azul  Works. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  22,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0118 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-567,  As-Needed  Spot 
Sewer  Repair,  by  the  contractor,  J.  Flores  Construction,  Inc.;  and 

WHEREAS,  On  May  28,  2013,  by  Resolution  No.  13-0084,  this  Commission  awarded 
Contract  No.  WW-567,  As-Needed  Spot  Sewer  Repair,  in  the  amount  of  $6,944,815,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  J.  Flores  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  August  26, 
2013,  with  an  original  schedule  of  395  consecutive  calendar  days  and  the  contract  work  was 
completed  in  159  consecutive  calendar  days  on  January  31,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $6,944,8 15and  the  original  contract 
duration  was  395  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $664,164  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  sewer  replacement  work  under  bid  item  allowances, 
increasing  the  contract  amount  to  $7,608,979;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  has  made 
a  good  faith  effort  to  comply  with  the  10.44%  Local  Business  Enterprise  submitted  for  this 
contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS67,  Spot  Sewer  Repair; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J.  Flores 
Construction,  Inc.  for  WWE,  R&R  Program-funded  Contract  No.  WW-567,  As-Needed  Spot 
Sewer  Repair,  for  a  total  contract  amount  of  $7,608,979  and  with  a  total  contract  duration  of  159 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  22,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0119 


WHEREAS,  The  San  Francisco  Unified  School  District  (SFUSD)  desires  to  raise  the 
awareness  of  teachers,  students,  and  families  by  providing  San  Francisco  public  school  teachers 
with  an  interdisciplinary  methodology  related  to  Science,  Technology,  Engineering  and  Math 
(STEM)  topics  including  water  conservation,  energy  efficiency  and  conservation,  renewable 
energy,  watershed  stewardship,  wastewater  and  stormwater  pollution  prevention;  and 

WHEREAS,  The  SFUSD  STEM  Department  provides  professional  development  for 
teachers,  materials  for  classrooms  that  enable  students  to  participate  in  hands-on  learning,  and 
engage  in  STEM  Career  and  College  preparedness  opportunities  for  students  and  families  that 
are  aligned  with  SFUSD  Policies,  California  Common  Core  State  Standards  and  Next  Generation 
Science  Standards  ("Standards");  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  as  the  City's 
provider  of  water,  power  and  sewer  services,  has  a  goal  of  investing  in  the  next  generation  of 
environmental  stewards,  helping  those  students  to  prepare  for  careers  in  STEM  fields,  including 
those  fields  that  comprise  the  workforce  of  the  SFPUC;  and 

WHEREAS,  Educating  students  and  their  parents  or  guardians  about  water  conservation, 
energy  efficiency  and  conservation,  renewable  energy  generation,  watershed  stewardship,  water 
pollution  and  storm  water  pollution  prevention,  furthers  all  of  these  goals;  and 

WHEREAS,  The  SFUSD  has  established  STEM  educational  programs  at  San  Francisco 
schools,  and  is  willing  to  accept  funding  from  the  SFPUC  for  the  purpose  of  refining  and 
implementing  SFUSD's  STEM  education  programs  with  respect  to  water  conservation,  energy 
efficiency  and  conservation,  renewable  energy  generation,  watershed  stewardship,  water 
pollution  and  stormwater  pollution  prevention;  and 

WHEREAS,  The  SFUSD  desires  to  enter  into  this  Memorandum  of  Agreement  (MOA) 
to  authorize  the  use  of  SFPUC  funding  to  achieve  the  SFPUC  s  goals  and  objectives  regarding 
water  conservation,  energy  efficiency  and  conservation,  renewable  energy  generation,  watershed 
stewardship,  water  pollution  and  storm  water  pollution  prevention;  and 

WHEREAS,  Under  the  Delegation  Agreement  with  the  San  Francisco  Planning 
Department,  the  SFPUC  Bureau  of  Environmental  Management  has  determined  adoption  of  this 
Resolution  does  not  constitute  a  "project"  under  California  Environmental  Quality  Act 
Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the  environment;  and 


WHEREAS,  The  estimated  cost  of  services  is  $140,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  August  2014  and  end  in  June  2016  and 
the  total  duration  of  this  agreement  is  two  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  Water,  Power  and  Wastewater  Enterprises  and  the  External  Affairs  Bureau.; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  a  MOA  with  SFUSD  for  an  amount  not-to-exceed  $140,000,  and  with  a  total 
duration  of  two  years. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  22,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  M-0I2Q  


WHEREAS,  On  July  22,  2014,  the  San  Francisco  Public  Utilities  Commission 
met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated  Claim  of  Joan 
and  Peter  Cuddihy  ("Claimants"),  arising  from  an  incident  on  February  27,  2013,  when 
a  16"  water  transmission  pipeline,  located  between  West  Portal  Avenue  and  Wawona 
Street,  ruptured  in  front  of  2733  1 5th  Avenue;  and 

WHEREAS,  Claimants  have  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $74,951 .53  from  the  City  to  the  Claimants;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimants 
have  agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify 
the  City  for  all  third-party  claims  involving  Claimants  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimants  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $74,951 .53,  on  the  terms  set  forth  in 
the  Full  and  Final  Release  for  Claim  No.  14-01848  on  file  with  the  Commission 
Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  22,  2014. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
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Services  of  the  San  Francisco  Public  Utilities  Commission 
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Francesca  Vietor 
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Art  Torres 
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General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfvvater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id-22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood@sfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 


2.  Roll  Call 


3.  Approval  of  the  Minutes  of  July  22,  2014 


4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  Citywide  Construction  Audit:  Adopting  Leading  Practices  Could  Improve 
the  City's  Construction  Contractor  Bid  Pool 

ii.  SFPUC:  Results  of  CY  201 3  Controller's  Office  Post  Audit  &  Continuous 
Monitoring  Program 

d)  Quarterly  Budget  Status  Report 

e)  Street  Light  Program  Update 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

j)    Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

6.  Other  Commission  Business 


7.  Report  of  the  General  Manager 

a)  Rim  Fire  Recovery  Update  (Carlin/Rydstrom) 

b)  Water  System  Improvement  Program  Quarterly  Update  (Wade) 

c)  Water  Supply  Outlook  (Ritchie) 

8.  Southeast  Plant  Biosolids  Digesters  Facilities  Project  Update  (Cruz) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  Amendment  No.  1  to  Contract  No.  CS-245,  Technical  Support 
Services,  HHWP,  North  American  Electrical  Reliability  Corporation  Regulatory 
(NERC)  Standards  -  Critical  Infrastructure  Protection,  with  Grid  Subject  Matter 
Experts,  LLC,  to  provide  the  HHWP  Division  with  NERC  audit  and  compliance 
consulting  as  it  relates  to  Federal  Energy  Regulatory  Commission  Order  No.'s  693 
and  706;  and  authorize  the  General  Manager  to  execute  this  amendment, 
increasing  the  agreement  by  $2,000,000,  for  a  total  not-to-exceed  agreement 
amount  of  $3,500,000,  with  no  time  extension.  (Ritchie) 

b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-941,  Job  Order  Contract 
co       Implementation  Services,  to  provide  a  SFPUC  customized  job  order  contracting 

system  with  The  Gordian  Group;  and  authorize  the  General  Manager  to  negotiate 
and  execute  an  amendment  for  a  time  extension  up  to  one  year,  for  a  total 
agreement  duration  of  seven  years,  with  no  change  to  the  contract  amount. 

(Cruz) 


c)  Adopt  required  California  Environmental  Quality  Act  Findings;  Approve  the 

plans  and  specifications,  and  award  Contract  No.  WD-2686,  Auxiliary  Water 
2        Supply  System  (AWSS)  Pumping  Station  No.  1  Improvements  (2014),  in  the 
-vF        amount  of  $7,847,000,  to  the  lowest,  qualified,  responsible  and  responsive 
1        bidder,  NTK  Construction,  Inc.,  to  construct  various  structural,  architectural, 

mechanical,  electrical,  and  instrumentation  &  control  system  improvements  at  the 
AWSS  Pumping  Station  No.  1  facility.  This  would  be  the  Approval  Action  for 
purposes  of  Administrative  Code  Chapter  31 .  (Cruz) 


cvj    d)  Accept  work  performed  by  Harty  Pipelines  for  Contract  No.  WW-551 ,  1 8th/1 9th/ 
Carolina/Connecticut/Indiana/Minnesota/  Texas  and  Wisconsin  Streets  Sewer 
Replacement,  for  a  total  contract  amount  of  $2,322,313  and  with  a  total 
contract  duration  of  222  consecutive  calendar  days;  and  authorize  final  payment 
to  the  contractor.  (Moala) 

e)  Accept  work  performed  by  Shaw  Pipeline  Inc.  for  Contract  No.  WW-442,  Mason 
&  Powell  Streets  Sewer  System  Improvement  and  Pavement  Renovation; 
^      approve  Modification  No.  2  (Final),  decreasing  the  contract  by  $152,395,  for  a 
▼h      total  contract  amount  of  $4,91 3,41 2,  and  with  a  time  extension  of  31 
^      consecutive  calendar  days,  for  a  total  contract  duration  of  361  consecutive 
,_h      calendar  days;  and  authorize  final  payment  to  the  contractor.  (Moala) 


REGULAR  CALENDAR 


49.  Authorize  the  General  Manager  to  impose  mandatory  restrictions,  as  required 
^  pursuant  to  the  State  Water  Resources  Control  Board's  Emergency  Regulations, 
o  on  outdoor  irrigation  by  reducing  all  outdoor  irrigation  of  ornamental 

landscapes  or  turf  with  potable  water  by  retail  customers  by  at  least  10%; 
^  and  presentation  and  discussion  of  proposed  excessive  use  charges 

applicable  to  the  approximately  1600  retail  potable  water  irrigation  accounts,  for 
Commission  action  at  the  August  26,  2014  meeting.  (Ritchie) 

1 1 .  Approve  Project  No.  CUW30103  Regional  Groundwater  Storage  and  Recovery 
Project;  Adopt  the  required  California  Environmental  Quality  Act  Findings,  including 
^  a  Statement  of  Overriding  Considerations,  and  the  Mitigation  Monitoring  and 
h  Reporting  Program;  and  authorize  the  General  Manager  to  implement  the 
<=>  Project,  and  subject  to  Board  of  Supervisors  approval  where  required,  including  the 
^  following: 

a.  In  compliance  with  Government  Code  Section  7260  et  seq.,  undertake  the 
process  for  possible  acquisition  and  condemnation  if  necessary,  for  an 
estimated  combined  purchase  price  not  to  exceed  $1 ,500,000,  of  interests 
(temporary  or  permanent)  in  real  property  located  in  San  Mateo  County,  as 
follows:  (1)  Assessor's  Parcel  #  002-410-050  in  Daly  City,  owned  by  Lake 
Merced  Golf  and  Country  Club,  (2)  Assessor's  Parcels  #  002-072-240,  -250 
and  002-201-650  in  Daly  City,  owned  by  West  Lake  Associates/John  Daly  Blvd 
Assoc.,  (3)  Assessor's  Parcels  #006-1 1 1-540  and  006-1 1 1-460  in  Daly  City, 
owned  by  Jefferson  Elementary  School  District,  (4)  Assessor's  Parcel  #  008- 
421-120  in  Colma,  owned  by  TSE  Serramonte  L.P.,  and  leased  by  Kohl's 
Department  Stores,  (5)  Assessor's  Parcels  (unknown)  for  property  owned  by 
BART/SAMTRANS  in  South  San  Francisco,  (6)  Assessor's  Parcel  #  010-212- 
100  in  South  San  Francisco,  owned  by  Costco  Wholesale  Corporation,  (7) 
Assessor's  Parcel  #  093-331-080  in  South  San  Francisco,  owned  by  the  City  of 
South  San  Francisco,  (8)  Assessor's  Parcel  #  010-292-210  in  South  San 
Francisco,  owned  by  Kaiser  Foundation  Hospitals,  (9)  Assessor's  Parcel  #  093- 
220-010  in  Millbrae,  owned  by  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  leased  by  OSH/Lowes  Corporation,  and  (10)  Assessor's  Parcel  # 
014-320-010  in  San  Bruno,  owned  by  the  U.S.A. 

b.  Negotiate  and  execute  Memoranda  of  Agreement  with  the  City  of  South  San 
Francisco,  Town  of  Colma,  Lake  Merced  Golf  Club,  and  Jefferson  Elementary 
School  District  regarding  construction  and  operation  of  Project  well  facilities  on 
their  respective  properties. 

c.  Negotiate  and  execute  an  Operating  Agreement  with  the  City  of  Daly  City,  the 
City  of  San  Bruno,  and  California  Water  Service  Company. 

d.  Negotiate  and  execute  Mitigation  Agreements  with  Cypress  Lawn  Memorial 
Park  Cemetery;  Eternal  Home  Cemetery;  Hills  of  Eternity/Home  of  Peace/ 


Salem  Cemeteries;  Holy  Cross  Catholic  Cemetery;  Italian  Cemetery;  Olivet 
Cemetery;  and  Woodlawn  Cemetery  in  Colma,  and  the  California  Golf  Club  in 
South  San  Francisco,  and  to  seek  Board  of  Supervisors  approval  of  the 
Mitigation  Agreements  under  Charter  section  9.118. 

e.  Negotiate  and  execute  an  amendment  to  the  2009  Water  Supply  Agreement 
with  the  SFPUC's  wholesale  water  customers  regarding  the  delivery  of 
replacement  water  from  the  Regional  Water  System  as  an  interim  mitigation 
action  to  irrigators  overlying  the  South  Westside  Basin. 

f.  Negotiate  and  execute  a  wheeling  agreement  with  California  Water  Service 
Company  for  the  delivery  of  replacement  water  to  irrigators  overlying  the  South 
Westside  Basin  as  an  interim  mitigation  action. 

g.  Obtain  permits  or  approvals  from  State  regulatory  agencies,  including  but  not 
limited  to:  California  Department  of  Public  Health,  Regional  Water  Quality 
Control  Board,  State  Water  Resources  Control  Board,  Bay  Area  Air  Quality 
Management  District,  State  Historic  Preservation  Officer,  and  California 
Department  of  Fish  and  Wildlife. 

h.  Obtain  additional  permits  or  approvals  as  needed,  including  without  limitation, 
from  the  California  Department  of  Transportation;  County  of  San  Mateo;  Town 
of  Colma;  and  cities  of  Daly  City,  Millbrae,  San  Bruno,  and  South  San 
Francisco. 

Implementation  actions  will  include  advertising  for  construction  bids  for  the  Project. 
However,  the  Commission  will  consider  award  of  the  construction  contracts  at  a 
future  public  meeting.  (Wade) 

12.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657  /  Date  Filed:  March  6,  2013:  Served  June  6,  2013 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657  /  Date  Filed:  June  6,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
^       54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

r\j  (Milstein) 
^    Existing  Litigation: 

<j»  Justin  Neisuler  v.  City  and  County  of  San  Francisco,  et  al 
*h    San  Francisco  Superior  Court  Case  No.:  CGC-1 2-526598 

City  Attorney  File  No.:  130668  /  Date  Filed:  December  4,  2012 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Milstein) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Sunol  Valley  Golf  and  Recreation  Company 

Alameda  Superior  Court  Case  No.:  RG14729649 

City  Attorney  File  No.:  131321  /  Date  Filed:  June  18,  2014 

19.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

20.  Announcement  following  Closed  Session. 

21 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

22.  Other  new  business. 


ADJOURNMENT 


San  Francisco 

W3t©T  POWGT  S 


Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARING  Tuesday,  August  26,  2014-  1 :30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  San  Francisco  Public  Utilities  Commission,  the 
governing  board  of  the  publicly  owned  utility  operations  of  the  City  and  County 
of  San  Francisco>Public  hearing,  discussion,  and  possible  action  to  adopt  a 
schedule  of  rates,  fees  and  charges  for  excessive  use  of  water  on  ornamental 
landscaping  and  turf,  applicable  only  to  approximately  1600  potable  water 
irrigation  account  holders.  The  detailed  agenda  and  related  files  will  be 
available  at  least  72  hours  before  the  scheduled  meetings  at  the  SFPUC 
website  www.sfwater.org.  or  by  calling  (415)  554-3165. 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


Minutes 
Tuesday,  August  12,  2014 

As  Approved  on  August  26,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www. sfvvater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Courtney,  Caen,  and  Torres 
Excused:  Moran 

3.  Approval  of  the  Minutes  of  July  22.  2014 

On  Motion: 

Ayes:  Courtney,  Caen,  and  Torres 

4.  Public  Comments 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  Citvwide  Construction  Audit:  Adopting  Leading  Practices  Could  Improve 
the  City's  Construction  Contractor  Bid  Pool 

ii.  SFPUC:  Results  of  CY  2013  Controller's  Office  Post  Audit  &  Continuous 
Monitoring  Program 

d)  Quarterly  Budget  Status  Report 

e)  Street  Light  Program  Update 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

j)    Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

Public  Comment 
None. 

6.  Other  Commission  Business 

President  Courtney  requested  a  memo  with  information  regarding  the  installation  of 
solar  panels  on  City  Hall,  detailing  who  will  be  overseeing  the  project,  and  indicating 
if  public  or  private  employees  will  be  conducting  the  work.  Additionally,  he  requested 
a  breakdown  by  hour  and  trade  of  the  solar  panel  installation  work  on  Davies 
Symphony  Hall  and  similar  projects. 

Additionally,  he  requested  that  an  item  regarding  potential  SFPUC  programming  for 
the  Glen  Eagle  Golf  Course  be  placed  on  an  upcoming  agenda. 

Public  Comment 
None. 
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Commissioner  Vietor  arrived  at  1:40  PM. 

7.  Report  of  the  General  Manager 

a)  Rim  Fire  Recovery  Update 

Mr.  Todd  Rydstrom,  Assistant  General  Manager  (AGM)  and  CFO,  provided  a 
brief  update  on  the  Rim  Fire.  He  noted  damage  and  recovery  costs  totaled 
$35.4M  (damage  to  facilities  $29M;  and  emergency  response  and  debris  removal 
$6.3M).  He  stated  insurance  recoveries  to  date  total  $3.5M;  that  federal  and  state 
grant  funds  approved  or  in  process  total  $5. 6M,  and  those  numbers  are  expected 
to  grow.  He  gave  a  summary,  offered  next  steps,  and  indicated  that  the  next 
update  will  take  place  in  October  2014. 

In  response  to  a  question  from  Commissioner  Caen  regarding  lessons  learned, 
Deputy  General  Manager  (DGM)  Michael  Carlin  discussed  the  After  Action 
Report,  noting  areas  where  improvement  is  needed.  AGM  Rydstrom  offered 
additional  thoughts. 

Commissioner  Torres  stated  that  he  was  impressed  with  staff  and  their  work 
during  his  visits  to  the  Command  Center.  President  Courtney  concurred. 

b)  Water  System  Improvement  Program  Quarterly  Update 

Mr.  Dan  Wade,  WSIP  Director,  delivered  a  WSIP  Update.  He  discussed  the 
program  status,  noting  that  the  project  is  83  percent  complete.  He  stated  that  63 
projects  have  been  completed,  and  two  are  in  pre-construction.  He  discussed 
program  accomplishments  and  program  cost  trends.  Mr.  Wade  provided  a  pre- 
construction  update,  briefly  discussing  the  Alameda  Creek  Recapture  Project, 
Peninsula  Pipeline  Seismic  Upgrade,  and  the  Regional  Groundwater  and 
Storage  Recovery  Project. 

Mr.  Wade  continued,  highlighting  the  Calaveras  Dam  Replacement,  New 
Irvington  Tunnel,  Bay  Tunnel,  Seismic  Upgrade  BDPL  Nos.  3  and  4,  and  HTWTP 
Long-Term  Improvements. 

c)  Water  Supply  Outlook 

Mr.  Steve  Ritchie,  AGM,  Water,  provided  a  Water  Supply  Outlook  update  stating 
that  the  Hetch  Hetchy  Reservoir  is  at  88  percent  of  maximum  storage,  the  total 
system  storage  is  at  61  percent,  and  that  the  water  bank  is  at  37  percent  and  is 
rising.  He  discussed  cumulative  precipitation;  total  deliveries  (as  compared  to  ten 
percent  reduction  levels);  and  cumulative  savings.  He  indicated  that  San 
Francisco's  residential  use  is  49  gallons  per  capita  per  day.  He  stated  that  San 
Francisco's  gross  use  is  88  gallons  per  capita  per  day  and  that  San  Francisco 
and  its  wholesale  customers  already  comply  with  the  2009  State  legislative- 
mandated  20  percent  by  2020  reduction  in  per  capita  use.  He  showed  SFPUC 
per  capita  use  compared  to  other  agencies. 
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He  touched  on  the  conservation  outreach  campaign  and  SFPUC's  work  with 
other  city  departments.  He  described  the  AWSS/AMI  leak  identification  and 
repair,  describing  a  leak  that  was  detected  in  the  Jones  Street  tank  pressure 
zone  through  the  Program,  which  may  otherwise  have  gone  undetected. 

In  response  to  a  question  from  Commissioner  Torres,  AGM  Ritchie  noted  that 
water  agencies  throughout  the  state  communicate  regularly. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
tracking  and  forecasting  of  precipitation. 

Public  Comment 

None. 

President  Courtney  called  Item  10  out  of  order. 

10.  Authorize  the  General  Manager  to  impose  mandatory  restrictions,  as  required 
pursuant  to  the  State  Water  Resources  Control  Board's  Emergency  Regulations, 
on  outdoor  irrigation  by  reducing  all  outdoor  irrigation  of  ornamental  landscapes 
or  turf  with  potable  water  by  retail  customers  by  at  least  10%;  and  presentation 
and  discussion  of  proposed  excessive  use  charges  applicable  to  the 
approximately  1600  retail  potable  water  irrigation  accounts,  for  Commission 
action  at  the  August  26,  2014  meeting.  (Resolution  14-0121) 
AGM  Ritchie  provided  an  overview  of  the  State  Water  Resources  Control  Board 
(SWRCB)  emergency  regulations  and  the  proposed  SFPUC  implementation  of 
SWRCB  regulations  for  retail  customers. 

AGM  Ritchie  described  the  emergency  regulations  and  uses  that  are  considered 
water  waste  by  the  State  and  are  punishable  by  a  fine  of  up  to  $500.  He  discussed 
exceptions  on  the  basis  of  public  health  and  safety,  noting  what  that  means  for  San 
Francisco.  He  provided  additional  agency  requirements  to  the  emergency 
regulations.  He  discussed  the  SFPUC's  proposed  compliance  actions  and  programs 
for  consideration:  (1)  10  percent  mandatory  outdoor  irrigation  reduction;  and  (2) 
water  waste  education  and  enforcement.  He  emphasized  that  the  mandatory 
reduction  is  related  to  outdoor  irrigation,  and  that  retail  customers  will  be  required  to 
reduce  outdoor  irrigation  of  ornamental  landscape  and  turf  with  potable  water  by  10 
percent.  He  stated  that  the  1, 600  dedicated  irrigation  accounts  will  be  assigned 
water  allocations  based  on  a  2013  baseline.  He  discussed  the  process  for  notifying 
customers  as  to  their  use  and  on  how  charges  will  be  assessed. 

Brief  discussion  ensued  on  the  regulations,  irrigation  customers,  and  the  appeals 
process. 

AGM  Ritchie  continued,  discussing  the  water  waste  education  and  the  notification 
and  enforcement  process.  He  touched  on  the  citation  process,  and  stated  that 
citations  are  the  last  resort. 
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AGM  Ritchie  concluded  by  noting  next  steps.  He  indicated  that  the  action  requested 
of  the  Commission  was  to  approve  imposing  a  10  percent  mandatory  outdoor 
irrigation  reduction.  He  stated  that  at  the  August  26th  meeting,  the  Commission's 
approval  of  excessive  use  charges  will  be  requested. 

President  Courtney  expressed  concern  with  allowing  assets,  such  as  trees  and  turf 
to  die,  and  of  the  costs  associated  with  bringing  those  assets  back.  AGM  Ritchie 
stated  that  conversations  have  been  taking  place  with  Recreation  and  Park  staff, 
and  that  he  will  keep  the  Commission  informed. 

Public  Comment 

•   Ms.  Friday  Apaliski  stated  that  her  co-op  has  let  their  ornamental  grass  die  and 
she  is  disturbed  by  the  bright  green  grass  around  the  perimeter  of  City  Hall  and 
the  message  it  sends.  Ms.  Apaliski  responded  to  follow-up  questions  from  the 
Commission. 

General  Manager  (GM)  Kelly  stated  that  the  SFPUC  is  working  with  Recreation  and 
Park  on  the  use  of  recycle  water  for  irrigation.  Brief  discussion  ensued. 

GM  Kelly  and  AGM  Ritchie  provided  clarification  on  the  motion  for  vote. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor  and  Torres 

Commissioner  Vietor  asked  that  at  the  next  meeting,  additional  information  be 
provided  on  the  appeals  process  and  the  irrigation  customers. 

8.  Southeast  Plant  Biosolids  Digesters  Facilities  Project  Update 

Mr.  Emilio  Cruz,  AGM,  Infrastructure,  gave  a  presentation  on  the  status  of  the 
Biosolids  Digesters  Facilities.  He  noted  the  project  objectives  of  wanting  to  make  a 
modern  treatment  facility  and  to  transform  the  Southeast  Plant  (SEP)  in  to  a 
community  asset.  AGM  Cruz  touched  on  the  project  schedule  and  reviewed  the 
Sewer  System  Improvement  Program  (SSIP)  Level  of  Service  (LOS)  Goals. 

AGM  Cruz  discussed  the  evaluation  criteria  based  on  SSIP  LOS:  Technical 
Considerations;  Financial  Considerations;  and  Neighborhood  Considerations.  He 
reviewed  the  Biosolids  Alternatives  Development  analysis  process  and  the 
alternatives  that  were  considered,  but  not  advanced  (aerobic  digestion,  alkaline 
stabilization,  incineration,  and  super-critical  water  oxidation). 

Mr.  Cruz  then  discussed  the  four  biosolids  technologies  that  were  considered,  and 
noted  their  pros  and  cons:  (1)  Mesophilic  Anaerobic  Digestion  (MAD)  plus  drying;  (2) 
MAD  plus  composting;  (3)  Temperature  Phased  Anaerobic  Digestion  (TP AD);  and 
(4)  Thermal  Hydroloysis  with  Mesophilic  Digestion  (THP  plus  MAD).  He  showed  the 
potential  biosolids  product  market  outlets  (reuses)  of  each  technology  considered. 


SFPUC  Minutes 
August  12,  2014 


Page  5 


AGM  Cruz  continued,  reviewing  each  alternative  differentiator  based  on  LOS,  stating 
that  alternatives  three  and  four  best  met  the  established  criteria.  He  stated  a  deeper 
analysis  into  alternatives  three  and  four  was  conducted,  and  that  alternative  four  was 
the  winner.  He  indicated  that  alternative  four  was  then  compared  to  the  SSIP  LOS 
goals,  and  alternative  four  meets  those  goals. 

Mr.  Cruz  discussed  the  current  SEP  biosolids  process,  which  results  in  a  Class  B 
product.  He  reviewed  the  new  process  which  will  result  in  a  Class  A  product.  He 
noted  an  additional  benefit  of  the  new  process  is  the  generation  of  energy,  indicating 
the  process  has  been  used  in  Europe  for  approximately  10  years.  He  discussed  site 
tours  he  took  in  Europe. 

AGM  Cruz  thanked  the  staff  and  consultants  for  their  work.  He  indicated  that  by  the 
end  of  the  year  he  would  be  bringing  back  an  alternatives  analysis  report  for 
consideration. 

AGM  Cruz  responded  to  a  question  from  Commissioner  Torres  regarding  the 
digesting  process  of  alternative  four. 

In  response  to  a  question  from  Commissioner  Vietor,  AGM  Cruz  indicated  that  the 
technology  does  have  the  capacity  to  handle  food  waste,  but  there  is  a  challenge 
associated  as  it  needs  to  be  100  percent  organic.  Commissioner  asked  about  the 
plan  for  the  end  product,  which  AGM  Cruz  provided. 

Vice  President  Caen  commended  AGM  Cruz  on  his  presentation.  She  asked  if  there 
were  any  preliminary  cost  comparisons  of  the  four  alternatives.  AGM  Cruz  stated 
that  construction  cost  values  showed  a  10  percent  differential  between  alternatives. 
He  stated  that  alternatives  1  and  2  had  the  highest  operating  costs,  and  that 
alternative  three  was  slightly  more  than  alternative  four.  In  response  to  a  follow-up 
question,  AGM  Cruz  stated  that  fewer  digesters  will  be  needed.  Brief  discussion 
ensued. 

AGM  Cruz  concluded  by  describing  next  steps.  He  introduced  project  staff. 

Public  Comment 

None. 

9.     Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Contract  No.  CS-245,  Technical  Support  Services. 
HHWP,  North  American  Electrical  Reliability  Corporation  Regulatory  (NERO 
Standards  -  Critical  Infrastructure  Protection,  with  Grid  Subject  Matter  Experts. 
LLC,  to  provide  the  HHWP  Division  with  NERC  audit  and  compliance  consulting 
as  it  relates  to  Federal  Energy  Regulatory  Commission  Order  No.'s  693  and  706; 
and  authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 
agreement  by  $2,000,000,  for  a  total  not-to-exceed  agreement  amount  of 
$3,500,000.  with  no  time  extension.  (Resolution  14-0122) 
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b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-941 ,  Job  Order  Contract 
Implementation  Services,  to  provide  a  SFPUC  customized  job  order  contracting 
system  with  The  Gordian  Group;  and  authorize  the  General  Manager  to  negotiate 
and  execute  an  amendment  for  a  time  extension  up  to  one  year,  for  a  total 
agreement  duration  of  seven  years,  with  no  change  to  the  contract  amount. 
(Resolution  14-0123) 

c)  Adopt  reguired  California  Environmental  Quality  Act  Findings;  Approve  the  plans 
and  specifications,  and  award  Contract  No.  WD-2686,  Auxiliary  Water  Supply 
System  (AWSS)  Pumping  Station  No.  1  Improvements  (2014).  in  the  amount  of 
$7.847.000.  to  the  lowest,  Qualified,  responsible  and  responsive  bidder,  NTK 
Construction,  Inc..  to  construct  various  structural,  architectural,  mechanical, 
electrical,  and  instrumentation  &  control  system  improvements  at  the  AWSS 
Pumping  Station  No.  1  facility.  This  would  be  the  Approval  Action  for  purposes  of 
Administrative  Code  Chapter  31 .  (Resolution  14-0124) 

d)  Accept  work  performed  bv  Hartv  Pipelines  for  Contract  No.  WW-551 ,  18th/19th/ 
Carolina/Connecticut/Indiana/Minnesota/  Texas  and  Wisconsin  Streets  Sewer 
Replacement,  for  a  total  contract  amount  of  $2,322,313  and  with  a  total  contract 
duration  of  222  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor.  (Resolution  14-0125) 

e)  Accept  work  performed  bv  Shaw  Pipeline  Inc.  for  Contract  No.  WW-442.  Mason  & 
Powell  Streets  Sewer  System  Improvement  and  Pavement  Renovation;  approve 
Modification  No.  2  (Final),  decreasing  the  contract  bv  $152.395.  for  a  total 
contract  amount  of  $4,913,412,  and  with  a  time  extension  of  31  consecutive 
calendar  days,  for  a  total  contract  duration  of  361  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Resolution  14-0126) 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor  and  Torres 

11.  Approve  Project  No.  CUW30103  Regional  Groundwater  Storage  and  Recovery 
Project:  Adopt  the  reguired  California  Environmental  Quality  Act  Findings,  including 
a  Statement  of  Overriding  Considerations,  and  the  Mitigation  Monitoring  and 
Reporting  Program:  and  authorize  the  General  Manager  to  implement  the  Project, 
and  subject  to  Board  of  Supervisors  approval  where  reguired.  including  the 
following: 

a.  In  compliance  with  Government  Code  Section  7260  et  seo..  undertake  the 
process  for  possible  acguisition  and  condemnation  if  necessary,  for  an  estimated 
combined  purchase  price  not  to  exceed  $1 .500,000.  of  interests  (temporary  or 
permanent)  in  real  property  located  in  San  Mateo  County,  as  follows:  (1) 
Assessor's  Parcel  #  002-410-050  in  Dalv  City,  owned  bv  Lake  Merced  Golf  and 
Country  Club.  (2)  Assessor's  Parcels  #  002-072-240,  -250  and  002-201-650  in 
Dalv  City,  owned  bv  West  Lake  Associates/John  Dalv  Blvd  Assoc..  (3)  Assessor's 
Parcels  #006-1 1 1-540  and  006-1 1 1-460  in  Dalv  City,  owned  bv  Jefferson 
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Elementary  School  District.  (4)  Assessor's  Parcel  #  008-421-120  in  Colma,  owned 
by  TSE  Serramonte  LP.,  and  leased  bv  Kohl's  Department  Stores.  (5)  Assessor's 
Parcels  (unknown)  for  property  owned  by  BART/SAMTRANS  in  South  San 
Francisco.  (6)  Assessor's  Parcel  #  010-212-100  in  South  San  Francisco,  owned 
by  Costco  Wholesale  Corporation.  (7)  Assessor's  Parcel  #  093-331-080  in  South 
San  Francisco,  owned  bv  the  City  of  South  San  Francisco.  (8)  Assessor's  Parcel 
#  010-292-210  in  South  San  Francisco,  owned  bv  Kaiser  Foundation  Hospitals. 

(9)  Assessor's  Parcel  #  093-220-010  in  Millbrae.  owned  bv  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  and  leased  bv  OSH/Lowes  Corporation,  and 

(10)  Assessor's  Parcel  #  014-320-010  in  San  Bruno,  owned  bv  the  U.S.A. 

b.  Negotiate  and  execute  Memoranda  of  Agreement  with  the  City  of  South  San 
Francisco,  Town  of  Colma.  Lake  Merced  Golf  Club,  and  Jefferson  Elementary 
School  District  regarding  construction  and  operation  of  Project  well  facilities  on 
their  respective  properties. 

c.  Negotiate  and  execute  an  Operating  Agreement  with  the  City  of  Daly  City,  the  City 
of  San  Bruno,  and  California  Water  Service  Company. 

d.  Negotiate  and  execute  Mitigation  Agreements  with  Cypress  Lawn  Memorial  Park 
Cemetery;  Eternal  Home  Cemetery;  Hills  of  Eternity/Home  of  Peace/  Salem 
Cemeteries:  Holy  Cross  Catholic  Cemetery;  Italian  Cemetery;  Olivet  Cemetery; 
and  Woodlawn  Cemetery  in  Colma.  and  the  California  Golf  Club  in  South  San 
Francisco,  and  to  seek  Board  of  Supervisors  approval  of  the  Mitigation 
Agreements  under  Charter  section  9.1 1 8. 

e.  Negotiate  and  execute  an  amendment  to  the  2009  Water  Supply  Agreement  with 
the  SFPUC's  wholesale  water  customers  regarding  the  delivery  of  replacement 
water  from  the  Regional  Water  System  as  an  interim  mitigation  action  to  irrigators 
overlying  the  South  Westside  Basin. 

f.  Negotiate  and  execute  a  wheeling  agreement  with  California  Water  Service 
Company  for  the  delivery  of  replacement  water  to  irrigators  overlying  the  South 
Westside  Basin  as  an  interim  mitigation  action. 

g.  Obtain  permits  or  approvals  from  State  regulatory  agencies,  including  but  not 
limited  to:  California  Department  of  Public  Health.  Regional  Water  Quality  Control 
Board,  State  Water  Resources  Control  Board,  Bay  Area  Air  Quality  Management 
District,  State  Historic  Preservation  Officer,  and  California  Department  of  Fish  and 
Wildlife. 

h.  Obtain  additional  permits  or  approvals  as  needed,  including  without  limitation, 
from  the  California  Department  of  Transportation;  County  of  San  Mateo;  Town  of 
Colma:  and  cities  of  Daly  City,  Millbrae,  San  Bruno,  and  South  San  Francisco. 
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Implementation  actions  will  include  advertising  for  construction  bids  for  the  Project- 
However,  the  Commission  will  consider  award  of  the  construction  contracts  at  a 
future  public  meeting.  (Resolution  14-0127) 

Commission  Secretary  Hood  noted  that  two  resolutions  were  included  in  the  packet, 
and  that  the  first  resolution  was  correct.  She  stated  the  correct  version  contained 
additional  language  at  the  end  of  the  third  Further  Resolved  clause  on  page  five  to 
read:  "...along  with  the  approval  of  the  settlement  of  any  CEQA  appeals  filed  by 
these  irrigators  based  on  the  terms  of  the  Mitigation  Agreements". 

Deputy  City  Attorney  Josh  Milstein  noted  the  incorporation  of  errata  in  Attachment  A, 
pages  33  and  34  (Impact  C-HY2,  and  M-HY-6);  and  43  (Impact  C-LU-1,  adding  Sites 
1 1  and  17),  and  that  these  changes  incorporated  matters  that  were  in  the  Final 
Project  Environmental  Impact  Report  and  responses  to  comments  document  but 
were  omitted  from  the  findings  before  the  Commission. 

In  response  to  a  question  from  Commissioner  Torres,  Mr.  Greg  Bartow, 
Groundwater  Program  Manager,  stated  that  staff  is  tracking  SB  1168  and  that  the 
Project  is  in  compliance  with  the  legislation. 

Mr.  Dan  Wade,  WSIP  Director,  provided  a  brief  summary  of  the  project.  He  thanked 
his  team  for  their  work. 

Public  Comment 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  expressed  support  for  the  Project  on  behalf  of 
BAWSCA's  and  their  member  agencies. 

•  Mr.  Patrick  Sweetland,  City  of  Daly  City,  expressed  support  for  the  Project. 

On  Motion  -  Amendment 

Ayes:  Courtney,  Caen,  Vietor  and  Torres 

On  Motion  -  Resolution  as  Amended: 
Ayes:  Courtney,  Caen,  Vietor  and  Torres 

12.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor  and  Torres 
The  Commission  entered  Closed  Session  at  3:45  PM. 
Closed  Session 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
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Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657  /  Date  Filed:  March  6,  2013:  Served  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657  /  Date  Filed:  June  6,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Justin  Neisuler  v.  City  and  County  of  San  Francisco,  et  al 
San  Francisco  Superior  Court  Case  No.:  CGC-1 2-526598 
City  Attorney  File  No.:  130668  /  Date  Filed:  December  4,  2012 
(Resolution  14-0128) 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Sunol  Valley  Golf  and  Recreation  Company 

Alameda  Superior  Court  Case  No.:  RG14729649 

City  Attorney  File  No.:  131321  /  Date  Filed:  June  18,  2014 

19.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  Closed  Session  at  3:53  PM. 

20.  Announcement  following  Closed  Session. 

President  Courtney  announced  that  a  settlement  was  reached  on  item  17,  and  no 
other  action  was  taken. 
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21.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion: 

Ayes:  Courtney,  Caen,  Vietor  and  Torres 

22.  Other  new  business. 

President  Courtney  requested  a  memo  be  prepared  related  to  conversations  that 
took  place  during  the  joint  meeting  with  the  Environment  Commission  regarding 
integrated  pest  management,  specifically  what  resources  are  available  for  job/skills 
training,  the  position  classifications  within  the  City  that  are  performing  this  type  of 
work,  and  requested  that  staff  offer  recommendations. 

President  Courtney  adjourned  the  meeting  at  3:57  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0121 


WHEREAS,  On  July  15,  2014,  the  State  Water  Resources  Control  Board  adopted 
emergency  regulations,  Resolution  2014-0038,  which  require  urban  water  suppliers  to  implement 
all  requirements  and  actions  of  its  water  shortage  contingency  plan  that  impose  mandatory 
restrictions  on  outdoor  irrigation;  and 

WHEREAS,  On  January  31,  2014,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  asked  all  SFPUC  customers  to  voluntarily  curtail  water  consumption  by  at  least  10%; 
and 

WHEREAS,  The  Retail  Water  Shortage  Allocation  Plan  (Plan)  was  adopted  by  the 
SFPUC  on  December  11,  2001  to  provide  the  SFPUC  with  a  guidance  tool  to  be  used  for 
allocating  water  among  SFPUC  retail  customers  in  the  event  of  a  water  shortage  due  to  drought; 
and 

WHEREAS,  The  Plan  allows  the  SFPUC  to  impose  any  additional  water  use  prohibitions 
applicable  to  retail  customers;  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  enactment  of 
the  proposed  emergency  restrictions  is  exempt  from  environmental  review  under  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Sections  15269  (Emergency  Projects)  and  15308 
(Actions  by  Regulatory  Agencies  for  Protection  of  the  Environment);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  impose  mandatory  restrictions,  consistent  with  the  State  Water  Board's  Emergency 
Regulations,  on  outdoor  irrigation  by  reducing  all  outdoor  irrigation  of  ornamental  landscapes  or 
turf  with  potable  water  by  retail  customers  by  at  least  10%;  and  be  it 

FURTHER  RESOLVED,  that  the  Commission  urges  the  San  Francisco  Board  of 
Supervisors  to  adopt  any  legislation  that  is  necessary  in  the  view  of  the  City  Attorney  to 
implement  and  enforce  water  use  restrictions  adopted  by  this  Commission  or  the  General 
Manager  of  the  SFPUC. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0122 


WHEREAS,  On  January  22,  2013,  this  Commission  awarded  Hetch  Hetchy  Water  and 
Power  (HHWP)  Agreement  No.  CS-245,  Technical  Support  Services,  HHWP  North  American 
Electrical  Reliability  Corporation  Regulatory  (NERC)  Regulatory  Standards  -  Critical 
Infrastructure  Protection,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  execute  a  professional  services  agreement,  in  the  amount  of 
$1,500,000,  and  with  a  term  of  up  to  five  years,  concluding  on  June  30,  2017,  with  GridSME. 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $2,000,000  to  provide  the  HHWP 
Division  with  NERC  audit  and  compliance  consulting  as  it  relates  to  Federal  Energy  Regulatory 
Commission  (FERC)  Order  No.'s  693  and  706,  increasing  the  total  not-to-exceed  agreement 
amount  to  $3,500,000;  and 

WHEREAS,  A  Contract  Monitoring  Division  sub  consulting  goal  has  waived  the  Local 
Business  Enterprise  subcontracting  goals  for  this  Agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  PUH504  -  Western 
Electricity  Coordinating  Council/NERC;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  HHWP 
Agreement  No.  CS-245,  Technical  Support  Services,  HHWP  NERC  Regulatory  Standards  - 
Critical  Infrastructure  Protection,  with  GridSME,  to  provide  the  HHWP  Division  with  NERC 
audit  and  compliance  consulting  as  it  relates  to  Federal  Energy  Regulatory  Commission  (FERC) 
Order  No.'s  693  and  706,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this 
amendment,  increasing  the  agreement  by  $2,000,000,  for  a  total  agreement  amount  of 
$3,500,000,  and  with  no  time  extension,  for  a  total  agreement  duration  of  four  years,  five 
months. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0123 


WHEREAS,  On  July  22,  2008,  this  Commission  awarded  Agreement  No.  CS-941,  Job 
Order  Contract  (JOC)  Implementation  Services,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services 
agreement,  in  the  amount  of  $5,000,000,  and  with  a  term  of  five  years,  concluding  on  August  6, 
2013,  with  The  Gordian  Group;  and 

WHEREAS,  Amendment  No.  1  was  issued  to  extend  the  agreement  term  by  one  year,  for 
a  total  agreement  duration  of  six  years,  in  order  to  provide  on-going  services  to  SFPUC  while 
staff  develops  a  new  request  for  proposals  for  JOC  implementation  services;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  extend  the  agreement  term  by  one 
year,  for  a  total  agreement  duration  of  seven  years,  for  on-going  implementation  services  for 
existing  projects,  and  set-up  and  support  of  three  (3)  new  recently  advertised  JOC  contracts;  and 

WHEREAS,  Pursuant  to  14B.8  of  the  San  Francisco  Administrative  Code,  the  Local 
Business  Enterprise  (LBE)  subconsulting  goals  for  this  agreement  has  been  waived  by  the 
Director  of  the  Contract  Monitoring  Division  (CMD);  however,  CMD  will  review  and  establish 
LBE  subcontracting  goals  on  the  JOC  construction  contracts  that  are  associated  with  these  JOC 
implementation  services;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  various  SFPUC  operating  departments  and  regional  Capital  Improvement 
Program  projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-941,  Job  Order  Contract  Implementation  Services,  with  The  Gordian  Group,  to  provide  a 
customized  SFPUC  Job  Order  Contracting  program  for  the  development,  procurement  and 
implementation  of  construction  JOC  contracts,  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  an  amendment  for  a  time 
extension  up  to  one  (1)  year,  for  a  total  agreement  duration  of  seven  (7)  years,  with  no  change  to 
the  contract  amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0124 


WHEREAS,  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  Contract 
No.  WD-2686,  Auxiliary  Water  Supply  System  (AWSS)  Pumping  Station  No.  1  Improvements 
(2014),  was  advertised  on  April  27,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $9,000,000  and  the  Engineer's  Estimate  is 
$7,393,500  for  this  construction  contract  work  to  construct  various  structural,  architectural, 
mechanical,  electrical,  and  instrumentation  and  control  system  improvements  at  the  Pumping 
Station  No.  1  facility;  and 

WHEREAS,  The  contract  duration  is  580  consecutive  calendar  days;  and 

WHEREAS,  On  December  10,  2009,  the  San  Francisco  Planning  Department  approved  a 
Mitigated  Negative  Declaration  (MND)  pursuant  to  the  California  Environmental  Quality  Act 
(CEQA)  for  the  project,  City  and  County  of  San  Francisco  Auxiliary  Water  Supply  System 
Seismic  Upgrade,  under  Planning  Department  Case  Number  2009.0568E.  On  February  9,  2010, 
in  Resolution  #  47-10,  file  number  091457,  the  Board  of  Supervisors  adopted  the  following 
finding  based  on  the  MND  (CEQA  Finding),  in  taking  action  on  the  Project: 

"This  project  could  not  have  a  significant  effect  on  the  environment.  This  finding  is  based  upon 
the  criteria  of  the  Guidelines  of  the  State  Secretary  for  Resources,  Sections  15064  (Determining 
Significant  Effect),  15065  (Mandatory  Findings  of  Significance),  and  15070  (Decision  to  prepare 
a  Negative  Declaration),  and  the  following  reasons  as  documented  in  the  Initial  Evaluation 
(Initial  Study)  for  the  project,  which  is  attached.  Mitigation  measures  are  included  in  this  project 
to  avoid  potentially  significant  effects.  In  the  independent  judgment  of  the  Planning  Department, 
there  is  no  substantial  evidence  that  the  project  could  have  a  significant  effect  on  the 
environment;"  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  June  12,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  NTK  Construction,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  utilize 
19.22%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 


next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW05  -  PUMP  STATION 
NO.l;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  MND.  The 
Commission  hereby  adopts  the  CEQA  Finding  that  was  previously  adopted  by  the  Board  of 
Supervisors  in  its  Resolution  #  47-10,  and  adopts  the  mitigation  measures  which  will  be  included 
in  this  project.  The  Commission  also  finds  that  since  the  publication  of  the  MND,  no  substantial 
changes  have  occurred  in  the  proposed  project  or  in  the  circumstances  under  which  the  project 
would  be  implemented  that  would  cause  new  significant  impacts  or  a  substantial  increase  in  the 
severity  of  impacts  previously  analyzed  in  the  MND,  and  that  no  new  information  of  substantial 
importance  has  emerged  that  would  materially  change  the  analyses  or  conclusions  set  forth  in  the 
MND;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  No. 
WD-2686,  AWSS  Pumping  Station  No.  1  Improvements  (2014),  in  the  amount  of  $7,847,000,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  NTK  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0125 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program- funded  Contract  No.  WW-551, 
18th/19th/Carolina/Connecticut/Indiana/Minnesota/Texas  and  Wisconsin  Streets  Sewer 
Replacement,  by  the  contractor,  Harty  Pipelines;  and 

WHEREAS,  On  June  11,  2013,  by  Resolution  No.  13-0097,  this  Commission  awarded 
Contract  No  WW-551,  18th/19th/Carolina/Connecticut/Indiana/Minnesota/Texas  and  Wisconsin 
Streets  Sewer  Replacement,  in  the  amount  of  $2,385,030,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Harty  Pipelines;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  19, 
2013,  with  an  original  schedule  of  250  consecutive  calendar  days  and  the  contract  work  was 
completed  in  222  consecutive  calendar  days  on  March  28,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,385,030  and  the  original  contract 
duration  was  250  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  ($62,717)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  contract  work  under  bid  item  allowances,  decreasing 
the  contract  amount  to  $2,322,313;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  exceeded 
the  16.08%  Local  Business  Enterprise  (LBE)  subcontracting  goal  for  this  contract  by  achieving 
16.43%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS57,  18th/19th/Carolina/ 
Connecticut/Indiana/Minnesota/Texas  and  Wisconsin  Streets  Sewer  Replacement;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Harty  Pipelines 
for  WWE,  R&R  Program-funded  Contract  No.  WW-551,  18th/19th/Carolina/  Connecticut/ 
Indiana/Minnesota/  Texas  and  Wisconsin  Streets  Sewer  Replacement,  for  a  total  contract  amount 
of  $2,322,313  and  with  a  total  contract  duration  of  222  consecutive  calendar  days;  and  authorizes 
final  payment  to  the  contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0126 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program  (CIP)  funded,  Wastewater  Renewal  and  Replacement  (R&R) 
funded,  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program  funded 
Contract  No.  WW-442,  Mason  and  Powell  Streets  Sewer  System  Improvement  and  Pavement 
Renovation  in  San  Francisco,  by  the  contractor,  Shaw  Pipeline;  and 

WHEREAS,  On  July  24,  2012,  by  Resolution  No.  12-0127,  this  Commission  awarded 
Contract  No.  WW-442,  Mason  and  Powell  Streets  Sewer  System  Improvement  and  Pavement 
Renovation,  in  the  amount  of  $4,920,357,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  Shaw  Pipeline  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  17, 
2012,  with  an  original  schedule  of  300  consecutive  calendar  days  and  the  contract  work  was 
substantially  completed  in  361  consecutive  calendar  days  on  September  13,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,920,357  and  the  original  contract 
duration  was  300  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $145,450  for  increase  in  sewer  pipe  and 
pavement  renovations  due  to  unforeseen  conditions,  increasing  the  contract  amount  to 
$5,065,807,  and  extending  the  contract  duration  by  30  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  ($152,395)  for  final  quantity 
decrease,  decreasing  the  contract  amount  to  $4,913,412,  and  extending  the  contract  duration  by 
31  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  subcontracting  goals  of  26%  Local  Business  Enterprise  (LBE)  submitted 
for  this  contract  by  achieving  25.8%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC56,  CWWRNRCS,  and 
CP WTRNSR/ 1 920J ;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R- 
funded  and  CIP-funded  Contract  No.  WW-442,  Mason  and  Powell  Streets  Sewer  System 
Improvement  and  Pavement  Renovation,  approves  Modification  No.  2  (Final),  decreasing  the 
contract  by  $152,395,  for  a  total  contract  amount  of  $4,913,412,  and  with  a  time  extension  of  31 
consecutive  calendar  days  for  a  total  contract  duration  of  361  consecutive  calendar  days;  and 
authorizes  final  payment  to  the  contractor,  Shaw  Pipeline  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0127 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have  developed  a 
project  description  under  the  Water  System  Improvement  Program  (WSIP)  for  the  improvements 
to  the  regional  water  supply  system,  otherwise  known  as  Project  No.  CUW30103,  Regional 
Groundwater  Storage  and  Recovery;  and 

WHEREAS,  The  primary  objective  of  the  Project  is  to  provide  an  additional  dry-year 
regional  water  supply.  Specific  objectives  of  the  Project  are  to: 

•  Conjunctively  manage  the  South  Westside  Groundwater  Basin  through  the 
coordinated  use  of  SFPUC  surface  water  and  groundwater  pumped  by  the  Daly 
City,  San  Bruno,  and  California  Water  Service  Company  ("Participating 
Pumpers"); 

•  Provide  supplemental  SFPUC  surface  water  to  the  Participating  Pumpers  in 
normal  and  wet  years,  resulting  in  a  corresponding  reduction  of  groundwater 
pumping,  which  then  allows  for  in-lieu  recharge  of  the  South  Westside 
Groundwater  Basin; 

•  Increase  the  dry-year  and  emergency  pumping  capacity  of  the  South  Westside 
Groundwater  Basin  by  up  to  an  average  annual  volume  of  7.2  mgd;  and 

•  Provide  a  new  dry-year  groundwater  supply  for  SFPUC  customers  and  increase 
water  supply  reliability  during  the  8.5-year  design  drought  cycle. 

WHEREAS,  On  August  7,  2014,  the  Planning  Commission  reviewed  and  considered  the 
Final  Environmental  Impact  Report  (FEER)  in  Planning  Department  File  No.  2008.1396E, 
consisting  of  the  Draft  Environmental  Impact  Report  (EIR),  the  Comments  and  Responses 
document  and  found  that  the  contents  of  said  report  and  the  procedures  through  which  the  FEIR 
was  prepared,  publicized  and  reviewed  complied  with  the  provisions  of  the  California 
Environmental  Quality  Act  (CEQA),  the  CEQA  Guidelines  and  Chapter  31  of  the  San  Francisco 
Administrative  Code  and  found  further  that  the  FEIR  reflects  the  independent  judgment  and 
analysis  of  the  City  and  County  of  San  Francisco,  is  adequate,  accurate  and  objective,  and  that 
the  Comments  and  Responses  document  contains  no  significant  revisions  to  the  Draft  EIR,  and 
certified  the  completion  of  said  FEIR  in  compliance  with  CEQA  and  the  CEQA  Guidelines  in  its 
Motion  Nos.  19209;  192010;  192011;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project 
and  the  EIR;  and 

WHEREAS,  The  Project  and  FEIR  files  have  been  made  available  for  review  by  the 
SFPUC  and  the  public  in  File  No.  2008.1396E,  at  1650  Mission  Street,  Fourth  Floor,  San 
Francisco,  California;  and  those  files  are  part  of  the  record  before  this  Commission;  and 


WHEREAS,  SFPUC  staff  prepared  proposed  findings,  as  required  by  CEQA,  (CEQA 
Findings)  in  Attachment  A  to  this  Resolution  and  a  proposed  Mitigation,  Monitoring  and 
Reporting  Program  (MMRP)  in  Attachment  B  to  this  Resolution,  which  material  was  made 
available  to  the  public  and  the  Commission  for  the  Commission's  review,  consideration  and 
action;  and 

WHEREAS,  The  Project  is  a  capital  improvement  project  approved  by  this  Commission 
as  part  of  the  WSIP;  and 

WHEREAS,  A  Final  Programmatic  EIR  (PEIR)  was  prepared  for  the  WSIP  and  certified 
by  the  Planning  Commission  on  October  30,  2008  by  Motion  No.  17734;  and 

WHEREAS,  Thereafter,  the  SFPUC  approved  the  WSIP  and  adopted  findings  and  a 
MMRP  as  required  by  CEQA  on  October  30,  2008  by  Resolution  No.  08-0200;  and 

WHEREAS,  The  FEIR  prepared  for  the  Project  is  tiered  from  the  PEIR,  as  authorized  by 
and  in  accordance  with  CEQA;  and 

WHEREAS,  The  PEIR  has  been  made  available  for  review  by  the  SFPUC  and  the  public, 
and  is  part  of  the  record  before  this  Commission;  and 

WHEREAS,  The  SFPUC  staff  will  comply  with  Government  Code  Section  7260  et  seq. 
statutory  procedures  for  possible  acquisition  of  interests  (temporary  or  permanent)  in  the 
following  real  property  in  San  Mateo  County  (1)  Assessor's  Parcel  #  002-410-050  in  Daly  City, 
owned  by  Lake  Merced  Golf  and  Country  Club,  (2)  Assessor's  Parcels  #  002-072-240,  -250  and 
002-201-650  in  Daly  City,  owned  by  John  Daly  Boulevard  Associates/West  Lake  Associates,  (3) 
Assessor's  Parcels  #  006-111-540  and  006-111-460  in  Daly  City,  owned  by  Jefferson  School 
District,  (4)  Assessor's  Parcel  #  008-421-120  in  Colma,  owned  by  TSE  Serramonte,  (5) 
Assessor's  Parcel's  #  (unknown)  for  property  owned  by  BART/SAMTRANS  in  South  San 
Francisco,  (6)  Assessor's  Parcel  #  010-212-100  in  South  San  Francisco,  owned  by  Costco 
Wholesale  Corporation,  (7)  Assessor's  Parcel  #  010-292-210  in  South  San  Francisco,  owned  by 
Kaiser  Foundation  Hospitals,  (8)  Assessor's  Parcel  #  093-220-010  in  Millbrae,  leased  by 
OSH/Lowes  Corporation,  and  (9)  Assessor's  Parcel  #  014-320-010in  San  Bruno,  owned  by  the 
U.S.  Department  of  Veterans  Affairs.  The  total  combined  purchase  price  for  the  acquisition  of 
these  property  interests  is  estimated  to  not  exceed  $1,500,000;  and 

WHEREAS,  The  Project  includes  work  located  on  the  property  of  the  City  of  South  San 
Francisco,  Town  of  Colma,  Lake  Merced  Golf  Club,  Jefferson  Elementary  School  District  and 
the  Participating  Pumpers,  and  SFPUC  staff  may  seek  to  enter  into  Memoranda  of  Agreement 
("MOAs")  with  these  entities,  addressing  such  matters  as  (a)  SFPUC's  commitments  to  restore  or 
replace,  pursuant  to  agreed  specifications,  certain  improvements  owned  by  the  respective 
entities,  (b)  cooperative  procedures  and  fees  relating  to  local  permits,  if  any,  inspections,  and 
communications  to  the  public  concerning  Project  construction,  (c)  the  form  of  necessary 
encroachment  permits  or  other  property  agreements  for  Project  construction,  and  (d)  the  parties' 
respective  indemnification  and  insurance  obligations;  and 


WHEREAS,  The  Project  will  require  Board  of  Supervisors  approval  of  Mitigation 
Agreements  with  irrigators  overlying  the  South  Westside  Basin  under  Charter  section  9.118;  and 

WHEREAS,  The  Project  requires  the  General  Manager  to  negotiate  and  execute  an 
Operating  Agreement  with  the  Participating  Pumpers,  and  related  agreements  to  carry  out  the 
Operating  Agreement .  The  Operating  Agreement  to  be  negotiated  and  executed  is  substantially 
in  the  form  attached  to  this  Resolution  as  Attachment  C;  and 

WHEREAS,  The  Project  MMRP  requires  the  SFPUC  to  negotiate  and  execute  Mitigation 
Agreements  with  Cypress  Lawn  Memorial  Park  Cemetery;  Eternal  Home  Cemetery;  Hills  of 
Eternity/Home  of  Peace/Salem  Cemeteries;  Holy  Cross  Catholic  Cemetery;  Italian  Cemetery; 
Olivet  Cemetery;  and  Woodlawn  Cemetery  in  Colma,  and  the  California  Golf  Club  in  South  San 
Francisco.  The  Mitigation  Agreements  to  be  negotiated  and  executed  are  substantially  in  the 
form  attached  to  this  Resolution  as  Attachment  D;  and 

WHEREAS,  The  Project  MMRP  requires  the  SFPUC  to  1)  negotiate  and  execute  an 
amendment  to  the  2009  Water  Supply  Agreement  (WSA)  with  the  SFPUC's  wholesale  water 
customers  regarding  delivery  of  replacement  water  from  the  Regional  Water  System  as  an 
interim  mitigation  action  to  irrigators  overlying  the  South  Westside  Basin;  and  2)  negotiate  and 
execute  a  wheeling  agreement  with  California  Water  Service  Company  for  delivery  of 
replacement  water  to  irrigators  overlying  the  South  Westside  Basin  as  an  interim  mitigation 
action;  and 

WHEREAS,  Implementation  of  the  Project  mitigation  measures  will  involve  consultation 
with,  or  required  approvals  by,  state  regulatory  agencies,  including  but  not  limited  to  the 
following:  California  Department  of  Health,  San  Francisco  Bay  Regional  Water  Quality  Control 
Board,  State  Water  Resources  Control  Board,  Bay  Area  Air  Quality  Management  District,  State 
Historic  Preservation  Officer,  and  California  Department  of  Fish  and  Game;  and 

WHEREAS,  The  Project  may  require  the  SFPUC  General  Manager  to  apply  for  and 
execute  various  necessary  permits,  encroachment  permits,  or  other  approvals  with,  including  but 
not  limited  to,  the  California  Department  of  Transportation;  County  of  San  Mateo;  Town  of 
Colma,  and  cities  of  Daly  City,  Millbrae,  San  Bruno,  and  South  San  Francisco,  and  those  permits 
shall  be  consistent  with  SFPUC  existing  fee  or  easement  interests,  where  applicable,  and  will 
include  terms  and  conditions  including,  but  not  limited  to,  maintenance,  repair  and  relocation  of 
improvements  and  possibly  indemnity  obligations;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR,  finds  that  the 
FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  actions  taken  herein,  and  hereby 
adopts  the  CEQA  Findings,  including  the  Statement  of  Overriding  Considerations,  attached 
hereto  as  Attachment  A  and  incorporated  herein  as  part  of  this  Resolution  by  this  reference 
thereto,  and  adopts  the  MMRP  attached  to  this  Resolution  as  Attachment  B  and  incorporated 
herein  as  part  of  this  Resolution  by  this  reference  thereto,  and  authorizes  a  request  to  the  Board 
of  Supervisors  to  adopt  the  same  CEQA  Findings,  Statement  of  Overriding  Considerations  and 
MMRP;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Project  No. 
CUW30103,  Regional  Groundwater  Storage  and  Recovery  Project  and  authorizes  staff  to 
proceed  with  actions  necessary  to  implement  the  Project  consistent  with  this  Resolution, 
including  advertising  for  construction  bids,  provided,  however,  that  staff  will  return  to  seek 
Commission  approval  for  award  of  the  construction  contract;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  Director  of  Real  Estate  to  undertake  the  process,  in  compliance  with 
Government  Code  Section  7260  et  seq.,  with  the  San  Francisco  Charter  and  all  applicable  laws, 
for  possible  acquisition  of  interests  (temporary  or  permanent)  in  the  following  real  property  in 
San  Mateo  County  (1)  Assessor's  Parcel  #  002-410-050  in  Daly  City,  owned  by  Lake  Merced 
Golf  and  Country  Club,  (2)  Assessor's  Parcels  #  002-072-240,  -250  and  002-201-650  in  Daly 
City,  owned  by  West  Lake  Associates/John  Daly  Blvd.  Assoc,  (3)  Assessor's  Parcels  #  006-111- 
540  and  006-111-460  in  Daly  City,  owned  by  Jefferson  Elementary  School  District,  (4) 
Assessor's  Parcel  #  008-421-120  in  Colma,  owned  by  TSE  Serramonte,  L.P.  and  leased  by 
Kohl's  Department  Store,  (5)  Assessor's  Parcels  (unknown)  for  property  owned  by 
BART/SAMTRANS  in  South  San  Francisco,  (6)  Assessor's  Parcel  #  010-212-100  in  South  San 
Francisco,  owned  by  Costco  Wholesale  Corporation,  (7)  Assessor's  Parcel  #  093-331-080  in 
South  San  Francisco,  owned  by  the  City  of  South  San  Francisco,  (8)  Assessor's  Parcel  #  010- 
292-210  in  South  San  Francisco,  owned  by  Kaiser  Foundation  Hospitals,  (9)  Assessor's  Parcel  # 
093-220-010  in  Millbrae,  leased  by  OSH/Lowes  Corporation,  and  (10)  Assessor's  Parcel  #  014- 
320-010  in  San  Bruno,  owned  by  the  U.S.A.,  and  to  seek  Board  of  Supervisors'  approval  if 
necessary,  and  provided  that  any  necessary  Board  approval  has  been  obtained,  to  accept  and 
execute  final  agreements,  and  any  other  related  documents  necessary  to  consummate  the 
transactions  contemplated  therein,  in  such  form,  approved  by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  The  General  Manager  will  confer  with  the  Commission  during 
the  negotiation  process  on  real  estate  agreements  as  necessary,  and  report  to  the  Commission  on 
all  agreements  submitted  to  the  Board  of  Supervisors  for  approval;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  negotiate  and  execute  Memoranda  of  Agreement,  if  necessary,  to  perform  work  on  the 
property  of  the  City  of  South  San  Francisco,  Town  of  Colma,  Lake  Merced  Golf  Club,  Jefferson 
Elementary  School  District  and  the  Participating  Pumpers  (collectively  the  "Project  MOAs")  in 
a  form  that  the  General  Manager  determines  is  in  the  public  interest  and  is  acceptable,  necessary, 
and  advisable  to  effectuate  the  purposes  and  intent  of  this  Resolution,  and  in  compliance  with  the 
Charter  and  all  applicable  laws,  and  approved  as  to  form  by  the  City  Attorney.  The  Project 
MOAs  may  address  such  matters  as  (a)  SFPUC's  commitments  to  restore  or  replace,  pursuant  to 
agreed  specifications,  certain  improvements  owned  by  the  respective  local  jurisdictions,  (b) 
cooperative  procedures  and  fees  relating  to  local  permits,  inspections,  and  communications  to  the 
public  concerning  Project  construction,  (c)  the  form  of  necessary  encroachment  permits  or  other 
property  licenses  required  to  permit  Project  construction,  and  (d)  the  parties'  respective 
indemnification  and  insurance  obligations,  subject  to  the  San  Francisco  Risk  Manager's 
approval;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  seek  Board  of  Supervisors  approval  for  the  Controller's  release  of  reserve  for  the 
Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  negotiate  and  execute  an  Operating  Agreement  with  the  City  of  Daly  City,  the  City 
of  San  Bruno,  and  California  Water  Service  Company,  substantially  in  the  form  attached  to  this 
Resolution  as  Attachment  C,  along  with  more  detailed  site  specific  agreements  for  the  operation 
of  Project  wells  by  the  Participating  Pumpers  and  the  shared  use  of  facilities  owned  by  the 
Participating  Pumpers  for  water  treatment  and  distribution,  as  contemplated  by  the  Operating 
Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  negotiate  and  execute  Mitigation  Agreements  with  Cypress  Lawn  Memorial  Park 
Cemetery;  Eternal  Home  Cemetery;  Hills  of  Eternity/Home  of  Peace/Salem  Cemeteries;  Holy 
Cross  Catholic  Cemetery;  Italian  Cemetery;  Olivet  Cemetery;  and  Woodlawn  Cemetery  in 
Colma,  and  the  California  Golf  Club  in  South  San  Francisco  substantially  in  the  forms  attached 
to  this  Resolution  as  Attachment  D,  and  to  seek  Board  of  Supervisors  approval  of  the  Mitigation 
Agreements  under  Charter  Section  9.1 18,  along  with  the  approval  of  the  settlement  of  any  CEQA 
appeals  filed  by  these  irrigators  based  on  the  terms  of  the  Mitigation  Agreements;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  consult  with,  or  apply  for,  and,  if  necessary,  seek  Board  of  Supervisors'  approval, 
and  if  approved,  to  accept  and  execute  permits  or  required  approvals  by  state  regulatory 
agencies,  including  but  not  limited  to,  the  California  Department  of  Public  Health,  the  Regional 
Water  Quality  Control  Board,  the  State  Water  Resources  Control  Board,  the  Bay  Area  Air 
Quality  Management  District,  the  State  Historic  Preservation  Officer,  and  the  California 
Department  of  Fish  and  Wildlife,  including  terms  and  conditions  that  are  within  the  lawful 
authority  of  the  agency  to  impose,  in  the  public  interest,  and,  in  the  judgment  of  the  General 
Manager,  in  consultation  with  the  City  Attorney,  are  reasonable  and  appropriate  for  the  scope 
and  duration  of  the  requested  permit  or  approval,  as  necessary  for  the  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  apply  for  and  execute  various  necessary  permits  and  encroachment  permits  or  other 
approvals  with,  including  but  not  limited  to,  the  California  Department  of  Transportation; 
County  of  San  Mateo;  Town  of  Colma;  and  the  cities  of  Daly  City,  Millbrae,  San  Bruno,  and 
South  San  Francisco,  which  permits  or  approvals  shall  be  consistent  with  SFPUC's  existing  fee 
or  easement  interests,  where  applicable.  To  the  extent  that  the  terms  and  conditions  of  the 
permits  will  require  SFPUC  to  indemnify  the  respective  jurisdictions,  those  indemnity 
obligations  are  subject  to  review  and  approval  by  the  San  Francisco  Risk  Manager.  The  General 
Manager  is  authorized  to  agree  to  such  terms  and  conditions,  including  but  not  limited  to  those 
relating  to  maintenance,  repair  and  relocation  of  improvements,  that  are  in  the  public  interest, 
and  in  the  judgment  of  the  General  Manager,  in  consultation  with  the  City  Attorney,  are 
reasonable  and  appropriate  for  the  scope  and  duration  of  the  requested  use  as  necessary  for  the 
Project;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  work 
with  the  Director  of  Real  Estate  to  seek  Board  approval  if  necessary,  and  provided  any  necessary 
Board  approval  is  obtained,  to  accept  and  execute  the  real  property  agreements  authorized 
herein;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  enter  into  any  subsequent  additions,  amendments  or  other  modifications  to  the 
permits,  licenses,  encroachment  removal  agreements,  leases,  easements,  other  Use  Instruments 
or  real  property  agreements,  Operating  Agreements,  and  Mitigation  Agreements  or  amendments 
thereto,  as  described  herein,  that  the  General  Manager,  in  consultation  with  the  Real  Estate 
Services  director  and  the  City  Attorney,  determines  are  in  the  best  interests  of  the  SFPUC  and 
the  City,  do  not  materially  decrease  the  benefits  to  the  SFPUC  or  the  City,  and  do  not  materially 
increase  the  obligations  or  liabilities  of  the  SFPUC  or  the  City,  such  determination  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  any  such  additions,  amendments,  or 
other  modifications. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  12,  2014. 

Secretary,  Public  Utilities  Commission 
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Anson  Moran 
Art  Torres 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(a)sfwater.org. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.org. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfgov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.org/index.aspx?page=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  August  12,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Drink  Tap  Update 

d)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

e)  City  Hall  80kW  Solar  Electric  Project  -  Summary 

f)  Water  Pipeline  Assessment 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Summer  Youth  Employment  Program  Update  (Ellis) 

b)  Drought  Update  (Ritchie) 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  the  selection  of  Northgate-AGS,  JV  and  award  Agreement  No.  CS- 
380,  Specialized  Groundwater  Monitoring  Services,  to  provide  professional 


services  for  collection  of  groundwater  samples  and  other  monitoring  support  for 
the  SFPUC's  existing  groundwater  monitoring  and  management  programs  in  the 
Westside  Basin;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
professional  services  agreement  for  an  amount  not-to-exceed  $1,500,000,  and 
with  a  duration  of  five  years.  (Cruz) 


b)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-386A-C,  As-needed 
<— ,  Engineering  Design  Services,  to  Kennedy/Jenks  Consultants  and  AGS  Inc.  JV 

tn  (KJ-AGS)  (CS-386A),  MWH-Water  Resources  Engineering  Inc.  JV  (MWH-WRE) 

^  (CS-386B),  and  URS  Corporation  (URS)  (CS-386C),  to  provide  specialized 

-<r  engineering  design  services  on  an  as-needed  basis;  and  authorize  the  General 

Manager  to  negotiate  and  execute  three  professional  services  agreements,  each 
with  an  amount  not-to-exceed  $3,000,000  and  a  term  of  five  years. 

(How) 


^  c)  Award  Agreement  No.  CS-1006  to  The  Watershed  Project  to  plan,  publicize,  and 
co  implement  a  Watershed  Teaching  Tool  Educator  Workshop;  and  authorize  the 

General  Manager  to  negotiate  and  execute  a  grant  agreement  for  an  amount 
^  not-to-exceed  $24,000,  with  a  duration  up  to  three  years.  (Moala) 

t-H 

cm  d)  Accept  work  performed  by  A.  Ruiz  Construction  for  Contract  No.  WW-498,  John/ 
£jj     Spofford/Sutter/Post/Geary/O'Farrell  Streets  Brick  Sewer  Rehabilitation,  for  a 
o     total  contract  amount  of  $2,199,922,  and  with  a  total  contract  duration  of  150 
^     consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Moala) 

e)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-593R,  As- 
Needed  Sewer  Cleaning  and  Inspection,  for  a  total  contract  amount  not-to- 
exceed  $1,594,150,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
A.  Ruiz  Construction,  to  clean  and  inspect  existing  sewers,  on  an  as-needed 
basis,  at  locations  to  be  determined  within  the  City  of  San  Francisco. 

(Moala) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-595,  3rd/7th/ 
8th/25th/33rd/42nd  Avenues  and  Baker/Welsh  Streets  Sewer  Replacement,  in 
the  amount  of  $2,964,845,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Shaw  Pipeline,  to  replace  the  existing  sewers  on  the  subject  streets  in  the 
City  of  San  Francisco.  (Moala) 


CO 
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10.  Approve  Amendment  No.  4  to  Agreement  No.  CS-820,  New  Irvington  Tunnel 
Project  -  Engineering  Services,  with  URS  Corporation,  to  continue  as  design 
en         engineer-of-record  for  the  construction  of  the  tunnel;  and  authorize  the  General 
H         Manager  to  negotiate  and  execute  this  amendment  increasing  the  agreement 
5         UP  to  $500,000,  for  a  total  not-to-exceed  agreement  amount  of  $14,873,561 , 
i         and  with  a  time  extension  up  to  12  months,  for  a  total  agreement  duration  of 


up  to  10  years,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter 
Section  9.118.  (Wade) 


oo 


to 

H 


1 1 .  Approve  an  increase  to  the  previously  approved  construction  contract 
cost  contingency  for  Contract  No.  WD-2548,  Lake  Merced  Pump  Station 
Essential  Upgrade,  with  Western  Water  Constructors  in  the  amount  of 

to     $900,000,  and  an  increase  in  the  contract  duration  of  up  to  933  consecutive 
calendar  days;  and  Authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$36,252,400  and  for  a  total  revised  contract  duration  up  to  2,130  consecutive 
calendar  days.  The  requested  increases  are  needed  for  additional  work  to 
remove  the  existing  underground  fuel  tanks  and  the  related  unforeseen 
contaminated  materials,  provide  investigation  of  and  additional  protection 
against  PG&E  electrical  transients  to  the  pump  station  electrical  systems,  and 
for  various  miscellaneous  electrical  and  mechanical  modifications.  (Cruz) 

12.  Approve  an  increase  in  the  construction  cost  contingency  for  Contract  No. 
WD-2551,  Calaveras  Dam  Replacement  Project,  with  Dragados-USA,  Inc./ 
Flatiron  West,  Inc./Sukut  Construction,  Inc.,  Joint  Venture,  in  the  amount  of 
$79,781,662  and  an  increase  in  the  contract  duration  of  up  to  371 
consecutive  calendar  days;  and  Authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$529,225,308,  and  for  a  total  revised  contract  duration  up  to  2661  consecutive 
calendar  days.  (Cruz) 

13.  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  WD-2685,  with  Cal  State  Contractors  Inc.,  for  Reservoir  and 
Tanks  Improvement  (2013),  in  the  amount  of  $682,000;  and  Authorize  the 
General  Manager  to  approve  future  modifications  to  the  contract  for  a  total 

o    revised  contract  amount  up  to  $9,997,900.  The  requested  increase  is  due  to  new 
^!    water  conservation  work  requested  for  Twin  Peaks  Reservoir.  The  work  includes 
preparing  and  installing  new  water  barriers  along  all  submerged  concrete  slab 
joints  to  inhibit  water  leakage  from  the  reservoir  to  its  underdrains.  There  will  be 
no  change  in  contract  duration  due  to  this  joint  sealing  work.  (Cruz) 

14.  Approve  Modification  No.  2  to  the  Agreement  between  the  United  States 
oo   Forest  Service  and  the  City  and  County  of  San  Francisco  regarding 

acquisition  of  25.2  acres  of  land  at  Camp  Mather,  Tuolumne  County;  and 
^   authorize  the  General  Manager  to  execute  an  amendment  extending  the 

duration  of  the  agreement  up  to  one  year,  for  a  total  duration  of  three-years 
T""1   and  six  months.  The  time  extension  reflects  the  re-evaluation  of  the  original 

timber  appraisal  as  a  result  of  the  Rim  Fire.  (Russell) 

15.  Authorize  the  General  Manager  to  increase  the  Wastewater  Enterprise 
Commercial  Paper  Notes  Program  from  $300,000,000  to  $500,000,000; 

5*  Direct  the  General  Manager  (GM)  to  request  approval  from  the  Board  of 
Supervisors  for  such  increase  and,  further,  direct  the  GM  to  enter  into 


ro 


ro 


CD 


agreements  to  provide  bank  credit  facilities  authorized  under  2002  Proposition  E 
with  Barclays  Bank  PLC  and  State  Street  Bank  and  Trust  Company,  the  lowest 
cost,  responsive  and  responsible  bidders.  The  agreements  provide  an  additional 
$200,000,000  in  available  credit  with  annual  costs  not-to-exceed  $750,000  and 
for  a  total  contract  duration,  including  possible  extensions,  not  to  exceed  five 
years.  The  GM  is  further  authorized  to  select  the  next  lowest-cost,  responsive 
and  responsible  bidder  should  either  of  the  selected  banks  be  unable  to  meet 
City  contracting  requirements  or  if  negotiations  are  otherwise  not  successful. 

(Rydstrom) 

16.  Public  hearing,  discussion,  and  possible  action  to  adopt  excess  water  use 
charges  and  regulations  for  administering  excess  use  charges  and  the  retail 
water  shortage  allocation  plan  requirements  applicable  to  use  of  potable  water 
on  ornamental  landscaping  or  turf  by  the  approximately  1 ,600  retail  potable 
water  irrigation  accounts.  (Ritchie/Rydstrom) 

17.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657  /  Date  Filed:  March  6,  2013:  Served  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657  /  Date  Filed:  June  6,  2013 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 


Case  No.:  A1 27554/  Date  Filed:  January  29,  2010 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Ambrose) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Sunol  Valley  Golf  Course  and  Recreation 
Company 

Alameda  Superior  Court  Case  No.:  RG1 4729649 

City  Attorney  File  No.:  131321  /  Date  Filed:  June  18,  2014 

23.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.1 0  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

24.  Announcement  following  Closed  Session. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

26.  Other  new  business. 


ADJOURNMENT 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

NOTICE  OF  PUBLIC  HEARING  Tuesday,  August  26,  2014-1 :30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  San  Francisco  Public  Utilities  Commission,  the 
governing  board  of  the  publicly  owned  utility  operations  of  the  City  and  County 
of  San  Francisco:  Public  hearing,  discussion,  and  possible  action  to  adopt  a 
schedule  of  rates,  fees  and  charges  for  excessive  use  of  water  on  ornamental 
landscaping  and  turf,  applicable  only  to  approximately  1600  potable  water 
irrigation  account  holders.  The  detailed  agenda  and  related  files  will  be 
available  at  least  72  hours  before  the  scheduled  meetings  at  the  SFPUC 
website  www.sfwater.org,  or  by  calling  (415)  554-3165. 


San  Francisco 
Water 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  August  26,  2014 

(Approved  September  23,  2014) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  vwrfw.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7vievy  id=22 


1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:30  PM. 

2.  Roll  Call 

Present:  Courtney,  Vietor,  Moran,  and  Vietor 

3.  Approval  of  the  Minutes  of  August  12,  2014 

On  Motion:  Courtney,  Vietor,  Moran  and  Torres 

Public  Comment: 
None. 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  spoke  about  the  recent  earthquake  and  SFPUC 
infrastructure.  He  expressed  concerns  with  staff. 

•  Mr.  Mark  Weiss  stated  there  should  be  a  celebration  of  the  250th  anniversary  of 
Portola  water  and  that  a  historical  document  should  be  prepared. 

•  Ms.  Ann  Clark,  Friends  of  Camp  Mather,  stated  that  the  summer  at  Camp  Mather 
was  a  success.  She  noted  a  Gala  will  be  held  in  September  to  celebrate  the 
Camp's  anniversary  and  to  honor  those  who  worked  on  the  Rim  Fire. 

•  Ms.  Yolanda  Lewis  noted  the  importance  of  decentralized  systems. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Drink  Tap  Update 

d)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

e)  City  Hall  80kW  Solar  Electric  Project  -  Summary 

f)  Water  Pipeline  Assessment 

Public  Comment: 
None. 

6.  Other  Commission  Business 

President  Courtney  requested  that  the  Commission  Secretary  prepare  a  record  of 
items  he  requested  be  place  on  the  agenda,  which  have  not  yet  been  agenized. 

Public  Comment: 

Mr.  Francisco  DaCosta  discussed  workforce  development  and  the  need  for  career 
jobs  with  benefits. 

President  Courtney  stated  that  the  time  has  come  to  explore  the  difference  between 
summer  job  opportunities  and  career  opportunities.  He  stated  he  would  like  a  robust 
dialogue  on  how  to  steer  people,  especially  those  from  underrepresented 
communities,  into  career  positions. 


SFPUC  Minutes 
August  26,  2014 


Page  2 


7.  Report  of  the  General  Manager 

a)  Summer  Youth  Employment  Program  Update 

Ms.  Juliet  Ellis,  Assistant  General  Manager  (AGM),  External  Affairs,  briefly 
responded  to  Mr.  DaCosta's  comments. 

AGM  Ellis  provided  an  update  on  the  SFPUC  Summer  Youth  Employment 
Program.  She  discussed  the  Program's  funding  and  strategy,  which  she  noted  is 
in  alignment  with  the  Mayor's  Summer  Jobs+  Initiative,  and  briefly  reviewed  each 
strategy. 

AGM  Ellis  discussed  the  differences  between  the  FY  2012-12  and  FY  2013-14 
Programs,  noting  the  increase  in  the  numbers  of  youth  served.  She  touched  on 
the  expansion  of  the  diversity  of  the  youth  and  discussed  the  Project  Pull 
Achievers  Summer  Pilot,  a  community  partnership  strategy. 

She  discussed  the  expansion  of  the  Project  Learning  Grants  from  10,  in  year 
one,  to  25,  in  year  two.  She  stated  the  Program  engages  youth  and  young  adults 
from  impacted  communities  and  emphasizes  youth  leading  youth.  She  indicated 
that  the  youth  led  tours  at  the  SFPUC  headquarters  and  at  Hetch  Hetchy,  they 
participated  in  an  ocean  beach  clean-up  event,  and  gave  public/community 
presentations. 

Ms.  Ellis  concluded  by  discussing  upcoming  events  and  youth  presentations,  and 
encouraged  everyone  to  attend.  AGM  Ellis  thanked  staff  for  their  work. 

Commissioner  Vietor  expressed  pleasure  with  the  Program,  noting  it  exposes 
participants  to  various  career  opportunities  and  develops  different  skill  sets. 

AGM  Ellis  introduced  Program  participants  who  discussed  their  experiences. 

Mr.  Kaneem  Thorton,  Program  participant,  discussed  his  background  and 
experiences.  He  indicated  the  Program  showed  him  the  importance  of 
networking,  mentorship  and  giving  back. 

Mr.  Leroy  Gatlin,  Program  participant,  stated  this  Summer  was  one  of  the  best  of 
his  life  and  that  the  Program  helped  him  develop,  learn  how  to  succeed,  and  to 
see  things  more  broadly. 

Ms.  Susana  Rojas  and  Ms.  Valentina  Sedeno,  Mission  Neighborhood  Services, 
discussed  their  "Got  Water"  Project,  which  employed  12  Program  youth.  She 
stated  they  learned  how  to  become  peer  educators,  and  that  they  created  events 
to  educate  families  on  water  conservation  and  recycling.  She  noted  the  Program 
educates  youth  on  appropriate  workplace  conduct  and  expectations. 

President  Courtney  suggested  that  the  SFPUC  schedule  a  meeting  next  year 
with  Citizens'  Advisory  Committee  (CAC)  members  in  attendance. 
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President  Courtney  stated  he  would  like  to  have  a  conversation  regarding  the 
use  of  tools  and  links  between  youth  employment  programs  and  pre-apprentice, 
apprentice,  and  journey  level  programs. 

Commissioner  Vietor  encouraged  the  other  Commissioners  to  attend  a  CAC 
meeting.  She  thanked  the  students  and  staff  for  their  work. 

Public  Comment: 

•  Mr.  Francisco  DaCosta  expressed  his  comments  on  the  youth  employment 
program.  He  stated  a  diversity  of  youth  needs  to  be  gathered. 

Commissioner  Caen  arrived  at  2:25  PM. 

b)  Drought  Update 

Mr.  Steve  Ritchie,  AGM,  Water,  provided  a  drought  update.  He  discussed 
reservoir  storage  levels,  noting  Hetch  Hetchy  is  at  85  percent  of  maximum 
storage  and  that  the  water  bank  is  at  38  percent.  He  stated  total  system  storage 
is  at  60  percent,  and  discussed  cumulative  precipitation,  total  deliveries,  and  total 
system  water  savings.  He  noted  that  he  will  be  discussing  modeling  at  an 
upcoming  meeting,  and  will  be  looking  three  or  four  years  out. 

Mr.  Michael  Carlin,  Deputy  General  Manager  (DGM),  stated  that  the  SFPUC  has 
been  involved  in  regional  discussions  regarding  the  Napa  earthquake  and  have 
offered  assistance,  if  needed. 

Vice  President  Caen  asked  about  infrastructure,  and  DGM  Carlin  discussed  the 
retrofit  work  that  has  and  is  being  done. 

Public  Comment: 

•  Ms.  Yolanda  Lewis  expressed  her  thoughts  on  the  earthquake,  noting 
redundancy  needs  to  be  created  and  new  technology  needs  to  be  used. 

Commissioner  Vietor  stated  that  redundancy  is  important.  She  would  like 
discussions  on  distributed  generation  for  energy  and  water.  DGM  Carlin  offered 
brief  response. 

•  Mr.  Francisco  Da  Costa  stated  proprietary  technology  needs  to  be  used  to 
detect  leaks  and  that  evaluations  need  to  be  conducted  on  Calaveras  Dam 
and  New  Irvington  Tunnel. 

8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  discussed  the  regional  drought  campaign  which 
was  launched  on  August  1 1th.  She  noted  the  strategic  location  of  campaign 
billboards  in  San  Mateo  County  and  Hayward.  She  stated  the  focus  of  the  campaign 
is  outdoor  water  conservation,  but  that  it  does  include  overall  conservation.  She 
indicated  their  "Lawn  Be  Gone"  Program  has  significant  customer  participation,  with 
a  184  percent  increase  in  activity  from  last  year.  She  stated  that  BAWSCA  is  offering 
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28  landscape  classes.  She  noted  they  have  seen  a  continued  decrease  in  water  use 
and  they  will  continue  to  spread  the  conservation  message. 

President  Courtney  requested  a  copy  of  BAWSCA's  landscape  booklet  and  their 
work  on  alternate  landscapes,  which  Ms.  Sandkulla  indicated  she  would  provide. 

Public  Comment: 
None. 

9.     Consent  Calendar 

a)  Approve  the  selection  of  Northqate-AGS,  JV  and  award  Agreement  No.  CS-380, 
Specialized  Groundwater  Monitoring  Services,  to  provide  professional  services  for 
collection  of  groundwater  samples  and  other  monitoring  support  for  the  SFPUC's 
existing  groundwater  monitoring  and  management  programs  in  the  Westside 
Basin;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
professional  services  agreement  for  an  amount  not-to-exceed  $1,500,000,  and 
with  a  duration  of  five  years.  (Resolution  14-0129) 

b)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-386A-C,  As-needed 
Engineering  Design  Services,  to  Kennedv/Jenks  Consultants  and  AGS  Inc.  JV 
(KJ-AGS)  (CS-386A).  MWH-Water  Resources  Engineering  Inc.  JV  (MWH-WRE) 
(CS-386B),  and  URS  Corporation  (URS)  (CS-386C),  to  provide  specialized 
engineering  design  services  on  an  as-needed  basis;  and  authorize  the  General 
Manager  to  negotiate  and  execute  three  professional  services  agreements,  each 
with  an  amount  not-to-exceed  $3,000,000  and  a  term  of  five  years.  (Resolution 
14-130) 

c)  Award  Agreement  No.  CS-1006  to  The  Watershed  Project  to  plan,  publicize,  and 
implement  a  Watershed  Teaching  Tool  Educator  Workshop;  and  authorize  the 
General  Manager  to  negotiate  and  execute  a  grant  agreement  for  an  amount  not- 
to-exceed  $24,000,  with  a  duration  up  to  three  years.  (Resolution  14-0131) 

d)  Accept  work  performed  by  A.  Ruiz  Construction  for  Contract  No.  WW-498,  John/ 
Spofford/Sutter/Post/Geary/O'Farrell  Streets  Brick  Sewer  Rehabilitation,  for  a  total 
contract  amount  of  $2,199,922,  and  with  a  total  contract  duration  of  150 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  14-0132) 

e)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-593R,  As- 
Needed  Sewer  Cleaning  and  Inspection,  for  a  total  contract  amount  not-to-exceed 
$1,594,150,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  A.  Ruiz 
Construction,  to  clean  and  inspect  existing  sewers,  on  an  as-needed  basis,  at 
locations  to  be  determined  within  the  City  of  San  Francisco. 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-595,  3rd/7th/ 
8th/25th/33rd/42nd  Avenues  and  Baker/Welsh  Streets  Sewer  Replacement,  in  the 
amount  of  $2,964,845,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
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Shaw  Pipeline,  to  replace  the  existing  sewers  on  the  subject  streets  in  the  City  of 
San  Francisco.  (Resolution  14-0133) 

President  Courtney  requested  that  Item  9e  be  removed  and  placed  on  the 
September  23rd  agenda. 

Commissioner  Torres  stated  he  had  a  previous  professional  relationship  with 
Montgomery  Watson,  a  contractor  on  item  9b.  He  requested  to  abstain  from  the 
vote  and  requested  a  motion  authorizing  him  to  do  so. 

On  Motion  to  allow  Commissioner  Torres  to  abstain  from  voting  on  Item  9b: 
Ayes:  Courtney,  Caen,  Vietor,  and  Moran 

On  Motion  to  approve  Consent  Calendar  items  9a,  and  9c  through  f: 
Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

On  Motion  to  approve  Consent  Calendar  items  9b: 
Ayes:  Courtney,  Caen,  Vietor,  and  Moran 

Public  Comment: 
None. 

10.  Approve  Amendment  No.  4  to  Agreement  No.  CS-820,  New  Irvington  Tunnel 
Project  -  Engineering  Services,  with  URS  Corporation,  to  continue  as  design 
engineer-of-record  for  the  construction  of  the  tunnel;  and  authorize  the  General 
Manager  to  negotiate  and  execute  this  amendment  increasing  the  agreement  up 
to  $500,000,  for  a  total  not-to-exceed  agreement  amount  of  $14,873,561 ,  and 
with  a  time  extension  up  to  12  months,  for  a  total  agreement  duration  of  up  to  10 
years,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section 
9.118.  (Resolution  14-0134) 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

Public  Comment: 
None. 

Vice  President  Caen  expressed  concern  with  the  timeframe  on  items  10,  11  and 
12. 

Mr.  Dan  Wade,  WSIP  Director,  stated  they  are  contractual  items  to  conform  to 
the  Revised  WSIP,  which  was  approved  by  the  Commission  in  April.  He  noted 
these  items  allow  for  continued  work  on  the  project  as  part  of  that  revision. 

11.  Approve  an  increase  to  the  previously  approved  construction  contract  cost 
contingency  for  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential 
Upgrade,  with  Western  Water  Constructors  in  the  amount  of  $900,000,  and  an 
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increase  in  the  contract  duration  of  up  to  933  consecutive  calendar  days;  and 
Authorize  the  General  Manager  to  approve  future  modifications  to  the  contract 
for  a  total  revised  contract  amount  up  to  $36,252,400  and  for  a  total  revised 
contract  duration  up  to  2,130  consecutive  calendar  days.  The  requested 
increases  are  needed  for  additional  work  to  remove  the  existing  underground 
fuel  tanks  and  the  related  unforeseen  contaminated  materials,  provide 
investigation  of  and  additional  protection  against  PG&E  electrical  transients  to 
the  pump  station  electrical  systems,  and  for  various  miscellaneous  electrical  and 
mechanical  modifications.  (Resolution  14-0135) 
VP  Caen  expressed  concern  with  the  time  increase. 

Vice  President  Caen  requested  that  staff  indicate  contract  extensions  in  the 
number  of  years,  rather  than  number  of  days. 

Public  Comment: 
None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

12.  Approve  an  increase  in  the  construction  cost  contingency  for  Contract  No.  WD- 
2551,  Calaveras  Dam  Replacement  Project,  with  Dragados-USA,  Inc./  Flatiron 
West,  Inc./Sukut  Construction,  Inc.,  Joint  Venture,  in  the  amount  of  $79,781 ,662 
and  an  increase  in  the  contract  duration  of  up  to  371  consecutive  calendar  days; 
and  Authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  for  a  total  revised  contract  amount  up  to  $529,225,308,  and  for  a  total 
revised  contract  duration  up  to  2661  consecutive  calendar  days.  (Resolution  14- 
0136) 

President  Courtney  noted  there  was  a  slight  change  to  the  resolution,  which  was 
provided  to  the  Commission. 

On  Motion  -Amendment: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

Public  Comment  on  Amendment: 
None. 

On  Motion  -  Item  as  Amended: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

Public  Comment: 

•    Mr.  Francisco  DaCosta  stated  a  hearing  needs  to  take  place  on  the  Calaveras 
Dam. 

13.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WD-2685,  with  Cal  State  Contractors  Inc..  for  Reservoir  and  Tanks 
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Improvement  (2013),  in  the  amount  of  $682,000;  and  Authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 
contract  amount  up  to  $9,997,900.  The  requested  increase  is  due  to  new  water 
conservation  work  requested  for  Twin  Peaks  Reservoir.  The  work  includes 
preparing  and  installing  new  water  barriers  along  all  submerged  concrete  slab 
joints  to  inhibit  water  leakage  from  the  reservoir  to  its  underdrains.  There  will  be 
no  change  in  contract  duration  due  to  this  joint  sealing  work.  (Resolution  14- 
0137) 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

Public  Comment: 
None. 

14.  Approve  Modification  No.  2  to  the  Agreement  between  the  United  States  Forest 
Service  and  the  City  and  County  of  San  Francisco  regarding  acguisition  of  25.2 
acres  of  land  at  Camp  Mather,  Tuolumne  County;  and  authorize  the  General 
Manager  to  execute  an  amendment  extending  the  duration  of  the  agreement  up 
to  one  year,  for  a  total  duration  of  three-years  and  six  months.  The  time 
extension  reflects  the  re-evaluation  of  the  original  timber  appraisal  as  a  result  of 
the  Rim  Fire.  (Resolution  14-0138) 

DGM  Carlin  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
timber  appraisal,  noting  that  the  item  will  come  back  to  the  Commission  for 
action  at  a  later  date. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

Public  Comment: 
None. 

15.  Authorize  the  General  Manager  to  increase  the  Wastewater  Enterprise 
Commercial  Paper  Notes  Program  from  $300,000,000  to  $500,000,000;  Direct 
the  General  Manager  (GM)  to  reguest  approval  from  the  Board  of  Supervisors 
for  such  increase  and,  further,  direct  the  GM  to  enter  into  agreements  to  provide 
bank  credit  facilities  authorized  under  2002  Proposition  E  with  Barclays  Bank 
PLC  and  State  Street  Bank  and  Trust  Company,  the  lowest  cost,  responsive  and 
responsible  bidders.  The  agreements  provide  an  additional  $200,000,000  in 
available  credit  with  annual  costs  not-to-exceed  $750,000  and  for  a  total  contract 
duration,  including  possible  extensions,  not  to  exceed  five  years.  The  GM  is 
further  authorized  to  select  the  next  lowest-cost,  responsive  and  responsible 
bidder  should  either  of  the  selected  banks  be  unable  to  meet  City  contracting 
reguirements  or  if  negotiations  are  otherwise  not  successful.  (Resolution  14- 
0139) 
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On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 
Public  Comment: 

•  Ms.  Yolanda  Lewis  stated  that  it  is  an  opportunity  to  tie  investment  to  the 
community. 

16.  Public  hearing,  discussion,  and  possible  action  to  adopt  excess  water  use 
charges  and  regulations  for  administering  excess  use  charges  and  the  retail 
water  shortage  allocation  plan  reguirements  applicable  to  use  of  potable  water 
on  ornamental  landscaping  or  turf  by  the  approximately  1 ,600  retail  potable 
water  irrigation  accounts.  (Resolution  14-0140) 

AGM  Ritchie  introduced  the  item,  which  was  first  presented  to  the  Commission 
on  August  12,  2014.  He  discussed  the  make-up  of  the  approximately  1,600  retail 
potable  water  irrigation  accounts. 

AGM  Ritchie  noted  there  was  a  minor  change  to  the  resolution,  which  was 
provided  to  the  Commission. 

Vice  President  Caen  asked  for  clarification  on  how  exceptions  will  be  handled, 
which  AGM  Ritchie  provided.  Brief  discussion  ensued. 

Commissioner  Vietor  asked  about  outreach  efforts.  AGM  Ritchie  provided 
response. 

Commissioner  asked  about  the  duration  of  the  excess  use  charges.  AGM 
Ritchie  briefly  discussed  possible  future  actions. 

On  Motion  -  Amendment: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

Public  Comment  on  Amendment: 
None. 

On  Motion  -  Item  as  Amended: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

Public  Comment: 

•  Ms.  Yolanda  Lewis  stated  that  conservation  and  water  recycling  is  needed. 

17.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 
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On  Motion  to  Assert: 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

The  Commission  Secretary  read  Closed  Session  items,  noting  item  23  was 
removed. 

The  Commission  entered  Closed  Session  at  3:23  PM. 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657  /  Date  Filed:  March  6,  2013:  Served  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657  /  Date  Filed:  June  6,  2013 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Sunol  Valley  Golf  Course  and  Recreation 
Company 

Alameda  Superior  Court  Case  No.:  RG14729649 

City  Attorney  File  No.:  131321  /  Date  Filed:  June  18,  2014 

23.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  Closed  Session  at  3:31  PM. 

24.  Announcement  following  Closed  Session. 

President  Courtney  announced  that  no  action  was  taken  during  Closed  Session. 
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25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose 

Ayes:  Courtney,  Caen,  Vietor,  Torres,  and  Moran 

26.  Other  new  business. 

President  Courtney  announced  that  the  September  9,  2014  meeting  is  cancelled. 

President  Courtney  adjourned  the  meeting  at  3:29  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0129 


WHEREAS,  Professional  services  are  necessary  to  continue  implementation  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC's)  existing  groundwater  monitoring  and 
management  programs  and  to  implement  the  Mitigation  Monitoring  and  Reporting  Programs 
required  by  the  San  Francisco  Groundwater  Supply  Project  Environmental  Impact  Report  (EIR) 
and  the  Regional  Groundwater  Storage  and  Recovery  Project  EIR;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  engineering  consultants  to 
provide  specialized  groundwater  monitoring  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,500,000;  and 

WHEREAS,  The  proposal  was  advertised  on  May  29,  2014;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  October  2014  and  end  in  September, 
2019,  and  the  duration  of  this  agreement  is  5  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Northgate-AGS,  JV 
as  the  highest  ranked  consulting  firms;  and 

WHEREAS,  A  CMD  subconsulting  goal  of  14%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  On  December  19,  2013  the  San  Francisco  Planning  Commission  certified 
the  Final  Environmental  Impact  Report  for  the  San  Francisco  Groundwater  Supply  Project 
(Planning  Department  Case  Number  2008.1122E)  under  Motion  Number  19050.  On  January  14, 
2014  this  Commission  approved  Project  Number  CUW30102,  the  San  Francisco  Groundwater 
Supply  Project,  and  adopted  CEQA  Findings,  including  findings  of  Overriding  Consideration, 
and  a  Mitigation  Monitoring  and  Reporting  Program,  under  Resolution  Number  14-0010. 
On  August  7,  2014  the  San  Francisco  Planning  Commission  certified  the  Final  Environmental 
Impact  Report  for  the  Regional  Groundwater  Storage  and  Recovery  Project  (Planning 
Department  Case  Number  2008.1396E)  under  Motion  Numbers  19209,  19210  and  19211.  On 
August  12,  2014  this  Commission  approved  Project  Number  CUW30103,  the  Regional 


Groundwater  Storage  and  Recovery  Project,  and  adopted  CEQA  Findings,  including  findings  of 
Overriding  Consideration,  and  a  Mitigation  Monitoring  and  Reporting  Program,  under 
Resolution  Number  14-0127,  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CUW30102  -  San  Francisco  Groundwater  Supply  Project,  Project 
No.  CUW30103  -  Regional  Groundwater  Storage  and  Recovery  Project,  and  Water  Enterprise 
Operating  Funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Northgate-AGS, 
JV;  awards  Water  Enterprise,  Project  and  Operating-funded  Agreement  No.  CS-380,  Specialized 
Groundwater  Monitoring  Services,  to  provide  professional  services  for  collection  of  groundwater 
samples  and  other  monitoring  support  for  the  SFPUC  existing  groundwater  monitoring  and 
management  programs  in  the  Westside  Basin;  and  authorizes  the  General  Manager  of  the  SFPUC 
to  negotiate  and  execute  a  professional  services  agreement  for  an  amount  not-to-exceed 
$1,500,000,  and  with  a  duration  of  five  (5)  years,  or,  in  the  event  negotiations  are  not  successful 
or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services  agreement 
with  the  next  highest  ranked  proposer. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0130 


WHEREAS  The  SFPUC  requires  as-needed  professional  engineering  design  services 
necessary  for  the  design  and  construction  of  improvements  to  various  San  Francisco  Public 
Utilities  Commission  (SFPUC)  facilities;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  engineering  consultants  to 
provide  specialized  as-needed  engineering  design  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  cost  of  services  is  not-to-exceed  $3,000,000  per  agreement  with  a 
cumulative  total  of  $9,000,000;  and 

WHEREAS,  The  proposal  was  advertised  on  April  25,  2014;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  September  2014  and  end  in  September 
2019  and  the  duration  of  this  agreement  is  5  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  proposals  resulted  in  the  establishment  of  Kennedy/Jenks 
Consultants-AGS  Inc.  JV,  MWH- Water  Resources  Engineering  Inc.  JV,  and  URS  Corporation  as 
three  highest  ranked  consulting  firms;  and 

WHEREAS,  A  CMD  subconsulting  goal  of  14%  Local  Business  Enterprise  participation 
has  been  established  for  these  agreements;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re- advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  individual  projects;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  and  award  Project  - 
funded  Agreement  Nos.  CS-386A-C,  As-needed  Engineering  Design  Services,  to  Kennedy/Jenks 
Consultants  and  AGS  Inc.  JV  (KJ-AGS)  (CS-386A);  MWH-Water  Resources  Engineering  Inc. 
JV  (MWH-WRE)  (CS-386B);  and  URS  Corporation  (URS)  (CS-386C),  to  provide  specialized 
engineering  design  services  on  an  as-needed  basis;  and  authorizes  the  General  Manager  of  the 
SFPUC  to  negotiate  and  execute  three  professional  services  agreements  each  with  an  amount 
not-to-exceed  $3,000,000  and  each  with  a  term  of  five  (5)  years;  or  in  the  event  negotiations  are 
not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional 
services  agreement  with  the  next  highest  ranked  proposer. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014. 


tmiUL  ^i/AnJ^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0131 


WHEREAS,  The  Watershed  Project  workshops  provides  San  Francisco  educators  with 
tools  and  curriculum  about  watershed  stewardship,  which  is  a  continuance  of  educational 
outreach  to  students  about  pollution  prevention;  and 

WHEREAS,  Awarding  this  grant  will  help  to  create  a  Watershed  Teaching  Tools 
educator  workshop  that  will  ultimately  teach  students  about  storm  water  pollution  prevention, 
water  conservation  and  other-related  issues;  and 

WHEREAS,  The  Watershed  Project's  objective  is  closely  aligned  with  goals  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  Wastewater  Enterprise  and  Pollution  Prevention 
Program  because  urban  watershed  education  helps  to  prevents  pollution  and  sustain  our 
environment;  and 

WHEREAS,  The  Wastewater  Enterprise  has  budgeted  $8,000,  from  its  FY  2014-2015 
Operating  Budget,  to  support  The  Watershed  Project  plans  to  publicize  and  encourage  educators 
to  use  hands-on  activities  to  teach  students  about  the  vital  role  they  play  in  their  community's 
ecological  balance  and  utilities  infrastructure;  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  award  of  the 
proposed  Grant  Agreement  does  not  fall  within  definition  of  a  "project"  under  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  the  proposed  workshop 
constitutes  an  organizational  or  administrative  activity  of  government  that  would  not  result  in 
direct  or  indirect  physical  changes  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  Grant  Agreement  between  the 
SFPUC  and  The  Watershed  Project,  to  provide  funding  in  an  amount  not-to-exceed  of  $24,000 
with  a  duration  up  to  three  (3)  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014. 

 mm  a  -   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0132 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program-funded  (CIP)  Contract  No.  WW-498,  John/Spofford/ 
Sutter/Post/Geary/O'Farrell  Streets  Brick  Sewer  Rehabilitation,  by  the  contractor,  A.  Ruiz 
Construction;  and 

WHEREAS,  On  November  13,  2012,  by  Resolution  No.  12-0201,  this  Commission 
awarded  WWE,  CIP  Contract  No.  WW-498,  John/Spofford/Sutter/Post/Geary/O'Farrell  Streets 
Brick  Sewer  Rehabilitation,  in  the  amount  of  $2,302,690,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  A.  Ruiz  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  22, 
2013,  with  an  original  schedule  of  150  consecutive  calendar  days  and  the  contract  work  was 
completed  in  150  consecutive  calendar  days  on  June  20,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,302,690  and  the  original  contract 
duration  was  150  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  ($102,768)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  contract  work  under  bid  item  allowances,  decreasing 
the  contract  amount  to  $2,199,922;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  has  made 
a  good  faith  effort  to  comply  with  the  3.09%  Local  Business  Enterprise  submitted  for  this 
contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC53,  John/Spofford/ 
Sutter/Post/Geary/O'Farrell  Streets  Brick  Sewer  Rehabilitation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  A.  Ruiz 
Construction  for  WWE,  CIP-funded  Contract  No.  WW-498, 

John/Spofford/Sutter/Post/Geary/O'Farrell  Streets  Brick  Sewer  Rehabilitation,  for  a  total  contract 
amount  of  $2,199,922.,  and  with  a  total  contract  duration  of  150  consecutive  calendar  days;  and 
authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014 


r 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0133 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-595,  3rd/7th/8th/25th/33rd/42nd  Avenues  and  Baker/Welsh 
Streets  Sewer  Replacement  was  advertised  on  June  22,  2014;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,300,335  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  334  consecutive  calendar  days;  and 

WHEREAS,  On  May  16,  2014  the  Bureau  of  Environmental  Management  determined  the 
sewer  replacement  project  is  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Public  Resources  Code  Section  21080.21  (pipeline  projects  less  than  one  mile  in  length). 
On  May  21,  2014  the  San  Francisco  Planning  Department  Environmental  Review  Officer 
concurred  with  the  determination;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  July  17,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  13%  Local  Business  Enterprise  (LBE)  subcontractor 
participation  goal  for  this  contract  and  the  Contractor  has  committed  to  LBE  participation  of 
14.99%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCSA1,  3rd/7th/8th/25th/ 
33rd/42nd  Avenues  and  Baker/Welsh  Streets  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded 
Contract  No.  WW-595,  3rd/7th/8th/25th/33rd/42nd  Avenues  and  Baker/Welsh  Streets  Sewer 
Replacement,  in  the  amount  of  $2,964,845,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Shaw  Pipeline. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0134 


WHEREAS,  On  May  9,  2006,  this  Commission  awarded  Agreement  No.  CS-820,  New 
Irvington  Tunnel  (NIT)  Project,  Engineering  Services,  and  authorized  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a  professional  services 
agreement,  in  the  amount  of  $8,600,000  and  with  a  term  of  seven  (7)  years,  concluding  on  June 
27,  2013,  with  URS  Corporation;  and 

WHEREAS,  Amendment  No.  1  was  issued  on  August  21,  2008  for  $1,398,561, 
increasing  the  total  not-to-exceed  agreement  amount  to  $9,998,561,  with  no  change  to  the 
contract  duration,  in  order  to  provide  continued  engineering  services  for  the  final  design;  and 

WHEREAS,  Amendment  No.  2  was  issued  on  September  22,  2009  for  $3,900,000, 
increasing  the  not-to-exceed  agreement  amount  to  $13,898,561,  and  extending  the  agreement 
term  by  one  (1)  year  for  a  total  agreement  duration  of  eight  (8)  years  to  June  2014,  in  order  to 
provide  continued  engineering  design  services  needed  during  pre-construction,  including 
engineering  support  services  for  the  environmental  review  and  permitting  process;  and  to  provide 
engineering  support  during  construction,  start-up,  commissioning  and  closeout  of  the  project; 
and 

WHEREAS,  Amendment  No.  3  was  issued  on  July  12,  2011  for  $475,000,  increasing  the 
not-to-exceed  agreement  amount  to  $14,373,561,  and  extending  the  agreement  term  by  one  (1) 
year  for  a  total  agreement  duration  of  nine  (9)  years  to  June  2015,  in  order  to  provide  on-going 
engineering  support  during  construction  and  address  the  unanticipated  increase  in  design 
consultant  reviews  of  submittals  and  engineering  substitutions/re-designs  submitted  by  the 
construction  contractor;  and 

WHEREAS,  Amendment  No.  4  is  being  requested  to  increase  the  agreement  by 
$500,000,  for  a  total  not-to-exceed  agreement  amount  of  $14,873,561  and  extend  the  agreement 
term  by  up  to  twelve  (12)  months  to  June  2016,  in  order  to  provide  additional  design  engineer- 
of-record  support  during  final  construction,  closeout  of  the  NIT  project,  and  additional 
engineering  support  services  for  the  inspection  of  the  existing  Irvington  Tunnel;  and 

WHEREAS,  A  Contract  Monitoring  Division  subconsulting  goal  of  6%  Local  Business 
Enterprise  participation  of  the  total  value  of  services  to  be  provided  has  been  established  for  this 
agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW35901  -  New 
Irvington  Tunnel;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Agreement 
No.  CS-820,  New  Irvington  Tunnel  Project  -  Engineering  Services,  with  URS  Corporation,  to 
continue  as  design  engineer-of-record  for  the  construction  of  the  tunnel  and  support  the 
inspection  of  the  existing  Irvington  Tunnel;  and  authorizes  the  General  Manager  of  the  SFPUC 
to  negotiate  and  execute  this  amendment  increasing  the  agreement  up  to  $500,000,  for  a  total 
not-to-exceed  agreement  amount  of  $14,873,561,  and  with  a  time  extension  up  to  twelve  (12) 
months  for  a  total  agreement  duration  of  up  to  ten  (10)  years,  subject  to  Board  of  Supervisors 
approval  pursuant  to  Charter  Section  9.1 18. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  26,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0135 


WHEREAS,  On  April  17,  2009,  per  Resolution  No.  09-0064,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -  funded 
Construction  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrade,  to  Western 
Water  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  was  issued  on  June  1,  2009; 

and 

WHEREAS,  The  original  contract  amount  was  $31,584,000  and  the  original  contract 
duration  was  875  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  April  24,  2012,  per  Resolution  No.  12-0067,  for 
$610,000  and  235  calendar  days,  raising  the  total  contingency  amount  to  $3,768,400  and  total 
contract  duration  contingency  to  322  calendar  days;  and 

WHEREAS,  The  project  has  encountered  the  need  for  additional  work  to  remove  existing 
underground  fuel  tanks  and  related  unforeseen  contaminated  materials,  provide  investigation  of 
and  additional  protection  against  PG&E  electrical  transients  to  the  pump  station  electrical 
systems,  and  for  various  miscellaneous  electrical  and  mechanical  modifications,  which  causes 
delays  and  cost  increases;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to 
$3,709,072,  pending  change  orders  amount  to  $208,858,  potential  change  orders  amount  to 
$417,252,  trends  amount  to  $273,890,  and  contingency  of  the  work  not  yet  performed  amount  to 
$59,328;  and 

WHEREAS,  These  change  orders,  trends,  and  contingency  work  not  yet  performed,  if 
converted  to  approved  change  orders,  would  exceed  the  approved  construction  cost  contingency; 
and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $900,000  and 
an  increase  in  the  contract  duration  of  933  consecutive  calendar  days  is  requested,  subject  to  the 
General  Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  9%  Local  Business 
Enterprise  subcontractor  participation  goal  on  this  project  and  as  of  May  2014,  the  contractor  has 
utilized  an  LBE  participation  of  9.29%.;  and 


WHEREAS,  Funding  is  currently  available  in  Project  CUW30901,  Lake  Merced  Pump 
Station  Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $900,000,  and  approves  a  potential  increase  in  the  contract 
duration  of  up  to  933  consecutive  calendar  days  for  the  Water  Enterprise,  WS  IP-funded 
Construction  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrade,  for  a  total 
cost  contingency  amount  of  $4,668,400;  and  a  potential  extension  in  the  contract  total  duration  of 
up  to  1,255  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $36,252,400  and  to  the  contract  duration  for  up  to  2,130  consecutive  calendar  days. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0136 


WHEREAS,  On  May  24,  2011,  per  Resolution  No.  11-0077,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project  to  Dragados-USA, 
Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc.,  Joint  Venture;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  August  15,  2011; 

and 

WHEREAS,  The  original  contract  amount  was  for  $259,571,850  and  the  original  contract 
duration  was  1460  consecutive  calendar  days;  and 

WHEREAS,  On  June  21,  2012  the  contract  duration  was  amended  to  authorize  a  time 
extension  of  69  calendar  days  to  address  differing  site  conditions  associated  with  the  foundation 
of  the  Disposal  Site  3  dike;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  On  January  22,  2013,  per  Resolution  No.  13-0020,  this  Commission 
approved  the  modification  of  Contract  No.  WD-2551  to  increase  construction  cost  contingency 
in  the  amount  of  $117,000,000  and  a  time  extension  of  up  to  761  consecutive  calendar  days,  and 
authorized  the  General  Manager's  subsequent  authorization  of  modifications;  and 

WHEREAS,  On  August  13,  2013,  per  Resolution  No.  13-0129,  this  Commission 
approved  the  modification  of  Contract  No.  WD-255 1  to  increase  construction  cost  contingency 
in  the  amount  of  $46,914,61 1,  and  authorized  the  General  Manager's  subsequent  authorization  of 
modifications;  and 

WHEREAS,  The  project  has  encountered  unexpected  geologic  conditions.  The  total 
forecasted  value  of  the  work  associated  with  significant  change  orders,  trends,  and  a  portion  of 
the  remaining  risks  are  primarily  related  to  the  unexpected  geologic  conditions  of  Landslides  A 
and  B,  but  also  includes  other  items  such  as  projected  foundation  grouting  overruns,  spillway 
construction  quantity  overrun,  allowance  for  control  of  Natural  Occurring  Asbestos  (NO A), 
additional  erosion  control  measures  required  to  meet  permit  conditions,  and  a  number  of  less 
significant  items;  and 


WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$168,209,126,  pending  change  orders  amount  to  $595,392,  potential  change  orders  amount  to 
$132,500,  trends  amount  to  $87,618,156,  the  budgeted  amount  for  a  portion  of  the  remaining 
risks  amount  to  $13,098,284,  and  remaining  pre-approved  contingency  not  used  to  date  to 
$21,662,670;  and 

WHEREAS,  These  pending  and  potential  change  orders,  trends,  and  risks,  if  converted  to 
approved  change  orders,  would  exceed  the  pre-approved  construction  cost  contingency;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $79,781,662 
and  a  time  extension  of  371  consecutive  calendar  days  are  requested,  subject  to  the  General 
Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  5%  Local  Business 
Enterprise  (LBE)  goal  on  this  project  and  the  Contractor,  Dragados-USA,  Inc./Flatiron  West, 
Inc./Sukut  Construction,  Inc.,  Joint  Venture,  has  committed  to  demonstrating  and  documenting 
good  faith  outreach  efforts  in  order  to  meet  its  LBE  commitment;  and 

WHEREAS,  On  April  22,  2014,  per  Resolution  No.  14-0065,  this  Commission  approved 
increase  of  project  budget  and  schedule  extension  to  Project  CUW37401,  Calaveras  Dam 
Replacement  Project  that  take  into  account  the  potential  contract  modifications  outlined  herein; 
and 

WHEREAS,  Funding  is  currently  available  in  Project  CUW37401,  Calaveras  Dam 
Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $79,781,662  and  approves  a  potential  increase  in  the  contract 
duration  of  up  to  371  consecutive  calendar  days  for  the  Water  Enterprise,  WSEP  funded 
Construction  Contract  WD-2551  -  Calaveras  Dam  Replacement  Project,  for  a  total  cost 
contingency  amount  of  $269,653,458;  and  a  potential  extension  to  the  original  contract  duration 
of  up  to  1201  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $529,225,308  and  to  the  contract  duration  for  up  to  2661  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0137 


WHEREAS,  On  September  24,  2013,  per  Resolution  No.  13-0144,  this  Commission 
approved  the  award  of  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded 
Contract  No.  WD-2685,  Auxiliary  Water  Supply  System  Reservoir  and  Tanks  Improvement 
(2013),  to  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  November  18,  2013; 

and 

WHEREAS,  The  original  contract  amount  was  for  $8,469,000  and  the  original  contract 
duration  was  665  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  A  potential  change  order  is  estimated  to  be  up  to  $682,000  with  no  change 
in  contract  duration;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to 
$77,132,  pending  change  orders  amount  to  $0,  potential  change  orders  amount  to  $2,701,  trends 
amount  to  $682,000,  and  10%  contingency  of  the  work  not  yet  performed  amount  to  $767,067; 
and 

WHEREAS,  These  change  orders,  trends,  and  10%  contingency  of  the  work  not  yet 
performed,  if  converted  to  approved  change  orders,  would  exceed  the  pre-approved  10% 
construction  cost  contingency;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $682,000  is 
requested,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  16%  Local 
Business  Enterprise  (LBE)  subcontractor  participation  goal  on  this  project  and  the  Contractor  has 
committed  to  LBE  subcontractor  participation  of  21.5%  with  their  bid  submittal; 

WHEREAS,  Funding  is  currently  available  in  Project  Nos.  CUWAWSAW01  -  Jones  St. 
Tank,  CUWAWSAW02  -  Ashbury  Heights  Tank,  and  CUWAWSAW03  -  Twin  Peaks 
Reservoir;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $682,000  for  the  Earthquake  Safety  &  Emergency  Response 
Bond  Program-funded  Contract  No.  WD-2685,  with  Cal  State  Constructors,  Inc.,  for  Auxiliary 
Water  Supply  System  Reservoir  and  Tanks  Improvement  (2013),  for  a  total  cost  contingency 
amount  of  $1,528,900;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $9,997,900. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0138 


WHEREAS,  On  March  27,  2012  this  Commission  approved  Resolution  No.  12-0054, 
authorizing  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
execute  on  behalf  of  the  City  and  County  of  San  Francisco,  a  Collection  Agreement  with  the 
United  States  Forest  Service  (Forest  Service)  for  the  SFPUC  to  fund  work  by  Forest  Service 
staff,  including  environmental  analyses,  value  consultation  and  land  title  serves,  and  preparation 
of  a  Feasibility  Analysis  (collectively  Preparatory  Work)  for  acquisition  by  the  SFPUC  of  25.2 
acres  of  land  at  Camp  Mather  in  Tuolumne  County,  for  an  amount  not  to  exceed  $60,000  and  a 
duration  of  30  months;  and 

WHEREAS,  Modification  No.  1  per  Resolution  No.  13-0039  was  approved  in  the  amount 
of  $21,722  for  cost  increases  for  value  consultation  and  land  title  services,  increasing  the  total 
Agreement  amount  to  $77,167;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  a  time  extension  of  one  year  due 
to  the  re-evaluation  of  the  original  timber  appraisal  as  a  result  of  the  Rim  Fire,  extending  the  total 
agreement  duration  to  three  years  and  six  months;  and 

WHEREAS,  Prior  to  any  undertaking  acquisition  of  the  Land  or  any  physical 
improvements  to  the  leach  fields,  the  SFPUC  would  complete  the  required  environmental  review 
on  any  proposed  activity  under  the  California  Environmental  Quality  Act.  The  Forest  Service 
would  complete  necessary  environmental  review  under  the  National  Environmental  Policy  Act 
related  to  the  proposed  land  exchange;  and 

WHEREAS,  Funds  are  available  from  Hetch  Hetchy  Water  and  Power  Capital  Budget 
project  number  CUH998;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  2  to  the 
Collection  Agreement  between  the  Forest  Service  and  the  City  and  County  of  San  Francisco 
related  to  SFPUC  funding  analysis  of  a  possible  SFPUC  land  acquisition  of  Forest  Service 
Property  at  Camp  Mather,  Tuolumne  County,  California,  increasing  the  existing  Agreement 
duration  by  one  year,  for  a  total  Agreement  duration  of  three  years  and  six  months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014. 

n 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0139 


WHEREAS,  on  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  "City")  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Public  Utilities  Commission  (the  "Commission")  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  "Board"),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  "Wastewater  Enterprise");  and 

WHEREAS,  pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
("Article  V"),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  the  Commission  has  previously  authorized  pursuant  to  Resolution  No.  06- 
0164,  approved  by  the  Commission  on  September  26,  2006,  and  the  Board  has  previously 
approved  pursuant  to  Ordinance  No.  266-06,  adopted  by  the  Board  on  October  24,  2006,  and 
signed  by  the  Mayor  on  October  3 1 ,  2006,  the  establishment  of  a  commercial  paper  program  for 
the  Wastewater  Enterprise  (the  "Wastewater  CP  Program")  and  the  issuance  of  up  to  $150 
million  in  principal  amount  of  commercial  paper  notes  (together  with  the  additional  New  CP 
Notes  (defined  below)  authorized  hereunder,  the  "CP  Notes");  and 

WHEREAS,  the  Commission  has  previously  authorized  pursuant  to  Resolution  No.  11- 
0197,  approved  by  the  Commission  on  December  13,  201 1,  and  the  Board  has  approved  pursuant 
to  Ordinance  No.  91-12,  adopted  by  the  Board  on  May  1,  2012,  and  signed  by  the  Mayor  on 
May  14,  2012  (together  with  Ordinance  No.  266-06,  the  "Ordinances"),  an  ordinance  to 
authorize,  an  increase  in  the  Wastewater  CP  Program  to  a  not  to  exceed  amount  of  $300  million 
from  $150  million;  and 

WHEREAS,  the  Commission  has  determined  that  it  is  necessary  and  desirable  to  make 
certain  additional  improvements  to  the  facilities  of  the  Wastewater  Enterprise  (the 
"Improvements"),  and  has  further  determined  to  finance  the  Improvements  through  the  issuance 
of  wastewater  revenue  bonds,  and  in  anticipation  of  the  issuance  of  such  wastewater  revenue 
bonds,  through  the  use  of  the  Wastewater  CP  Program;  and 

WHEREAS,  the  Commission  seeks  to  authorize  an  increase  in  the  Wastewater  CP 
Program  an  aggregate  principal  amount  not  to  exceed  $500  million  from  $300  million, 
contingent  upon  a  resolution  proposed  for  consideration  and  approval  by  the  Board  (the 
"Anticipated  Resolution");  and 

WHEREAS,  pursuant  to  this  Resolution,  Resolution  No.  11-0197,  the  Anticipated 
Resolution,  if  adopted,  and  the  Ordinances,  the  Commission  shall  be  authorized  to  take  all 
necessary  action  in  connection  with  the  expansion  of  the  Wastewater  CP  Program;  and 

WHEREAS,  the  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  one  or  more  letters  of  credit  or  revolving  lines  of  credit  to  secure  the  payment  of  the  newly 


authorized  CP  Notes  in  an  aggregate  principal  amount  not  to  exceed  $200  million  (the  "New  CP 
Notes");  and 

WHEREAS,  after  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  the  following  offers  were  the  most  advantageous  to  the 
Commission  (i)  a  reimbursement  agreement  (the  "Reimbursement  Agreement")  with  Barclays 
Bank  PLC  ("Barclays")  pursuant  to  which  Barclays  will  issue  its  direct-pay  letter  of  credit  (the 
"Letter  of  Credit")  in  an  original  stated  amount  not  to  exceed  $109  million  (representing  a 
principal  amount  of  $100,000,000  plus  up  to  $9,000,000  in  interest,  calculated  at  the  maximum 
rate  of  twelve  percent  (12%)  per  annum  for  a  period  of  two  hundred  seventy  (270)  days 
calculated  on  the  basis  of  a  year  of  360  days  and  (ii)  a  revolving  credit  and  term  loan  agreement 
(the  "Revolving  Loan  Agreement")  with  State  Street  Bank  and  Trust  ("State  Street")  with  an 
aggregate  principal  commitment  of  $100,000,000;  and 

WHEREAS,  the  proposed  forms  of  the  Reimbursement  Agreement  and  its  related  fee 
agreement  (the  "Fee  Agreement"),  proposed  to  be  entered  into  by  the  Commission  and  Barclays 
have  been  presented  to  the  Commission  and  filed  with  the  Secretary  of  the  Commission,  and  the 
Commission  finds  it  in  its  best  interest  to  enter  into  such  agreements;  and 

WHEREAS,  the  proposed  forms  of  the  Revolving  Credit  and  Term  Loan  Agreement  and 
its  related  fee  letter  (the  "Fee  Letter")  to  be  entered  into  by  the  Commission  and  State  Street  have 
been  presented  to  the  Commission  and  filed  with  the  Secretary  of  the  Commission,  and  the 
Commission  finds  it  in  its  best  interest  to  enter  into  such  agreements;  and 

WHEREAS,  the  Commission  will  issue  a  separate  series  of  New  CP  Notes  secured  by  the 
Letter  of  Credit  and  the  Revolving  Loan  Agreement,  respectively,  and  each  such  series  may  be 
further  divided  into  separate  tax-exempt  and  taxable  subseries,  and  the  Commission  will  prepare 
and  cause  the  distribution  of  an  offering  memorandum  related  to  the  New  CP  Notes;  and 

WHEREAS,  in  order  to  accommodate  the  use  of  the  Reimbursement  Agreement  and  the 
Revolving  Loan  Agreement,  the  Commission  finds  it  appropriate  and  in  its  best  interest  to 
execute  a  new  issuing  and  paying  agent  agreement  (the  "Paying  Agent  Agreement")  with  U.S. 
Bank,  National  Association,  as  issuing  and  paying  agent  (the  "Paying  Agent")  for  each  series  of 
the  New  CP  Notes;  and 

WHEREAS,  the  forms  of  the  proposed  Paying  Agent  Agreements  and  the  proposed 
offering  memorandum  (the  "Offering  Memorandum")  have  also  been  submitted  to  the 
Commission  and  filed  with  the  Secretary;  and 

WHEREAS,  the  Commission  finds  it  necessary  to  execute  one  or  more  commercial  paper 
dealer  agreements  for  the  New  CP  Notes  with  the  commercial  paper  dealers  for  the 
Commission's  existing  CP  Notes;  and 

WHEREAS,  the  proposed  form  of  amended  dealer  agreement  (the  "Dealer  Agreement") 
has  been  presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it 
in  its  best  interest  to  enter  into  such  agreement  with  one  or  more  of  the  qualified  commercial 
paper  dealers  currently  serving  as  commercial  paper  dealers  for  the  Commission's  other  series  of 
CP  Notes;  and 

WHEREAS,  on  May  19,  2014,  the  Environmental  Review  Officer  issued  a  Certificate  of 
the  City  and  County  of  San  Francisco  Planning  Department  (pursuant  to  Section  8B.  124(b)  of 
the  Charter  of  the  City)  (the  "Planning  Department  Certificate")  with  respect  to  environmental 
review  for  projects  to  be  funded  by  the  issuance  of  the  debt  to  the  Board  of  Supervisors  and  as  a 
result  of  the  issuance  of  the  Planning  Department  Certificate  the  issuance  of  any  subsequent 
certificate  is  unnecessary;  and  now  therefore  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 


Section  L  Increase  of  Authorized  Amount  of  Commercial  Paper  Notes.  The 
Commission  hereby  approves  the  $200  million  increase  in  the  Wastewater  CP  Program  to  a  not 
to  exceed  amount  of  $500  million  from  $300  million,  contingent  upon  adoption  by  the  Board  of 
the  Anticipated  Resolution.  The  General  Manager  of  the  Commission  (the  "General  Manager") 
or  his  or  her  designee  is  authorized  to  issue  up  to  $500  million  of  Commercial  Paper  Notes  in 
accordance  with  the  terms  hereof. 

Section  2.  Approval  of  Reimbursement  Agreement.  The  Reimbursement  Agreement  and 
Fee  Agreement,  in  substantially  the  forms  submitted  to  this  Commission,  are  hereby  approved 
and  recommended  to  the  Director  of  the  City's  Office  of  Public  Finance  (the  "Director")  for 
approval  pursuant  to  Article  V.  The  General  Manager  or  his  or  her  designee  is  authorized  and 
directed  to  negotiate  and  execute  and  deliver  the  Reimbursement  Agreement  and  the  Fee 
Agreement,  subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager, 
upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  the  Reimbursement  Agreement  and  Fee 
Agreement,  provided  that  the  Commission  may  enter  into  the  Reimbursement  Agreement  so  long 
as  the  original  stated  amount  does  not  to  exceed  $109  million  (representing  a  principal  amount  of 
$100,000,000  plus  up  to  $9,000,000  in  interest,  calculated  at  the  maximum  rate  of  twelve  percent 
(12%)  per  annum  for  a  period  of  two  hundred  seventy  (270)  days  calculated  on  the  basis  of  a 
year  of  360  days,  and  the  initial  term  of  the  Reimbursement  Agreement  is  for  a  period  not  to 
exceed  four  years,  with  optional  annual  extensions  not  to  exceed  five  years  from  the 
commencement  date  of  the  initial  term. 

Section  3.  Approval  of  Revolving  Loan  Agreement.  The  Revolving  Loan  Agreement 
and  Fee  Letter,  in  substantially  the  forms  submitted  to  this  Commission,  are  hereby  approved  and 
recommended  to  the  Director  for  approval  pursuant  to  Article  V.  The  General  Manager  or  his  or 
her  designee  is  authorized  and  directed  to  negotiate  and  execute  and  deliver  the  Revolving  Loan 
Agreement  and  the  Fee  Letter,  subject  to  such  additions  thereto  or  changes  therein  which  the 
General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such 
approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  the  Revolving  Loan 
Agreement  and  Fee  Letter,  provided  that  the  General  Manager  may  enter  into  the  Revolving 
Loan  Agreement  so  long  as  the  principal  commitment  does  not  exceed  $100,000,000,  and  the 
initial  term  of  the  Revolving  Loan  Agreement  is  for  a  period  not  to  exceed  two  years,  with 
optional  annual  extensions  not  to  exceed  five  years  from  the  commencement  date  of  the  initial 
term. 

Section  4.  Appointment  of  Banks.  The  General  Manager  is  hereby  authorized  to  appoint 
Barclays  to  provide  a  Letter  of  Credit  to  secure  the  payment  of  up  to  $100,000,000  in  principal 
amount  of  New  CP  Notes  and  State  Street  to  provide  a  Revolving  Loan  Agreement  to  secure  the 
payment  of  up  to  $100,000,000  in  principal  amount  of  New  CP  Notes,  or  to  select  and  appoint 
another  financial  institution  or  financial  institutions  if  Barclays  is  unwilling  to  agree  to 
acceptable  terms  of  Reimbursement  Agreement  and  the  Fee  Agreement,  or  State  Street  is 
unwilling  to  agree  to  acceptable  terms  of  the  Revolving  Loan  Agreement  and  the  Fee  Letter,  in 
either  case,  that  have  been  submitted  to  the  Commission  subject  to  such  additions  thereto  or 
changes  therein  which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and 
Director  have  approved,  provided,  however,  that  the  General  Manager,  upon  consultation  with 
the  City  Attorney  and  Director,  shall  determine  that  such  agreements  shall  not  impose  any 
obligations  materially  more  onerous  than  under  the  agreements  approved  in  Section  2  or  Section 
3  of  this  Resolution,  respectively. 

Section  5.  Approval  of  Paying  Agent  Agreements.  The  proposed  forms  of  the  Paying 
Agent  Agreements  between  the  Commission  and  the  Paying  Agent,  submitted  to  this 
Commission,  are  hereby  approved  and  recommended  to  the  Director  for  approval  pursuant  to 


Article  V.  The  General  Manager  or  his  or  her  designee  is  authorized  and  directed  to  negotiate 
and  execute  and  deliver  the  Paying  Agent  Agreements,  subject  to  such  additions  thereto  or 
changes  therein  which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and 
Director,  shall  approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and 
delivery  of  each  such  Paying  Agent  Agreement. 

Section  6.  Appointment  of  Paying  Agent.  The  General  Manager  or  his  or  her  designee  is 
hereby  authorized  to  appoint  U.S.  Bank  National  Association  as  Paying  Agent  for  each  series  of 
the  New  CP  Notes,  provided  that  the  General  Manager  or  his  or  her  designee,  upon  consultation 
with  the  City  Attorney  and  Director,  may  select  an  alternative  paying  agent  if  such  selection  is 
more  advantageous  to  the  Commission. 

Section  7.  Approval  of  Dealer  Agreement.  The  Dealer  Agreement,  in  substantially  the 
form  submitted  to  this  Commission,  is  hereby  approved  and  recommended  to  the  Director  for 
approval  pursuant  to  Article  V.  The  General  Manager  or  his  or  her  designee  is  authorized  and 
directed  to  negotiate  and  execute  and  deliver  one  or  more  Dealer  Agreements  in  substantially 
said  form,  subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager,  upon 
consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be  conclusively 
evidenced  by  the  execution  and  delivery  of  such  Dealer  Agreements,  provided  that  the  Dealer 
Agreement(s)  are  awarded  to  one  or  more  qualified  commercial  paper  dealers  for  a  period  not  to 
exceed  three  years,  with  optional  annual  extensions  not  to  exceed  five  years  from  the 
commencement  date  of  the  initial  term. 

Section  8.  Appointment  of  Commercial  Paper  Dealers.  The  General  Manager  or  his  or 
her  designee  is  hereby  authorized  to  select  and  appoint  one  or  more  qualified  commercial  paper 
dealers  from  the  pool  of  dealers  that  contract  with  the  Commission  to  market  its  CP  Notes, 
provided  that  the  General  Manager  or  his  or  her  designee,  upon  consultation  with  the  City 
Attorney  and  Director,  shall  select  one  or  more  dealers  that  are  more  advantageous  to  the 
Commission. 

Section  9.  Limitations.  This  Resolution  shall  be  ineffective  unless  and  until  the 
Anticipated  Resolution  is  adopted  by  the  Board,  and  approved  by  the  Mayor.  Consistent  with 
the  Ordinances,  in  no  event  shall  the  aggregate  principal  amount  of  CP  Notes  exceed 
$500,000,000  and  in  no  event  shall  the  interest  rate  or  interest  rates  cause  the  aggregate  average 
interest  cost  to  exceed  12%  per  annum,  and  in  no  event  shall  the  term  of  any  bank  reimbursement 
obligation  exceed  5  years. 

Section  10.  Offering  Memorandum.  The  General  Manager  or  his  or  her  designee,  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to  prepare 
and  cause  the  distribution  of  an  Offering  Memorandum  relating  to  the  New  CP  Notes,  in 
substantially  the  form  submitted  to  this  Commission,  subject  to  such  additions  thereto  and 
changes  therein,  and  any  amendments  or  supplements  thereto  from  time  to  time  which  the 
General  Manager,  in  consultation  with  the  City  Attorney  and  the  Director,  shall  approve. 

Section  11.  Further  Actions;  Extensions  of  Term  of  Reimbursement  Agreement, 
Revolving  Loan  Agreement  or  Dealer  Agreement(s).  The  General  Manager  or  his  or  her 
designee,  and  in  consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and 
directed  to  negotiate  and  execute  such  other  agreements,  certifications  or  documents  and  to  take 
any  and  all  action  necessary  and  in  furtherance  of  the  marketing  and  sale  of  the  CP  Notes.  The 
General  Manager  is  further  authorized,  in  consultation  with  the  City  Attorney  and  the  Director, 
to  execute  amendments  to  extend  the  term  of  either  the  Reimbursement  Agreement  or  the 
Revolving  Loan  Agreement  or  both  for  an  aggregate  period  not  exceeding  five  years  from  their 
respective  commencement  date(s),  provided  that  the  annual  facility  fee  payable  to  the  Banks 


shall  not  exceed  $750,000  per  year  in  the  aggregate  for  the  New  CP  Notes  and  the  amendments 
shall  otherwise  comply  with  Section  6  hereof.  The  General  Manager  is  further  authorized,  in 
consultation  with  the  City  Attorney  and  the  Director,  to  execute  one  or  more  amendments  to 
extend  the  term  of  any  Dealer  Agreement  authorized  hereunder  for  a  period  not  to  exceed  three 
years,  with  optional  annual  extensions  not  to  exceed  five  years  from  the  commencement  date  of 
the  initial  term,  so  long  as  the  total  compensation  to  the  commercial  paper  dealer(s)  for  their 
services  with  respect  to  the  New  CP  Notes  shall  not  exceed  an  aggregate  of  $100,000  per  year. 

Section  12.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  13.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  increasing  the  aggregate  principal  amount  of  the 
Wastewater  CP  Program  and  obtaining  credit  support  for  the  Wastewater  CP  Program,  a  paying 
agent  for  each  series  of  New  CP  Notes  and  dealers  for  the  New  CP  Notes  and  the  issuance  and 
sale  of  the  New  CP  Notes  are  hereby  approved,  confirmed  and  ratified. 

Section  14.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 
PASSED  AND  ADOPTED  on  August  26,  2014,  by  the  following  vote: 

AYES:  Courtney,  Caen,  Vietor,  Moran,  Torres 
NOS:  None. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0140 


WHEREAS,  On  January  31,  2014,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  asked  all  SFPUC  customers  to  voluntarily  curtail  water  consumption  by  at  least  10%; 
and 

WHEREAS,  On  July  15,  2014,  the  State  Water  Resources  Control  Board  adopted 
emergency  regulations,  Resolution  2014-0038,  which  require  urban  water  suppliers  to  implement 
all  requirements  and  actions  of  its  water  shortage  contingency  plan  that  impose  mandatory 
restrictions  on  outdoor  irrigation;  and 

WHEREAS,  The  Retail  Water  Shortage  Allocation  Plan  (Plan)  adopted  by  the  SFPUC 
as  part  of  the  Urban  Water  Management  Plan  provides  guidance  for  allocating  water  among 
SFPUC  retail  water  customers  in  the  event  of  a  water  shortage  due  to  drought;  and 

WHEREAS,  On  August  12th,  2014,  the  SFPUC  imposed  mandatory  restrictions  on 
outdoor  irrigation  of  ornamental  landscapes  or  turf  with  potable  water  by  retail  customers  of  at 
least  10%;  and 

WHEREAS,  The  SFPUC  caused  a  notice  of  public  hearing  on  the  proposed  excessive 
use  charges  for  the  use  of  potable  water  on  ornamental  landscaping  and  turf  to  be  published  in 
the  official  newspaper  on  August  9th  through  August  13th,  2014,  and  posted  as  required  by  the 
Commission;  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  enactment  of 
the  proposed  excess  use  charges  is  exempt  from  environmental  review  under  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15269  (Emergency  Projects)  and  15308 
(Actions  by  Regulatory  Agencies  for  Protection  of  the  Environment);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  adopts  excess  water  use  charges,  effective 
October  1,  2014,  applicable  to  outdoor  irrigation  of  ornamental  landscapes  or  turf  with  potable 
water  by  retail  customers,  in  excess  of  the  allocations  determined  by  the  General  Manager 
consistent  with  this  Resolution,  at  two-times  the  applicable  water  rate;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  adopts  the  proposed  regulations 
for  administering  the  excess  use  charges,  determining  irrigation  water  use  allocations,  and 
considering  allocation  and  exception  determinations. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  26,  2014. 

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  September  9,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CANCELLED 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.php?view_id=22 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13th  Floor 

San  Francisco,  CA  94102 


San  Francisco 

Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  September  23,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7view  id=22 


Donna  Hood 

Secretary 


For  questions  about  the  meeting,  please  contact  (41 5)  554-31 65.  The  ringing  of  and  use  of  cell  phones,  pages,  and  similar  sound- 
producing  electronic  devices  are  prohibited  .  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of 
any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Know  your  rights  under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of 
the  public.  Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the  people's  review.  For 
information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance 
Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  Phone:  (415)  554-7724;  Fax:  (415) 
554-7854;  E-mail:  sotf (ajsfgov.org.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force, 
the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

Disability  Access:  The  SFPUC  meeting  will  be  held  in  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA.  The  closest 
accessible  BART  Station  is  at  Civic  Center.  Accessible  MUNI  lines  serving  this  location  are:  Metro  lines  J  Church,  K  Ingleside,  L 
Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van 
Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L 
Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415)  701-4485.  The  meeting  room  is  wheelchair 
accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of 
City  Hall  for  mobility-impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Parking  Garage  at  the  corner  of 
McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a  disability- 
related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in  alternative  format,  please  contact 
Donna  Hood  at  (41 5)  554-0761 ,  or  by  emailing  dhood@sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure 
availability.  To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical 
sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various 
chemical  based  products. 

LANGUAGE  ACCESS 

Per  the  Language  Access  Ordinance  (Chapter  91  of  the  San  Francisco  Administrative  Code),  Chinese,  Spanish  and  or  Filipino 
(Tagalog)  interpreters  will  be  available  upon  requests.  Meeting  Minutes  may  be  translated,  if  requested,  after  they  have  been 
adopted  by  the  Commission.  Assistance  in  additional  languages  may  be  honored  whenever  possible.  To  request  assistance  with 
these  services  please  contact  the  Commission  Clerk  Donna  Hood  at  (415)  554-0761,  or  dhoodgjsfwater.orq  at  least  48  hours  in 
advance  of  the  hearing.  Late  requests  will  be  honored  if  possible. 

EBBE 

□  □□□□□□□(□□□□□□n  091  □)□□□□□□□□□/□□□□□□  □□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□ 

□  □□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□□48DDDn(415)  554-0761  □  I J  □  □driood<a>sfwater.orgl 

□  □□Donna  Hoodn □□□□□□□□□□□□□□□□  □□□□□□□□ 

ACCESO  A  IDIOMAS 

De  acuerdo  con  la  Ordenanza  de  Acceso  a  Idiomas  "Language  Access  Ordinance"  (Capitulo  91  del  Codigo  Administrativo  de  San 
Francisco  "Chapter  91  of  the  San  Francisco  Administrative  Code")  interpretes  de  chino,  espanol  y/o  filipino  (tagalo)  estaran 
disponibles  de  ser  requeridos.  Las  minutas  podran  ser  traducidas,  de  ser  requeridas,  luego  de  ser  aprobadas  por  la  Comision.  La 
asistencia  en  idiomas  adicionales  se  tomara  en  cuenta  siempre  que  sea  posible.  Para  solicitar  asistencia  con  estos  servicios  favor 
comunicarse  con  el  Secretario  de  la  Comision  Donna  Hood  al  (415)  554-0761 ,  o  dhood@sfwater.org  por  lo  menos  48  horas  antes 
de  la  reunion.  Las  solicitudes  tardias  seran  consideradas  de  ser  posible. 

PAG-ACCESS  SA  WIKA 

Ayon  sa  Language  Access  Ordinance  (Chapter  91  ng  San  Francisco  Administrative  Code),  maaaring  mag-request  ng  mga 
tagapagsalin  sa  wikang  Tsino,  Espanyol,  at/o  Filipino  (Tagalog).  Kapag  hiniling,  ang  mga  kaganapan  ng  miting  ay  maaring  isalin  sa 
ibang  wika  matapos  ito  ay  aprobahan  ng  komisyon.  Maari  din  magkaroon  ng  tulong  sa  ibang  wika.  Sa  mga  ganitong  uri  ng 
kahilingan,  mangyaring  tumawag  sa  Clerk  ng  Commission  Donna  Hood  sa  (415)  554-0761,  o  dhood@sfwater.org  sa  hindi  bababa 
sa  48  oras  bago  mag  miting.  Kung  maari,  ang  mga  late  na  hiling  ay  posibleng  pagbibigyan. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to  influence  local 
legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental 
Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance,  please  contact 
the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax 
(415)  252-31 12;  web  site  at  www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's  action  on  a  project 
constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code  Chapter  31 ,  as  amended,  Board  of 
Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination  prepared  in  support  of  that  Approval  Action  is  thereafter 
subject  to  appeal  within  the  time  frame  specified  in  S.F.  Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed 
within  30  calendar  days  of  the  Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to 
CEQA.  For  information  on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr. 
Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department's 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an  exemption  determination 
has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf-planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court 
challenge,  a  litigant  may  be  limited  to  raising  only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written 
correspondence  delivered  to  the  Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public 
Utilities  Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  August  26,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Water  System  Improvement  Program  Report 

d)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Reports 

e)  Rim  Fire  Update 

f)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Drought  Update  (Ritchie) 

b)  New  Irvington  Tunnel  Update  (Wade) 

8.  Citizens'  Advisory  Committee  Update  (Aragon) 

9.  Sewer  System  Improvement  Program  Update  (Kubick) 

1 0.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

11.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 


items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Approve  the  selection  of  APX,  Inc.;  Award  Agreement  No.  CS-344,  Power 
Scheduling  Coordination  and  Related  Support  Services,  to  perform  the  functions 
of  SFPUC's  scheduling  coordination  with  California  Independent  System  Operator 
(CAISO),  including  submitting  schedules,  bids,  energy  trades,  managing 
communications  between  CAISO  and  SFPUC  schedulers  and  operators,  handling 
settlements,  and  other  related  services;  and  authorize  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  APX,  Inc.,  for  an 
amount  not-to-exceed  $2,100,000,  and  with  a  duration  of  five  years. 

(Hale) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-976,  Coast 
Range  Tunnel  Inspection  Access  Work,  in  the  amount  of  $765,651 ,  and  with  a 

fr*       contract  duration  of  92  consecutive  calendar  days  (three  months),  to  the 
^       lowest,  qualified,  responsible  and  responsive  bidder,  Trinet  Construction,  to 
©       remove  security  structures  and  tunnel  entry  dished  heads;  install  tunnel  access 
^fj       ramps  and  a  bridge  at  Tesla  Portal  and  Alameda  East  Portal  (AEP),  and  a 
temporary  access  door  at  AEP;  and  provide  portable  generators  to  run  the 
ventilation  system  at  AEP  for  the  inspection  of  the  Coast  Range  Tunnel. 

(Cruz) 

c)  Approve  and  award  Contract  No.  JOC-49,  General  Engineering  (A-License)  for 
Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Sierra  Mountain  Construction,  Inc.,  to  perform 
general  engineering  construction  tasks  for  Hetch  Hetchy  Operations.  (Cruz) 

d)  Accept  work  performed  by  Webcor  Construction,  LP  for  Contract  No.  WD-2559R 
^       New  SFPUC  Administration  Building;  Approve  Modification  Nos.  4  through  6 

^       (final)  for  a  total  contract  amount  of  $150,227,206,  and  a  total  contract  duration 
*H       of  1 ,163  consecutive  calendar  days  (approximately  three  years,  two  months);  and 
authorize  final  payment  to  the  contractor.  (Cruz) 

e)  Accept  work  performed  by  Shimmick  Construction  Company  for  Contract  No. 
WD-2582,  Sunol  Valley  Water  Treatment  Plant  Expansion  and  Treated  Water 

cr>        Reservoir  for  a  total  contract  amount  of  $102,718,272;  and  authorize  final 
^       payment  to  the  contractor.  (Cruz) 

f)  Accept  work  performed  by  Monterey  Mechanical  Co.,  for  Contract  No.  WW-522, 
^  Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Corrosion  Repairs; 
-<t<  Approve  Modification  No.  13  (Final)  to  add  sampling  hatch  and  perform  electrical 
^  work  at  the  motor  control  center,  increasing  the  contract  by  $34,661 ,  for  a  total 

contract  amount  of  $10,331 ,296,  and  a  total  contract  duration  of  690  consecutive 
calendar  days  (approximately  one  year  and  1 1  months);  and  authorize  final 
payment  to  the  contractor.  (Moala) 


g)  Approve  Modification  No.  8  to  Contract  No.  WW-525,  Southeast  Water  Pollution 
Control  Plant  Northside  Facility  Reliability  Upgrades,  Phase  II,  with  NTK 
^     Construction,  Inc.,  to  complete  the  remaining  work  for  Return  Activated  Sludge 
—h     pumps,  motors  and  related  control  and  monitoring  systems,  increasing  the 
5     contract  by  $310,000,  for  a  total  contract  amount  of  $13,033,686,  and  with  a 
— i     time  extension  of  150  consecutive  calendar  days  (approximately  five  months) 
for  a  total  contract  duration  of  856  consecutive  calendar  days  (approximately  two 
years,  four  months).  (Moala) 


h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-593R,  As- 
Needed  Sewer  Cleaning  and  Inspection,  for  a  total  contract  amount  not-to- 
^    exceed  $1,594,150,  and  with  a  contract  duration  of  18  months  (one  year,  six 
<=>    months),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  A.  Ruiz 
Construction,  to  clean  and  inspect  existing  sewers,  on  an  as-needed  basis,  at 
locations  to  be  determined  within  the  City  of  San  Francisco.  (Moala) 


i)  Approve  the  recommendations  of  the  SFPUC  report:  Analysis  and 
t^.     Recommendations  Regarding  Energy  Storage  Procurement  Policy  which 

concludes:  (1 )  it  is  not  cost-effective  for  the  SFPUC  to  procure  energy  storage  to 
^  meet  its  electricity  needs  at  this  time;  (2)  the  General  Manager  report  back  to  the 
■<$<     Commission  at  least  annually  regarding  the  further  evaluation  of  electric  storage 

technology  and  its  potential  for  meeting  the  SFPUC's  energy  procurement  needs; 

and  (3)  the  SFPUC  should  identify  opportunities  to  develop  a  pilot  energy  storage 

system  in  San  Francisco.  (Hale) 


i)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  seven  year  revocable  license  to  the  City  of  Palo  Alto  to  use 
h    approximately  80  linear  feet  of  SFPUC  Parcel  245-B  on  Page  Mill  Road  at  Foothill 
^    Expressway  in  Palo  Alto,  California,  for  installing,  operating,  and  maintaining  one 
t — i   eight-inch  natural  gas  pipeline,  for  no  annual  use  fee.  (Russell) 


REGULAR  CALENDAR 


1g.  Approve  the  Warnerville  Substation  Upgrades  Project  and  authorize  the 

w  General  Manager  to  request  the  release  of  $3,143,000  in  mitigation  funds 
*  -H  currently  on  reserve  with  the  Board  of  Supervisors.  The  project  is  necessary  to 
mitigate  the  impacts  to  the  City's  electric  system  caused  by  the  interconnection 
— i  of  North  Star  Solar,  LLC's  solar  project  to  the  electric  grid.  (Ritchie) 


13.  Authorize  the  General  Manager  to  modify  and  renew  the  Memorandum  of 
Understanding  between  the  Treasure  Island  Development  Authority  and  the 

^    SFPUC  to  contract  for  the  provision  of  certain  utility  services  at  former  Naval 
-h    Station  Treasure  Island,  for  the  term  of  October  1 ,  2014  through  September  30, 
^    2015.  (Ritchie) 

14.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 


15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
^        54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

^  (O'Neil) 
Zlj      Existing  Litigation: 

^     Michael  Walsh  v.  City  and  County  of  San  Francisco 
1—1     Alameda  Superior  Court  Case  No.:  RG1 16061 18 

City  Attorney  File  No.:  120833  /  Date  Filed:  November  29,  201 1 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

"5  (Ambrose) 
^jj     Existing  Litigation: 

o,     Brian  Hill  v.  City  and  County  of  San  Francisco 

San  Francisco  Su  perior  Court  Case  No.:  14-538953 
City  Attorney  File  No.:  140688  /  Date  Filed:  March  5,  2009 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.0  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.  (d)  (1). 

(Rothschild) 

-if        Existing  Claim 
^        Jean  O'Connell 

<=>        City  Attorney  Unlitigated  Claim  No.:  14-01867 
Date  Filed:  February  25,  2014 


Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  and  Wawona  are  as  follows:  Payment  of 
$1 06,355.93  in  exchange  for  a  full  and  final  release  of  liability. 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section* 

54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

(Ambrose) 

Anticipated  Litigation  as  Defendant 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657  /  Date  Filed:  March  6,  2013:  Served  June  6,  2013 


21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-52931 0 
City  Attorney  File  No.:  0000657  /  Date  Filed:  June  6,  2013 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

23.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

24.  Announcement  following  Closed  Session. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

26.  Other  new  business. 
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1.  Call  to  Order 

Vice  President  Caen  called  the  meeting  to  order  at  1:37  PM. 

2.  Roll  Call 

Present:  Caen,  Moran  and  Torres 
Excused:  Courtney 

3.  Approval  of  the  Minutes  of  August  26,  2014 
On  Motion: 

Ayes:  Caen,  Moran  and  Torres 

Public  Comments:  None 

4.  Public  Comments 

•  Ms.  Yolanda  Lewis  discussed  issues  with  sea  level  rise  and  water  contamination 
and  stated  that  strategies  need  to  be  developed  to  address  those  issues. 

•  Mr.  Francisco  DaCosta  asked  that  a  hearing  be  held  regarding  sea  level  rise. 

•  Ms.  Iris  Fluellen,  Alive  and  Free  Omega  Boys  Club,  discussed  the  mission  of  the 
organization  and  distributed  their  annual  report. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Water  System  Improvement  Program  Report 

d)  Hetch  Hetchv  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Reports 

e)  Rim  Fire  Update 

f)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

Vice  President  (VP)  Caen  asked  for  clarification  regarding  the  completion  figures 
for  the  overall  WSIP,  indicating  the  numbers  in  the  report  (5c)  were  not  the  same. 
Mr.  Dan  Wade,  WSIP  Director,  provided  preliminary  response,  stating  he  would 
report  back. 

Public  Comments 
None. 

6.  Other  Commission  Business 

Commissioner  Moran  moved  to  have  an  off-calendar  commendatory  item  to 
recognize  Commissioner  Torres. 

On  Motion: 

Ayes:  Caen,  Moran  and  Torres 

VP  Caen  presented  a  plaque  to  Commissioner  Torres  on  behalf  of  the  Commission. 
Commissioner  Torres  expressed  his  gratitude  for  the  opportunity  to  serve,  and 
thanked  the  Commission,  the  City  Attorney,  and  the  General  Manager  (GM)  for  their 
assistance. 


Commissioner  Vietor  arrived  at  1:53  PM. 


Public  Comments 

•  Mr.  Francisco  DaCosta  thanked  Commissioner  Torres  for  his  service  and 
contributions. 

•  Mr.  Peter  Drukmeier,  Tuolumne  River  Trust,  thanked  Commissioner  Torres  for 
his  service  and  wished  him  well. 

•  Nicole  Sandkulla,  BA  WSCA,  thanked  Commissioner  for  his  service  and  for  his 
ability  to  focus  on  policy  decisions. 

7.  Report  of  the  General  Manager 

GM  Kelly  provided  response  to  VP  Caen's  question  regarding  Item  5c. 

a)  Drought  Update 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water,  discussed  reservoir 
storage  and  water  bank  levels,  stating  that  total  storage  levels  are  at  59  percent. 
He  discussed  cumulative  precipitation  and  snowpack  levels,  and  touched  on  total 
deliveries,  stating  it  is  steadily  going  down  due  to  reduction  in  water  use.  He 
indicated  total  system  water  savings,  noting  conservation  is  ahead  of  pace. 

AGM  Ritchie  discussed  the  water  current  situation,  stating  it  is  the  driest  three- 
year  period  in  the  97-year  hydrologic  record.  He  discussed  statewide  reservoir 
storage  levels  and  possible  situations  for  next  year,  depending  on  precipitation. 

Mr.  Ritchie  indicated  how  customers  will  be  notified  about  excess  water  use  and 
how  individuals  can  report  water  waste.  Mr.  Ritchie  concluded  by  presenting  a 
summary  of  water  waste  activity,  noting  as  of  September  19th,  414  reports  of 
waste  were  received  and  182  first  notices  were  issued. 

AGM  Ritchie  responded  to  a  question  from  VP  Caen  regarding  Los  Angeles 
water  storage. 

In  response  to  VP  Caen's  question  regarding  desalination  efforts,  Mr.  Ritchie 
indicated  that  staff  has  been  working  with  other  Bay  Area  agencies  to  determine 
next  steps. 

Public  Comments 

•  Mr.  Francisco  DaCosta  stated  that  staff  needs  to  be  forward-thinking  and  utilize 
technology  to  deal  with  the  drought. 

•  Ms.  Yolanda  Lewis  discussed  reverse  osmosis  and  technology. 

b)  New  Irvington  Tunnel  Update 

Mr.  Wade  provided  a  status  update  for  the  New  Irvington  Tunnel.  He  noted 
despite  difficult  construction  conditions,  construction  is  progressing,  and  that 
overall  construction  is  90  percent  complete.  He  indicated  that  the  tunnel  is  on- 
track  to  be  put  in-service  in  the  fall. 
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Mr.  Wade  continued,  noting  a  recently  discovered  problem  that  will  impact  the 
construction  schedule,  and  informed  the  Commission  that  a  65-foot  length  of  the 
tunnel  buckled,  where  in-flows  and  pressure  are  very  high.  He  noted  that  they 
are  removing  the  damaged  section  and  inspecting  the  tunnel;  are  investigating 
why  the  tunnel  buckled;  and  are  developing  a  detailed  repair  plan.  He  indicated 
the  current  delay  estimate  is  two-to-four  months.  He  stated  that  there  is  an 
independent  third  party  consultant  investigating  the  cause  of  the  buckling.  Brief 
discussion  ensued. 

Public  Comments 

•   Mr.  Francisco  DaCosta  thanked  Mr.  Wade  for  divulging  the  problem  and  the 
measures  being  taken  to  address  it. 

8.  Citizens'  Advisory  Committee  (CAC)  Update 

Ms.  Wendy  Aragon,  CAC  Chair,  provided  an  update  on  the  make-up  of  the  CAC, 
stating  they  have  three  long-standing  and  13  new  appointees.  She  noted  recent 
CAC  activities  and  stated  she  looks  forward  to  providing  quarterly  reports.  She 
indicated  President  Courtney  attended  a  recent  CAC  meeting  and  invited  other 
Commissioners  to  attend. 

Vice  President  Caen  thanked  Ms.  Aragon  for  her  update  and  the  CAC  for  their  work. 

Public  Comments 
None. 

9.  Sewer  System  Improvement  Program  (SSIP)  Update 

Ms.  Karen  Kubick,  SSIP  Director,  provided  a  SSIP  update.  She  discussed  the 
program-wide  status  for  Phase  I,  noting  that  37  projects  are  in  planning  or  design 
and  three  are  in  construction.  She  stated  the  Phase  I  budget  is  $2. 7B,  and  that 
$88M  has  been  expended. 

She  continued,  providing  program  level  updates  and  noting  the  work  being  done  at 
the  Southeast  Plant.  She  touched  on  climate  change  adaption;  the  updated 
contracting  plan;  alternative  delivery  approaches;  alternative  funding;  and  the  SSIP 
Annual  Report  for  close  of  2014.  She  gave  a  pre-construction  update  on  the 
Biosolids  Digester  Facilities  Project;  North  Point  Facility;  Southeast  Headworks; 
Southeast  Plant  Integration;  Green  Infrastructure  Early  Implementation  Projects;  and 
Urban  Watershed  Assessment.  She  touched  on  tools  for  efficient  delivery  of  the 
Implementation  Plan;  Triple  Bottom  Line  criteria;  and  showed  photos  of  several 
construction  sites. 

Ms.  Kubick  updated  the  Commission  on  stakeholder  engagement  efforts  including 
the  Southeast  Working  Group;  the  Wastewater  Citizens' Advisory  Committee;  and 
on  Workforce  Development. 
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Ms.  Kubick  responded  to  a  question  from  Commissioner  Torres  regarding  long-term 
career  opportunities  for  youth  in  the  Workforce  Development  Program.  Ms.  Juliet 
Ellis,  AGM  External  Affairs,  provided  additional  response.  Brief  discussion  ensued. 

Commissioner  Vietor  asked  for  a  breakdown  of  the  expenditure  on  the  SSIP.  GM 
Kelly  noted  those  figures  are  contained  in  the  quarterly  SSIP  report,  which  is 
forthcoming.  Commissioner  Vietor  asked  that  staff  provide  her  with  additional 
information  on  the  Central  Bay  Tunnel. 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  Contractors'  Assistance  Center  and 
community  benefits,  along  with  thoughts  on  siting  of  the  digesters. 

•  Ms.  Yolanda  Lewis  discussed  technology  used  for  the  Digester  project. 

1 0.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  discussed  key  elements  of  a  report  presented  to 
the  BAWSCA  Board  on  water  supply  strategy  for  their  wholesale  customers.  She 
indicated  they  have  initiated  their  long-term  reliable  water  strategy,  noting  what  it 
provides.  She  stated  that  the  reliability  assessment  includes  projections  on  both 
demands  and  supplies. 

Ms.  Sandkulla  continued,  noting  that  water  demand  and  conservation  projections  are 
complete.  She  stated  that  the  projected  water  demands  are  20  percent  lower  than 
the  2008  Demand  Study.  She  reviewed  those  projections.  Ms.  Sandkulla  then 
discussed  supply,  noting  there  is  sufficient  supply  projected  to  meet  normal  year 
demands  through  2040,  and  that  agencies  project  an  increase  in  local  supplies  and 
conservation.  Ms.  Sandkulla  stated  that  the  takeaway  of  the  study  is  that  new  local 
supplies  and  slowing  demands  are  changing  the  reliability  outlook.  Discussion 
ensued,  and  next  strategy  steps  were  reviewed. 

In  response  to  a  question  from  Commissioner  Moran,  Ms.  Sandkulla  stated  that  the 
supply  and  demand  projections  are  final  and  are  published  on  the  BAWSCA 
website.  Brief  discussion  ensued  on  projections,  supply  and  demand,  and 
contractual  obligations. 

Public  Comments 

•  Ms.  Yolanda  Lewis  stated  that  the  use  of  recycled  water  needs  to  be  considered. 

11.  Consent  Calendar: 

a)  Approve  the  selection  of  APX.  Inc.:  Award  Agreement  No.  CS-344,  Power 
Scheduling  Coordination  and  Related  Support  Services,  to  perform  the  functions 
of  SFPUC's  scheduling  coordination  with  California  Independent  System  Operator 
(CAISCO.  including  submitting  schedules,  bids,  energy  trades,  managing 
communications  between  CAISO  and  SFPUC  schedulers  and  operators,  handling 
settlements,  and  other  related  services:  and  authorize  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  APX,  Inc.,  for_an 
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amount  not-to-exceed  $2.100,000.  and  with  a  duration  of  five  years.  (Resolution 
14-0141) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-976.  Coast 
Range  Tunnel  Inspection  Access  Work,  in  the  amount  of  $765,651 ,  and  with  a 
contract  duration  of  92  consecutive  calendar  days  (three  months),  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Trinet  Construction,  to  remove 
security  structures  and  tunnel  entry  dished  heads;  install  tunnel  access  ramps  and 
a  bridge  at  Tesla  Portal  and  Alameda  East  Portal  (AEP),  and  a  temporary  access 
door  at  AEP;  and  provide  portable  generators  to  run  the  ventilation  system  at  AEP 
for  the  inspection  of  the  Coast  Range  Tunnel.  (Resolution  14-0142) 

c)  Approve  and  award  Contract  No.  JOC-49.  General  Engineering  (A-License)  for 
Hetch  Hetchv.  for  a  not-to-exceed  amount  of  $5.000.000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Sierra  Mountain  Construction,  Inc..  to  perform 
general  engineering  construction  tasks  for  Hetch  Hetchv  Operations. 

This  item  was  continued  to  the  meeting  of  October  14,  2014. 

d)  Accept  work  performed  by  Webcor  Construction.  LP  for  Contract  No.  WD-2559R 
New  SFPUC  Administration  Building:  Approve  Modification  Nos.  4  through  6 
(final)  for  a  total  contract  amount  of  $150.227.206,  and  a  total  contract  duration  of 
1 ,163  consecutive  calendar  days  (approximately  three  years,  two  months);  and 
authorize  final  payment  to  the  contractor.  (Resolution  14-0149) 

e)  Accept  work  performed  bv  Shimmick  Construction  Company  for  Contract  No.  WD- 
2582.  Sunol  Valley  Water  Treatment  Plant  Expansion  and  Treated  Water 
Reservoir  for  a  total  contract  amount  of  $102.718.272:  and  authorize  final 
payment  to  the  contractor.  (Resolution  14-0143) 

f)  Accept  work  performed  bv  Monterey  Mechanical  Co..  for  Contract  No.  WW-522. 
Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Corrosion  Repairs: 
Approve  Modification  No.  13  (Final)  to  add  sampling  hatch  and  perform  electrical 
work  at  the  motor  control  center,  increasing  the  contract  bv  $34.661 .  for  a  total 
contract  amount  of  $10.331 .296.  and  a  total  contract  duration  of  690  consecutive 
calendar  days  (approximately  one  year  and  1 1  months):  and  authorize  final 
payment  to  the  contractor.  (Resolution  14-0144) 

g)  Approve  Modification  No.  8  to  Contract  No.  WW-525.  Southeast  Water  Pollution 
Control  Plant  Northside  Facility  Reliability  Upgrades.  Phase  II.  with  NTK 
Construction.  Inc..  to  complete  the  remaining  work  for  Return  Activated  Sludge 
pumps,  motors  and  related  control  and  monitoring  systems,  increasing  the 
contract  bv  $310,000,  for  a  total  contract  amount  of  $13.033.686.  and  with  a  time 
extension  of  150  consecutive  calendar  days  (approximately  five  months)  for  a 
total  contract  duration  of  856  consecutive  calendar  days  (approximately  two 
years,  four  months).  (Resolution  14-0145) 
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h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-593R,  As- 
Needed  Sewer  Cleaning  and  Inspection,  for  a  total  contract  amount  not-to-exceed 
$1.594.150.  and  with  a  contract  duration  of  18  months  (one  year,  six  months),  to 
the  lowest,  qualified,  responsible  and  responsive  bidder.  A.  Ruiz  Construction,  to 
clean  and  inspect  existing  sewers,  on  an  as-needed  basis,  at  locations  to  be 
determined  within  the  City  of  San  Francisco.  (Resolution  14-0146) 

i)  Approve  the  recommendations  of  the  SFPUC  report:  Analysis  and 
Recommendations  Regarding  Energy  Storage  Procurement  Policy  which 
concludes:  (1)  it  is  not  cost-effective  for  the  SFPUC  to  procure  energy  storage  to 
meet  its  electricity  needs  at  this  time:  (2)  the  General  Manager  report  back  to  the 
Commission  at  least  annually  regarding  the  further  evaluation  of  electric  storage 
technology  and  its  potential  for  meeting  the  SFPUC's  energy  procurement  needs: 
and  (3)  the  SFPUC  should  identify  opportunities  to  develop  a  pilot  energy  storage 
system  in  San  Francisco.  (Resolution  14-0147) 

j)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  seven  year  revocable  license  to  the  City  of  Palo  Alto  to  use  approximately  80 
linear  feet  of  SFPUC  Parcel  245-B  on  Page  Mill  Road  at  Foothill  Expressway  in 
Palo  Alto.  California,  for  installing,  operating,  and  maintaining  one  eight-inch 
natural  gas  pipeline,  for  no  annual  use  fee.  (Resolution  14-0148) 

Commission  Secretary  Hood  stated  that  staff  requested  that  item  1 1i  be  removed 
due  to  an  error  on  the  Notice-to-Proceed  and  work  completion  date. 

Commissioner  Moran  requested  that  1 1c  be  removed. 

On  Motion  to  approve  Items  1 la,  b,  d,  e,  f,  g,  h,  and  j: 
Ayes:  Caen,  Vietor,  Moran  and  Torres 

Commissioner  Moran  expressed  concern  with  awarding  the  contract  for  Item  1 1c, 
given  there  was  only  one  bidder.  Brief  discussion  ensued  on  the  details  of  the 
contract,  the  scope  of  work  and,  other  contract  options.  Commissioner  Moran 
requested  that  staff  investigate  why  there  was  only  one  bidder  and  identify  what 
outreach  is  being  done  to  engage  contractors,  in  an  effort  to  attract  additional 
bidders.  He  requested  a  motion  to  continue  the  item  to  October  14,  2014. 

On  Motion  to  continue  Item  11c  to  October  14, 2014: 
Ayes:  Caen,  Vietor,  Moran  and  Torres 

Ms.  Shelby  Campbell,  Project  Manager,  stated  that  the  Notice-to-Proceed  date  in 
the  resolution  for  Item  1 1i  was  incorrect  and  should  read  May  27,  2010;  and  that 
the  contract  work  completion  date  should  read  August  2,  2013. 

On  Motion  to  approve  the  amendment  (11c): 
Ayes:  Caen,  Vietor,  Moran  and  Torres 
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On  Motion  to  approve  item  as  amended  (11c): 
Ayes:  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

12.  Approve  the  Warnerville  Substation  Upgrades  Project  and  authorize  the  General 
Manager  to  request  the  release  of  $3,143,000  in  mitigation  funds  currently  on 
reserve  with  the  Board  of  Supervisors.  The  project  is  necessary  to  mitigate  the 
impacts  to  the  City's  electric  system  caused  by  the  interconnection  of  North  Star 
Solar,  LLC's  solar  project  to  the  electric  grid.  (Resolution  14-0150) 

On  Motion: 

Ayes:  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

13.  Authorize  the  General  Manager  to  modify  and  renew  the  Memorandum  of 
Understanding  (MOU)  between  the  Treasure  Island  Development  Authority  and 
the  SFPUC  to  contract  for  the  provision  of  certain  utility  services  at  former  Naval 
Station  Treasure  Island,  for  the  term  of  October  1 ,  2014  through  September  30, 
2015.  (Resolution  14-0151) 

Mr.  Ritchie,  responded  to  a  question  from  VP  Caen  regarding  the  MOU. 
On  Motion: 

Ayes:  Caen,  Vietor,  Moran  and  Torres 

Public  Comments 
None. 

14.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Caen,  Vietor,  Moran  and  Torres 

Closed  Session 

1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Resolution  14-0152) 
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Existing  Litigation: 

Michael  Walsh  v.  City  and  County  of  San  Francisco 

Alameda  Superior  Court  Case  No.:  RG1 16061 18 

City  Attorney  File  No.:  120833  /  Date  Filed:  November  29,  201 1 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Resolution  14-0153) 

Existing  Litigation: 

Brian  Hill  v.  City  and  County  of  San  Francisco 

San  Francisco  Su  perior  Court  Case  No.:  14-538953 

City  Attorney  File  No.:  140688  /  Date  Filed:  March  5,  2009 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.0  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.  (d)  (1). 

(Resolution  14-0154) 

Existing  Claim 
Jean  O'Connell 

City  Attorney  Unlitigated  Claim  No.:  14-01867 
Date  Filed:  February  25,  2014 

Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  1 5th  and  Wawona  are  as  follows:  Payment  of 
$106,355.93  in  exchange  for  a  full  and  final  release  of  liability. 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

Anticipated  Litigation  as  Defendant 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657  /  Date  Filed:  March  6,  2013:  Served  June  6,  2013 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657  /  Date  Filed:  June  6,  2013 
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22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554/  Date  Filed:  January  29,  2010 

23.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

24.  Announcement  following  Closed  Session. 

Vice  President  Caen  announced  that  settlements  were  reached  on  items  16,  1 7, 
and  18,  and  that  no  other  action  was  taken. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose: 

Ayes:  Caen,  Vietor,  Moran  and  Torres 

26.  Other  new  business. 
None. 

Vice  President  Caen  adjourned  the  meeting  at  4: 13  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0141 


WHEREAS,  These  services  perform  the  functions  of  San  Francisco  Public  Utilities 
Commissions  (SFPUC's)  California  Independent  System  Operator  (CAISO)  scheduling 
coordination,  including  submittal  of  Day  Ahead  and  Real  Time  interchange  schedules, 
submitting  bids,  energy  trades,  managing  communications  between  SFPUC  schedulers  and 
operators,  handling  settlements,  and  other  related  services.  This  allows  the  SFPUC  to  wheel 
power  over  the  transmission  system  controlled  by  the  CAISO,  thus  providing  service  to  its 
electric  customers;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  Power  Scheduling  firm  to 
provide  specialized  Power  Scheduling  Coordination  and  related  support  services  to  supplement 
SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $2,100,000;  and 

WHEREAS,  The  proposal  was  advertised  on  July  8,  2014;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  November  2014  and  end  in  October 
2019  and  the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  establishment  of  APX,  Inc.  as  the  highest  ranked  consulting  firm;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  CMD 
determined  there  were  no  Local  Business  Enterprise  (LBE)  subconsulting  opportunities  for  this 
contract  and  waived  the  LBE  subconsulting  goals  accordingly;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re- advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  approval  of  the 
proposed  contract  by  this  Commission  would  not  fall  within  the  definition  of  a  "project"  under 
the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  the 
services  provided  under  this  contract  do  not  involve  any  direct  or  indirect  physical  change  in  the 
environment;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Power  Enterprise  operating  funds;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  APX,  Inc.,  awards 
Power  Enterprise  Operating-funded  Agreement  No.  CS-344,  Power  Scheduling  Coordination 
and  Related  Support  Services,  to  perform  scheduling  coordination  with  California  Independent 
System  Operator  (CAISO),  including  submitting  schedules,  bids,  energy  trades,  managing 
communications  between  CAISO  and  San  Francisco  Public  Utilities  Commission  (SFPUC) 
schedulers  and  operators,  handling  settlements,  and  other  related  services;  and  authorizes  the 
General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  professional  services  agreement  with 
APX,  Inc.  for  an  amount  not-to-exceed  $2,100,000,  and  with  a  duration  of  five  (5)  years,  or,  in 
the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  remove  the 
qualified  consulting  firm  from  the  contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0142 


WHEREAS,  Hetchy  System  Improvement  Program-funded  Contract  No.  HH-976,  Coast 
Range  Tunnel  Inspection  Access  Work  was  advertised  on  August  20,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $2,000,000  and  the  Engineer's  Estimate  is 
$991,000  for  this  construction  contract  work  to  remove  security  structures,  remove  tunnel  entry 
dished  heads,  and  install  tunnel  access  ramps  and  bridge  at  Tesla  Portal  and  Alameda  East  Portal 
(AEP),  install  temporary  access  door  at  AEP,  and  provide  portable  generators  to  run  the 
ventilation  system  at  AEP  for  the  inspection  of  the  Coast  Range  Tunnel;  and 

WHEREAS,  The  contract  duration  is  92  consecutive  calendar  days;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  September  4,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Trinet  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  11%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Trinet  Construction  committed  to  a  LBE 
subcontracting  participation  goal  of  12.1%;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH100,  Coast  Range  Tunnel 
Inspection;  and 

WHEREAS,  The  Planning  Commission  certified  the  EIR  for  the  Tesla  Treatment  Facility 
and  Lawrence  Livermore  Water  Quality  Improvements  on  December  18,  2008  and  on  December 
18,  2008,  this  Commission  adopted  the  FEIR,  the  MMRP,  and  the  CEQA  findings,  and  approved 
the  Project  under  Resolution  08-0234,  and  on  August  5,  2014,  the  Planning  Department 
approved  Minor  Project  Modification  No.  5  for  the  San  Joaquin  Regional  Water  Quality 
Improvement  Project,  Coast  Range  Tunnel  Inspection  2015;  and 

WHEREAS,  The  Planning  Department  approved  the  Final  MND  for  the  Alameda 
Siphons  Seismic  Reliability  Upgrade  Project  on  May  5,  2008  and  on  July  8,  2008,  this 
Commission  adopted  the  FMND,  the  MMRP,  and  the  CEQA  findings,  and  approved  the  Project 
under  Resolution  08-0120,  and  on  August  5,  2014,  the  Planning  Department  approved  Minor 
Project  Modification  No.  7  for  the  Alameda  Siphons  Seismic  Reliability  Upgrade,  Coast  Range 
Tunnel  Inspection  2015;  and 


WHEREAS,  The  Project  files,  including  the  FEIR,  FMND  and  SFPUC  Resolution  Nos. 
08-0234  and  08-0120  have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and 
those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR  and  FMND,  the  findings  contained  in  SFPUC  Resolution  Nos.  08-0234  and  08-0120, 
and  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public,  relevant 
public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project;  and 

WHEREAS,  The  Minor  Project  Modifications  to  the  FEIR  and  FMND  were  approved  by 
the  Planning  Department  on  August  5,  2014;  now,  therefore,  be  it 

RESOLVED,  The  Commission  has  reviewed  and  considered  the  FEIR  and  FMND  and 
record  as  a  whole,  finds  that  the  FEIR  and  FMND  are  adequate  for  its  use  as  the  decision- 
making body  for  the  action  taken  herein,  and  hereby  adopts  the  CEQA  Findings,  and 
incorporates  the  CEQA  findings  contained  in  Resolution  Nos.  08-0234  and  08-0120,  including 
the  Statement  of  Overriding  Considerations  by  this  reference  thereto  as  though  set  forth  in  this 
Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  and  FMND 
were  finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in 
project  circumstances  that  would  require  major  revisions  to  the  FEIR  and  FMND  due  to  the 
involvement  of  new  significant  environmental  effects  or  an  increase  in  the  severity  of  previously 
identified  significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that 
would  change  the  conclusions  set  forth  in  the  FEIR  and  FMND;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Hetchy  System  Improvement  Program-funded  Contract  No.  HH-976, 
Coast  Range  Tunnel  Inspection  Access  Work,  in  the  amount  of  $765,651,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Trinet  Construction. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0143 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System  Improvement 
Program  (WSIP)-funded  Contract  No.  WD-2582,  Sunol  Valley  Water  Treatment  Plant  Expansion  and 
Treated  Water  Reservoir,  by  the  contractor,  Shimmick  Construction  Company,  Inc.;  and 

WHEREAS,  On  April  27,  2010,  per  Resolution  No.  10-0071,  this  Commission  approved  the  award 
of  Contract  No.  WD-2582,  Sunol  Valley  Water  Treatment  Plant  Expansion  and  Treated  Water  Reservoir,  in 
the  amount  of  $83,102,160,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shimmick 
Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  June  23,  2010,  with  an 
original  schedule  of  1077  consecutive  calendar  days  (~3  years)  and  the  contract  work  was  completed  in 
1186  consecutive  calendar  days  (~3  years,  3  months)  on  September  21,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $83,102,160  and  the  original  contract  duration 
was  1077  consecutive  calendar  days  (~3  years);  and 

WHEREAS,  Modification  Nos.  1  to  46  were  issued  for  $19,616,272  to  incorporate  change  orders 
resulting  from  unforeseen  differing  site  geotechnical  conditions  and  differing  as-built  conditions  in  the 
existing  plant,  new  scope  items  requested  by  SFPUC  Water  Supply  and  Treatment  Division,  required  design 
modifications  and  compliance  with  environmental  regulatory  requirements,  for  a  total  contract  amount  of 
$102,718,272;  and  extending  the  contract  duration  by  109  consecutive  calendar  days  (~4  months)  for  a  total 
contract  duration  of  1186  consecutive  calendar  days  (~3  years,  3  months);  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor  exceeded  the 
7%  Local  Business  Enterprise  (LBE)  subcontracting  goal  for  this  contract  by  achieving  7.2%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW38101,  Sunol  Valley  Water  Treatment  Plant 
Expansion  and  Treated  Water  Reservoir  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water  Enterprise,  WSIP  - 
funded  Contract  No.  WD-2582,  Sunol  Valley  Water  Treatment  Plant  Expansion  and  Treated  Water 
Reservoir,  and  authorizes  final  payment  to  the  contractor,  Shimmick  Construction  Company,  Inc. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 
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Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0144 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)  5 -Year 
Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-522,  Southeast  Water  Pollution 
Control  Plant  (SEP)  Dewatering  Facility  Corrosion  Repairs,  by  the  contractor,  Monterey 
Mechanical  Co.;  and 

WHEREAS,  On  June  26,  2012,  by  Resolution  No.  12-0106,  this  Commission  awarded 
Contract  No.  WW-522,  Southeast  Water  Pollution  Control  Plant  (SEP)  Dewatering  Facility 
Corrosion  Repairs,  in  the  amount  of  $9,058,000,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  Monterey  Mechanical  Co.;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  27, 
2012,  with  an  original  schedule  of  540  consecutive  calendar  days  and  the  contract  work  was 
completed  in  690  consecutive  calendar  days  on  July  18,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $9,058,000  and  the  original  contract 
duration  was  540  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-3  were  issued  for  $701,844  to  replace  the  digester  gas 
storage  unit,  digester  gas  evacuation  and  transfer  valves,  increasing  the  total  contract  amount  to 
$9,759,844;  and 

WHEREAS,  An  increase  to  cost  contingency  was  issued  for  $346,000  (Resolution  No. 
13-0051)  on  April  9,  2013,  for  additional  debilitating  corrosion  issues  discovered  during  the 
rehabilitation  of  the  existing  biosolids  dewatering  and  storage  facility,  increasing  the  total 
contract  limit  to  $10,309,800;  and 

WHEREAS,  Modification  Nos.  4-12  were  issued  for  $536,790  to  address  unanticipated 
field  conditions  related  to  electrical,  instrumentation  and  control  of  biosolids  dewatering 
equipment,  increasing  the  contract  amount  to  $10,296,634,  and  with  a  time  extension  of  150 
consecutive  days  to  accommodate  an  unanticipated  emergency  work  biosolids  storage  cake  bins 
#3  and  #4  under  separate  contract  adjacent  to  the  WW-522  contract  work  site,  for  a  total  contract 
duration  of  630  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  13  (Final)  is  being  requested  for  $34,661  to  add  a 
sampling  hatch  and  to  perform  electrical  work  at  the  motor  control  center,  and  will  increase  the 
contract  amount  to  $10,331,296;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  subcontracting  goals  of  25.4  %  Local  Business  Enterprise  submitted  for  this 
contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC38  -  Southeast  Water 
Pollution  Control  Plant  Dewatering  Facility  Corrosion  Repairs;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  WWE  5-Year  CIP- 
funded  Contract  No.  WW-522  Southeast  Water  Pollution  Control  Plant  (SEP)  Dewatering 
Facility  Corrosion  Repairs,  approves  Modification  No.  13  (Final),  increasing  the  contract  by 
$34,661,  for  a  total  contract  amount  of  $10,331,296;  and  authorizes  final  payment  to  the 
contractor,  Monterey  Mechanical  Co. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0145 


WHEREAS,  On  August  14,  2012,  per  Resolution  No.  12-0146,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (CIP)- 
funded  Contract  No.  WW-525,  Southeast  Water  Pollution  Control  Plant  (SEWPCP)  Northside 
Facility  Reliability  Upgrades  Phase  II,  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  9, 
2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $11,160,000  and  the  original  contract 
duration  was  656  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  1-5  were  issued  for  $1,116,000  to  upgrade  the  electrical 
and  mechanical  systems  and  modify  the  hydraulic  Power  Unit  including  the  Instrumentation  and 
Control  Systems,  increasing  the  contract  amount  to  $12,276,000;  and 

WHEREAS,  An  Increase  to  Cost  Contingency  was  approved  (Resolution  No.  14-0005, 
January  14,  2014)  for  $470,997  to  account  for  unanticipated,  essential  electrical  and 
Instrumentation  &  Control  work,  increasing  the  total  contract  contingency  amount  to  $1,586,997, 
increasing  the  total  contract  amount  limit  to  $12,746,997;  and 

WHEREAS,  Modifications  Nos.  6-7  were  issued  for  $447,686  to  address  unforeseen 
electrical  work,  valves  and  pump  upgrades,  construction  of  temporary  electrical  enclosure, 
repairing  of  flood  damaged  electrical  equipment,  extra  coating  work  and  other  related 
mechanical  and  electrical  modifications,  increasing  the  contract  amount  to  $12,723,686,  and  for 
a  non-compensable  time  extension  of  50  consecutive  calendar  days  ,  for  a  total  contract  duration 
of  706  consecutive  calendar  days  ;  and 

WHEREAS,  Modification  No.  8  is  being  requested  for  $310,000  to  complete  the 
remaining  work  for  Return  Activated  Sludge  pumps,  motors  and  related  control  and  monitoring 
systems,  increasing  the  contract  amount  to  $13,033,686,  and  for  a  non-compensable  time 
extension  of  150  consecutive  calendar  days,  for  a  total  contract  duration  of  856  consecutive 
calendar  days;  and 

WHEREAS,  A  Contract  Monitoring  Division  subcontracting  goal  of  8.00%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC37-WWE  Facility 
Reliability  Improvements  (Southeast  Water  Pollution  Control  Plant  Northside);  now,  therefore, 
be  it 


RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  8  to  WWE  CIP- 
funded  Contract  No.  WW-525,  Southeast  Water  Pollution  Control  Plant  Northside  Facility 
Reliability  Upgrades  Phase  2,  with  NTK  Construction,  Inc.,  increasing  the  contract  by  $310,000, 
for  a  total  contract  amount  of  $13,033,686,  and  with  a  time  extension  of  150  consecutive 
calendar  days  for  a  total  contract  duration  of  856  consecutive  calendar  days  . 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  21 04. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0146 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-593R,  As-Needed  Sewer  Cleaning  and  Inspection  was 
advertised  on  April  25,  2014;  and 

WHEREAS,  The  Engineer's  Estimate  is  $1,898,395  for  this  construction  contract  to 
clean  and  inspect  existing  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined  within  the 
City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  546  consecutive  calendar  days;  and 

WHEREAS,  On  November  20,  2013  San  Francisco  Planning  Department  Environmental 
Review  Officer  Sarah  B.  Jones  determined  that  award  of  As-Needed  Contracts  by  this 
Commission  does  not  fall  within  the  definition  of  a  "project"  under  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378  because  award  of  the  Contract  constitutes 
creation  of  a  government  funding  mechanism  and  does  not  involve  any  commitment  to  a  specific 
project  which  may  result  in  a  potentially  significant  physical  impact  on  the  environment. 
Individual  sewer  cleaning  and  inspection  projects  to  be  completed  under  this  Contract  would  be 
subject  to  environmental  review  under  CEQA  but  would  normally  be  less  than  one  mile  in  length 
and  would  therefore  be  statutorily  exempt  from  environmental  review  under  Public  Resources 
Code  Section  21080.21;  and 

WHEREAS,  Two  bids  were  received  and  opened  publicly  on  May  22,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  A.  Ruiz  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  10%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  Contractor  has  committed  to  LBE 
participation  of  14.07%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS96,  As-Needed  Sewer 
Cleaning  and  Inspection;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  (WWE,  Renewal  and  Replacement  (R&R  Program-funded 
Contract  No.  WW-593R,  As-Needed  Sewer  Cleaning  and  Inspection,  for  a  total  contract  amount 
not-to-exceed  $1,594,150,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  A.  Ruiz 
Construction. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0147 


WHEREAS,  The  California  Legislature,  in  enacting  Assembly  Bill  (AB)2514  (Stats. 
2010,  Ch.  469)  found  that  expanding  the  use  of  energy  storage  systems  could  assist  California  in 
optimizing  the  operation  of  the  electric  grid,  integrating  increased  amounts  of  renewable  energy 
(such  as  solar  and  wind)  resources,  help  California  meet  its  greenhouse  gas  reduction  goals 
emissions  and  potentially  reduce  costs  to  ratepayers  by  avoiding  or  deferring  the  need  for  new 
fossil-fueled  power  plants  and  electric  transmission  and  distribution  system  upgrades;  and 

WHEREAS,  Energy  storage  systems  are  defined  in  AB2514  as  "commercially  available 
technology  that  is  capable  of  absorbing  energy,  storing  it  for  a  period  of  time,  and  thereafter 
dispatching  the  energy"  using  "either  mechanical,  chemical  or  thermal  processes"  (Public 
Utilities  Code  Section  2835(a));  and 

WHEREAS,  AB2514  requires  that  by  October  1,  2014  "the  governing  board  of  each 
local  publicly  owned  electric  utility  shall  determine  appropriate  targets,  if  any,  for  the  utility 
to  procure  viable  and  cost-effective  energy  storage  systems  to  be  achieved  by  December  31, 
2016,  and  December  31,  2020";  and 

WHEREAS,  In  response  to  this  legislative  requirement,  SFPUC  staff  examined  the 
potential  to  utilize  cost-effective  electric  storage  as  part  of  the  SFPUC 's  electric  operations  and 
have  summarized  their  findings  and  conclusions  in  the  attached  report  entitled  "Analysis  and 
Recommendations  Regarding  Energy  Storage  Procurement  Policy  Pursuant  to  Assembly  Bill 
(AB)  2514"  (SFPUC  Energy  Storage  Report);  and 

WHEREAS,  The  SFPUC  Energy  Storage  Report  concluded  that  the  SFPUC  has  no 
near-term  need  for  energy  storage  services  apart  from  the  potential  use  of  energy  storage  to 
fulfill  Local  Resource  Adequacy  Capacity  requirements  which  is  not  cost-effective  at  this 
time;  and 

WHEREAS,  The  SFPUC  Energy  Storage  Report  concluded  that  there  may  be  benefits 
to  pursuing  a  pilot  energy  storage  project  to  better  understand  the  costs  and  potential  benefits 
of  energy  storage  as  well  as  the  issues  associated  with  their  development  and  operation;  and 

WHEREAS,  Development  of  a  pilot  storage  program  is  consistent  with  the  goals  of 
San  Francisco's  2011  Updated  Electricity  Resource  Plan  (as  adopted  by  the  Commission  in 
Resolution  11-0035  and  the  Board  of  Supervisors  in  Resolution  349-11)  to  develop  San 
Francisco  as  a  "green  test  bed"  for  new  energy  technologies  and  to  encourage  the  use  of 
electric  storage  "as  an  alternative  to  the  existing  use  of  diesel  and  natural-gas  powered  back-up 
generation;"  and 

WHEREAS,  SFPUC  staff  will  continue  to  evaluate  the  benefits  of  electric  storage  and 
will  report  back  to  the  Commission  both  as  necessary  and  in  time  for  the  Commission  to  re- 


evaluate  (as  required  by  AB2514)  its  adopted  storage  targets  on  or  before  October  1,  2017; 
now,  therefore,  be  it 

RESOLVED,  That  the  Commission  approves  the  recommendations  contained  in  the 
SFPUC  Energy  Storage  Report  (attached  to  this  Resolution);  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  concludes  that  it  is  not  cost-effective  for 
the  SFPUC  to  adopt  an  electric  storage  procurement  target  at  this  time;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  should  continue  to  evaluate  energy  storage  as 
a  procurement  option  and  should  treat  it  equally  against  other  energy  technologies  and  resources 
for  purposes  of  fulfilling  the  SFPUC s  on-going  procurement  needs;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  directs  the  General  Manager  to:  1) 
identify  opportunities  to  develop  a  pilot  energy  storage  system  at  a  high-value  site  in  San 
Francisco  consistent  with  the  guidelines  contained  in  the  SFPUC  Energy  Storage  Report;  and  2) 
report  back  to  the  Commission  annually  regarding  further  evaluation  of  electric  storage 
technology  and  its  potential  for  meeting  the  SFPUC s  energy  procurement  needs. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0148 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  on 
Page  Mill  Road  at  Foothill  Expressway  in  Palo  Alto,  California  (Premises);  and 

WHEREAS,  City  of  Palo  Alto  (Licensee)  desires  to  obtain  a  revocable  license  (License) 
to  install,  operate  and  maintain  one  eight-inch  natural  gas  pipeline  on  the  Premises  for  seven 
years;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  License,  allowing  Licensee  to  use  the 
Premises  for  installing,  operating,  and  maintaining  one  eight-inch  natural  gas  pipeline  for  seven 
years;  and 

WHEREAS,  The  SFPUC  adopted  the  2013  Real  Estate  Guidelines  on  March  5,  2013, 
which  provide  that  the  SFPUC  may  issue  a  revocable  license  with  no  use  fee  to  a  public  agency 
for  public  streets  and  utility  crossings;  and 

WHEREAS,  Licensee  is  a  public  agency  under  Section  6.4  of  the  2013  Real  Estate 
Guidelines;  and 

WHEREAS,  The  SFPUC  Bureau  of  Environmental  Management  (BEM)  reviewed  the 
Project  description  for  the  gas  main  replacement  within  the  SFPUC  ROW.  BEM  has  determined 
that  issuance  of  a  revocable  license  to  carry  out  the  portion  of  the  work  that  requires  the  use  of 
SFPUC  ROW  is  within  the  scope  of  the  Palo  Alto  approval  of  the  Gas  Main  Replacement 
Capital  Improvement  Program  Categorical  Exemption  from  CEQA  under  Guidelines  Sections 
15301(b)  (Class  1,  Existing  Facilities)  and  15302(c)  (Class  2,  Replacement  or  Reconstruction) 
issued  by  the  City  of  Palo  Alto  on  December  3,  2012,  and  that  these  documents  are  adequate  for 
SFPUC s  use  in  approving  the  revocable  license.  The  Minutes  of  the  Palo  Alto  City  Council 
meeting  awarding  the  construction  contract  and  other  materials  that  are  part  of  the  record  of  this 
approval  are  available  for  public  review  at  the  SFPUC  offices,  Real  Estate  Services  Division, 
525  Golden  Gate  Avenue,  8th  Floor,  San  Francisco,  CA,  which  is  the  custodian  of  records  for  the 
revocable  license  approval;  and 

WHEREAS,  Since  the  issuance  of  the  CEQA  exemption  determination  by  the  City  of 
Palo  Alto  and  approval  of  the  Project,  there  have  been  no  substantial  changes  in  the  Project  or 
changes  in  Project  circumstances  that  would  result  in  new  significant  environmental  effects  or  an 
increase  in  the  severity  of  previously  identified  significant  impacts,  and  there  is  no  new 
information  of  substantial  importance  that  would  change  the  conclusions  set  forth  in  the 
exemption  determination,  and 

WHEREAS,  Palo  Alto  did  not  adopt  mitigation  measures  to  implement  the  Gas  Main 
Replacement  Capital  Improvement  Program.  SFPUC  has  no  direct  authority  or  responsibility 
with  respect  to  the  Project  other  than  Project  Sponsor's  request  and  the  SFPUC  authorization  to 
grant  the  revocable  license  and  to  enable  the  Project  Sponsor's  through  approval  of  the  revocable 
license  to  carry  out  the  proposed  gas  main  replacement  within  the  SFPUC  ROW  at  Page  Mill 


Road  and  Foothill  Expressway  in  the  City  of  Palo  Alto.;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  License  is  issued  to  a  public 
agency  under  Section  6.4  of  the  2013  Real  Estate  Guidelines,  and  will  be  issued  with  no  use  fee; 
and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  23,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0149 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2559R  (the 
"Contract"),  New  SFPUC  Administration  Building  by  Webcor  Construction,  LP  (Webcor);  and 

WHEREAS,  On  January  8,  2008,  by  Resolution  No.  08-0005,  this  Commission  awarded 
Contract  No.  WD-2559R  (the  "Contract"),  New  SFPUC  Administration  Building,  in  the  amount 
of  $141,000,000,  to  the  determined  best  value  bidder,  Webcor  Builders;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  May  27,  2010, 
with  an  original  schedule  of  805  consecutive  calendar  days  (approximately  2  years,  2  months) 
and  the  contract  work  was  completed  in  1,163  consecutive  calendar  days  (approximately  3  years, 
2  months)  on  August  2,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $141,000,000  and  the  original  contract 
duration  was  865  days;  and 

WHEREAS,  Modification  Nos.  1-2  were  issued  to  modify  various  contract  terms  and 
inclusion  of  Subguard  into  the  contract;  and 

WHEREAS,  Modification  No.  3  was  issued  for  $4,500,000  to  establish  a  final  Lump 
Sum  amount  for  all  pre-construction  and  construction  services;  and 

WHEREAS,  Modification  Nos.  4-6  were  issued  to  complete  the  work  including  the 
punch  list  and  obtain  final  acceptance  of  the  project  under  San  Francisco  Administrative  Code 
Section  6.22(K),  extending  the  duration  for  final  completion  by  358  consecutive  calendar  days 
(approximately  1  year)  for  a  total  contract  duration  of  1,163  consecutive  calendar  days 
(approximately  3  years,  2  months);  and 

WHEREAS,  The  Contract  incorporated  multiple  Notices  to  Proceed  ("NTP"),  and  NTP 
No.  5  for  construction  work  was  set  for  May  27,  2010;  and 

WHEREAS,  Webcor  achieved  substantial  completion  on  June  8,  2012;  and 

WHEREAS,  The  CMD  determined  that  the  contractor  exceeded  the  established  7%  LBE 
subcontractor  participation  goals;  and 

WHEREAS,  The  CMD  determined  that  the  contractor  obtained  12.43%  LBE 
subcontractor  participation  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  the  Project  No.  CUW687,New  SFPUC 
Administration  Building;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Webcor 
Construction,  LP,  for  Contract  No.  WD-2559R,  New  SFPUC  Administration  Building;  approves 
Modification  Nos.  4-6  (final),  for  a  total  contract  amount  of  $150,227,206,  for  a  total  contract 
duration  of  1,163  consecutive  calendar  days  (approximately  3  years,  2  months);  and  authorizes 
final  payment  to  the  contractor,  Webcor  Construction,  LP. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0150 


WHEREAS,  There  are  many  proposed  electric  generating  projects  that  seek  to 
interconnect  with  the  electric  transmission  system  controlled  by  the  California  Independent 
System  Operator  (CAISO);  and 

WHEREAS,  The  CAISO  already  has  identified  a  number  of  projects  that  will  impact  the 
transmission  facilities  owned  by  the  City  and  will  likely  identify  additional  such  projects  in  the 
future;  and 

WHEREAS,  The  CAISO  procedures  require  an  electric  generating  project  to  mitigate  any 
adverse  impacts  it  has  on  other  utility  systems,  such  as  the  transmission  system  owned  by  the 
City  and  operated  by  San  Francisco  Public  Utilities  Commission  (SFPUC);  and 

WHEREAS,  The  Board  of  Supervisors  approved  Ordinance  4-13,  authorizing,  pursuant 
to  Charter  Section  9.118(a),  a  System  Impact  Mitigation  Agreement  with  North  Star  Solar,  LLC, 
requiring  North  Star  Solar,  LLC,  to  pay  the  Public  Utilities  Commission  the  costs  necessary  to 
mitigate  the  impacts  to  the  City's  electric  system  caused  by  the  interconnection  of  North  Star 
Solar,  LLC's  solar  project  to  the  electric  grid;  authorizing  similar  mitigation  agreements  with 
other  projects  in  the  future;  appropriating  funds  from  these  agreements  to  pay  the  costs  of 
mitigation  work;  and  placing  various  mitigation  funds  on  reserve  with  the  Board  of  Supervisors; 
and 

WHEREAS,  The  SFPUC  has  collected  $3,143,000  in  funds  to  pay  for  a  portion  of  the 
work  to  modify  its  transmission  facilities  in  order  to  mitigate  the  adverse  impacts  of  the  new 
electric  generating  projects,  if  such  work  is  approved  by  this  Commission;  and 

WHEREAS,  The  SFPUC  has  recommended  a  Mitigation  Project  to  replace  Warnerville 
Substation  Bank  2  and  Bank  3,  two  230-115  kV  75  MVA  auto  transformers,  with  one  new  230- 
1 15kV  300  MVA  auto  transformer;  and 

WHEREAS,  Completion  of  environmental  review  in  compliance  with  the  provisions  of 
the  California  Environmental  Quality  Act  (CEQA)  Guidelines  and  Chapter  31  of  the  San 
Francisco  Administrative  Code,  as  amended,  will  be  necessary  prior  to  the  award  of  a 
construction  contract  by  this  Commission.  Project  approval  contemplated  under  this  resolution 
does  not  commit  the  SFPUC  to  undertake  a  specific  project  design;  and 

WHEREAS,  Current  funds  are  estimated  to  cover  planning,  design,  and  environmental 
review  and  procurement  of  long-lead  items;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  project,  Warnerville  Substation 
Upgrades,  and  authorizes  the  General  Manager  of  the  SFPUC  to  request  release  of  $3,143,000  in 
mitigation  revenues  currently  placed  on  reserve  by  the  Board  of  Supervisors  to  fund  planning, 
design,  and  environmental  review  and  procurement  of  long-lead  items;  provided,  however,  that 
the  General  Manager  shall  seek  Commission  approval  prior  to  award  of  a  construction  contract. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0151  


WHEREAS,  In  1993  the  U.S.  Department  of  Defense  designated  Naval  Station  Treasure 
Island  ("NSTI")  for  closure  and  disposition  by  the  Base  Realignment  and  Closure  Commission; 
and 

WHEREAS,  On  March  12,  1997,  the  City  and  County  of  San  Francisco  (the  "City")  and 
the  Navy  executed  the  Base  Caretaker  Cooperative  Agreement  in  which  the  City  agreed  to 
assume  certain  caretaker  responsibilities  at  former  NSTI  during  the  disposition  process;  and 

WHEREAS,  Under  the  Base  Caretaker  Cooperative  Agreement  and  amendments,  the 
City,  and  in  1998  and  thereafter,  the  Treasure  Island  Development  Authority  ("TIDA"),  agreed 
to  assume,  in  addition  to  other  responsibilities,  certain  responsibilities  for  operation  and 
maintenance  of  the  water,  wastewater,  stormwater,  electric,  and  natural  gas  utility  systems  at 
former  NSTI;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  ("SFPUC")  has  been 
providing  operation  and  maintenance  services  for  existing  water,  wastewater,  stormwater, 
electric,  and  natural  gas  utility  systems  at  former  NSTI  since  1997  as  requested  by  the  City  and 
TIDA;  and 

WHEREAS,  Since  1998  TIDA  and  the  Navy  have  renewed  the  Base  Caretaker 
Cooperative  Agreement  and  amendments  on  a  regular  basis,  with  the  approval  of  the  Board  of 
Supervisors  and  the  Mayor;  and 

WHEREAS,  On  May  10,  2011,  this  Commission,  by  Resolution  No.  11-0068,  authorized 
the  General  Manager  to  take  steps  as  necessary  in  order  to  complete  SFPUC's  obligations  under 
an  Interagency  Cooperation  Agreement  between  TIDA  and  the  City,  which  provides  a 
framework  for  the  control  and  approval  of  future  land  uses,  subdivisions,  development,  use 
requirements  and  other  planning  activities  required  for  the  Treasure  Island/Yerba  Buena  Island 
Redevelopment  Project;  and 

WHEREAS,  In  2013,  TIDA  and  the  SFPUC  entered  into  a  Memorandum  of 
Understanding  (the  "Memoranda  of  Understanding")  with  a  term  of  twelve  months,  subject  to 
extension,  to  memorialize  the  terms  and  conditions  of  performance  by  the  SFPUC  of  certain 
defined  utility  services  consistent  with  the  Base  Caretaker  Cooperative  Agreement  and  past 
practice;  and 

WHEREAS,  On  July  2,  2014,  TIDA  and  the  Navy  entered  into  an  Economic 
Development  Conveyance  Memorandum  of  Agreement  (the  "EDC  MOA")  which  established 
schedule  and  terms  of  conveyance  of  former  NSTI  to  TIDA;  and 

WHEREAS,  The  EDC  MOA  included  as  an  Exhibit  a  Utilities  Agreement  addressing 
utility-specific  matters  arising  out  of  the  transfer  of  property  and  infrastructure  from  the  Navy  to 
TIDA;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Resolution  212-14,  approved  the  EDC  MOA 
and  urged  all  officers,  employees,  and  agents  of  the  City  to  take  all  steps  they  deem  necessary  or 
appropriate,  to  the  extent  permitted  by  applicable  law,  in  order  to  consummate  the  EDC  MOA; 
and 


WHEREAS,  The  current  term  of  the  Base  Caretaker  Cooperative  Agreement  expires  on 
September  30,  2014,  and  TIDA  is  seeking  Board  of  Supervisors  approval  of  a  proposed 
extension  of  the  term  to  September  30,  2015;  and 

WHEREAS,  TIDA  and  SFPUC  staff  have  negotiated  a  revised  Memorandum  of 
Understanding,  extending  the  term  for  an  additional  twelve  months  and  recognizing  the 
execution  of  the  EDC  MOA  and  Utilities  Agreement;  and 

WHEREAS,  On  May  10,  2011,  this  Commission,  by  Resolution  No.  11-0068,  considered 
the  Treasure  Island/Yerba  Buena  Island  Redevelopment  Project  Final  Environmental  Impact 
Report  (FEIR)  and  adopted  the  CEQA  Findings,  Statement  of  Overriding  Considerations,  and 
Mitigation  Monitoring  and  Reporting  Program  (MMRP);  and 

WHEREAS,  On  June  7,  2011,  the  Board  of  Supervisors,  by  Resolution  No.  246-11, 
confirmed  the  certification  of  the  Treasure  Island/Yerba  Buena  Redevelopment  Project  FEIR; 
and 

WHEREAS,  In  an  April  29,  2014  Planning  Memorandum,  the  Planning  Department 
concluded  that  no  supplemental  or  subsequent  EIR  was  required  because  there  were  no  substantial 
changes  in  the  project  analyzed  in  the  FEIR,  no  changes  in  circumstances  under  which  the  project 
would  be  undertaken,  and  no  new  information  indicating  that  new  significant  impacts  would  occur 
or  that  the  impacts  identified  in  the  FEIR  as  significant  impacts  would  be  substantially  more 
severe;  and 

WHEREAS,  On  July  2,  2014,  and  as  approved  by  the  Board  of  Supervisors'  Resolution 
212-14,  TIDA  and  the  Navy  entered  into  an  Economic  Development  Conveyance  Memorandum  of 
Agreement  ("EDC  MOA")  that  established  terms  under  which  the  former  NSTI  will  be  transferred 
to  TIDA;  and 

WHEREAS,  The  Project  files,  including  the  FEIR,  SFPUC  Resolution  No.  11-0068 
(including  the  CEQA  Findings,  Statement  of  Overriding  Considerations,  and  MMRP),  Board 
Resolutions  246-11  and  212-14_and  the  Planning  Department  April  29,  2014  Memorandum  have 
been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the  record 
before  this  Commission;  now,  therefore,  be  it 

RESOLVED,  The  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action  taken 
herein  to  approve  the  MOU  and  incorporates  the  CEQA  findings  contained  in  SFPUC  Resolution 
No.  11 -0068,  and  Board  Resolution  Nos.  246-11  and  212-14,  including  the  Statement  of  Overriding 
Considerations  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  was  finalized, 
there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances 
that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts,  and 
there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set  forth 
in  the  FEIR;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  ("SFPUC")  to  modify  and  execute  the 
Memorandum  of  Understanding  between  the  Treasure  Island  Development  Authority  ("TIDA") 
and  the  SFPUC,  in  substantially  the  form  on  file  with  the  Commission  Secretary,  to  provide 
certain  utility  services  at  former  Naval  Station  Treasure  Island  ("NSTI")  during  the  current  term 
of  the  Base  Caretaker  Cooperative  Agreement  between  TIDA  and  the  Navy,  and  through 
September  30,  2015,  provided  that  the  Board  of  Supervisors  approves  an  extension  of  the  Base 
Caretaker  Cooperative  Agreement  between  TIDA  and  the  Navy. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 


jtbnuu^   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0154 


WHEREAS,  On  March  25,  2014,  the  San  Francisco  Public  Utilities  Commission 
met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated  Claim  of  Jean 
O'Connell  ("Claimant"),  arising  from  an  incident  on  February  27,  2013,  when  a  16" 
water  transmission  pipeline,  located  between  West  Portal  Avenue  and  Wawona  Street, 
ruptured  in  front  of  2733  15th  Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $106,355.93  from  the  City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $106,355.93,  on  the  terms  set  forth 
in  the  Full  and  Final  Release  for  Claim  No.  14-01867  on  file  with  the  Commission 
Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  23,  2014. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  October  14,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php9view  id=22 


For  questions  about  the  meeting,  please  contact  (415)  554-3165.  The  ringing  of  and  use  of  cell  phones,  pages,  and  similar  sound- 
producing  electronic  devices  are  prohibited  .  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of 
any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Know  your  rights  under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of 
the  public.  Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the  people's  review.  For 
information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance 
Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  Phone:  (415)  554-7724;  Fax:  (415) 
554-7854;  E-mail:  sotf(S)sfqov.orq.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force, 
the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

Disability  Access:  The  SFPUC  meeting  will  be  held  in  Room  400, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA.  The  closest 
accessible  BART  Station  is  at  Civic  Center.  Accessible  MUNI  lines  serving  this  location  are:  Metro  lines  J  Church,  K  Ingleside,  L 
Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van 
Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L 
Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415)  701-4485.  The  meeting  room  is  wheelchair 
accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of 
City  Hall  for  mobility-impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Parking  Garage  at  the  corner  of 
McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a  disability- 
related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in  alternative  format,  please  contact 
Donna  Hood  at  (415)  554-0761,  or  by  emailing  dhoodtajsfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure 
availability.  To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical 
sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various 
chemical  based  products. 

LANGUAGE  ACCESS 

Per  the  Language  Access  Ordinance  (Chapter  91  of  the  San  Francisco  Administrative  Code),  Chinese,  Spanish  and  or  Filipino 
(Tagalog)  interpreters  will  be  available  upon  requests.  Meeting  Minutes  may  be  translated,  if  requested,  after  they  have  been 
adopted  by  the  Commission.  Assistance  in  additional  languages  may  be  honored  whenever  possible.  To  request  assistance  with 
these  services  please  contact  the  Commission  Clerk  Donna  Hood  at  (41 5)  554-0761 ,  or  dhood@sfwater.org  at  least  48  hours  in 
advance  of  the  hearing.  Late  requests  will  be  honored  if  possible. 
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ACCESO  A IDIOMAS 

De  acuerdo  con  la  Ordenanza  de  Acceso  a  Idiomas  "Language  Access  Ordinance"  (Capitulo  91  del  Codigo  Administrativo  de  San 
Francisco  "Chapter  91  of  the  San  Francisco  Administrative  Code")  interpretes  de  chino,  espanol  y/o  filipino  (tagalo)  estaran 
disponibles  de  ser  requeridos.  Las  minutas  podran  ser  traducidas,  de  ser  requeridas,  luego  de  ser  aprobadas  por  la  Comision.  La 
asistencia  en  idiomas  adicionales  se  tomara  en  cuenta  siempre  que  sea  posible.  Para  solicitar  asistencia  con  estos  servicios  favor 
comunicarse  con  el  Secretario  de  la  Comision  Donna  Hood  al  (415)  554-0761,  o  dhood@sfwater.org  por  lo  menos  48  horas  antes 
de  la  reunion.  Las  solicitudes  tardias  seran  consideradas  de  ser  posible. 

PAG-ACCESS  SA  WIKA 

Ayon  sa  Language  Access  Ordinance  (Chapter  91  ng  San  Francisco  Administrative  Code),  maaaring  mag-request  ng  mga 
tagapagsalin  sa  wikang  Tsino,  Espanyol,  at/o  Filipino  (Tagalog).  Kapag  hiniling,  ang  mga  kaganapan  ng  miting  ay  maaring  isalin  sa 
ibang  wika  matapos  ito  ay  aprobahan  ng  komisyon.  Maari  din  magkaroon  ng  tulong  sa  ibang  wika.  Sa  mga  ganitong  uri  ng 
kahilingan,  mangyaring  tumawag  sa  Clerk  ng  Commission  Donna  Hood  sa  (415)  554-0761,  o  dhood@sfwater.org  sa  hindi  bababa 
sa  48  oras  bago  mag  miting.  Kung  maari,  ang  mga  late  na  hiling  ay  posibleng  pagbibigyan. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to  influence  local 
legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental 
Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance,  please  contact 
the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax 
(415)  252-31 12;  web  site  at  www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's  action  on  a  project 
constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code  Chapter  31 ,  as  amended,  Board  of 
Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination  prepared  in  support  of  that  Approval  Action  is  thereafter 
subject  to  appeal  within  the  time  frame  specified  in  S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed 
within  30  calendar  days  of  the  Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to 
CEQA.  For  information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr. 
Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department's 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an  exemption  determination 
has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf-planning.orq/index.aspx?page=3447. Under  CEQA,  in  a  later  court 
challenge,  a  litigant  may  be  limited  to  raising  only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written 
correspondence  delivered  to  the  Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public 
Utilities  Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 

1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  September  23,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 


5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  2013  Energy  Benchmarking  Report  for  San  Francisco  Municipal  Buildings 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  Rules  of  Order, 
to  nominate  and  elect  officers  (Hood) 

7.  Sea  Level  Rise  (Cruz) 


8.  Report  of  the  General  Manager 

a)  Drought  Update  (Ritchie) 

b)  PG&E  Green  Tariff  Application  (Hale) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


9.    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Approve  and  award  Agreements  CS-362A-B  to  JDH  Corrosion  Consultants 
if>      (CS-362A)  and  HDR  Engineering  (CS-362B),  to  provide  specialized  corrosion 
^     control  engineering  services  on  an  as-needed  basis;  Authorize  the  General 
<r>      Manager  to  negotiate  and  execute  two  professional  services  agreements, 


each  with  an  amount  not-to-exceed  $1,000,000,  and  with  a  term  of  five  years. 

(Cruz) 


b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2712,  8-Inch 
Ductile  Iron  Water  Main  Installation  on  Alabama  and  25th  Streets,  in  the  amount 
of  $1,575,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M 
Squared  Construction,  to  perform  the  installation  of  ductile  iron  pipe  and  fittings, 
and  copper  pipes  services.  (Cruz) 


e 


c)  Approve  and  award  Contract  No.  JOC-47R,  General  Engineering  (A-License) 
for  San  Francisco,  Peninsula,  East  Bay  to  West  San  Joaquin  County  and  West 
Stanislaus  County,  for  a  not-to-exceed  amount  of  $5,000,000,  to  the  lowest, 
qualified,  responsible,  and  responsive  bidder,  Yerba  Buena  Engineering  and 
Construction,  Inc.,  to  perform  general  engineering  construction  tasks  for  all 
SFPUC  Enterprise  Operations  and  Bureaus.  (Cruz) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-597, 
oo  Wastewater  Enterprise  (WWE)  Elevator  Maintenance,  in  the  amount  of 

$546,969,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Kone,  Inc., 
o  t0  service  and  maintain  all  WWE  and  Southeast  Community  Facility  elevators  for 

•3*  a  period  of  three  years.  (Cruz) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
o  execute  a  five-year  lease  with  Wu  Yee  Children's  Services,  for  use  of 

'■£>  approximately  3,450  square  feet  space  within  the  Southeast  Community  Facility, 

0  plus  the  use  of  the  approximately  5,000  square  foot  adjacent  and  fenced 

children's  play  yard  as  a  Head  Start  childcare  program,  for  an  annual  rent  of 
$32,775.  (Russell) 


f)  Approve  and  award  Contract  No.  JOC-49,  General  Engineering  (A-License) 
^  for  Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest, 

qualified,  responsible  and  responsive  bidder,  Sierra  Mountain  Construction, 

o 


Inc.,  to  perform  general  engineering  construction  tasks  for  Hetch  Hetchy 


«H  Operations.  (Cruz) 

REGULAR  CALENDAR 


rH    10.  Authorize  the  General  Manager  to  execute  the  Gas  Pipeline  Cross  Bore 
^         Agreement  between  SFPUC  and  Pacific  Gas  &  Electric  Company  (PG&E)  to 
C3         establish  a  protocol  for  inspection  and  repair  of  gas  line  cross  bores  through 

SFPUC  sewer  facilities  and  a  related  protocol  for  future  installation  of  PG&E  gas 
transmission  lines  in  San  Francisco.  (Carlin) 


1 1 .  Approve  Amendment  No.  3  to  Agreement  No.  PS-108,  Feral  Pig 
c\*        Management  Services,  with  Rural  Pig  Management,  Inc.,  to  provide  continued 
nuisance  management  services  on  SFPUC  watershed  lands,  including 
Bioregional  Habitat  Restoration  sites;  Authorize  the  General  Manager  to 
execute  this  amendment,  increasing  the  agreement  by  $30,000,  for  a  total  not- 


— I 
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to-exceed  agreement  amount  of  $280,000,  and  with  a  time  extension  of  six 
months,  for  a  total  agreement  duration  of  five  years,  six  months.  (Ritchie) 


12.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  enter 
2         into  an  agreement  to  sell  and  vacate  an  approximately  999-square  foot 

*H        sanitary  sewer  easement  at  98  Crown  Terrace,  San  Francisco,  to  Michele 

Sweeney  and  Lucy  R.  Wohltman,  for  $1 6,000.  (Russell) 

13.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 


14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Ambrose) 

Existing  Litigation  as  Plaintiff 

City  and  County  of  San  Francisco  vs.  Pacific  Rod  and  Gun  Club 
San  Francisco  Superior  Court  Case  No.:  CGC-1 4-5382947 
City  Attorney  File  No.:  140253/Date  Filed  3/27/14 


16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.0  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Rothschild) 

Existing  Claim 

<=>    Arturo  Torres  et  al.  v.  City  and  County  of  San  Francisco 
"fj    San  Francisco  Superior  Court  Case  No.:  CGC-1 3-536200 
City  Attorney  File  No.:  140382/Date  Filed:  12/17/13 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657/Date  Filed:  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657/Date  Filed:  June  6,  2013 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21 .  Announcement  following  Closed  Session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

23.  Other  new  business. 


ADJOURNMENT 


an 


Water  Power  Sewer 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  November  11,  2014 


HAS  BEEN  CANCELLED 


********************************************************* 


San  Francisco  Public  Utilities  Commission 

SPECIAL  MEETING 


HAS  BEEN  SCHEDULED 
Wednesday,  November  12,  2014 
(Note  different  time) 

1:00  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.comA/iewPublisher.php?view_id=22 


Services  of  the  San  Francisco  Public  Utilities  Commission 


1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13th  Floor 

San  Francisco,  CA  94102 


San  Francisco 
Water  ■  " 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  October  14,  2014 

As  Approved  on  October  28,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

htto://sanfrancisco.qraniciis.comA/iewPublisher.pho?view  \d=22 


1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:39  PM. 

2.  Roll  Call 

Present:  Courtney,  Caen  and  Vietor. 

3.  Approval  of  the  Minutes  of  September  23,  2014 

On  Motion: 

Ayes:  Courtney,  Caen  and  Vietor 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  spoke  about  the  SSIP  and  the  Digester  Project  and 
asked  that  the  Community  be  informed  on  what  is  happening. 

•  Ms.  Yolanda  Lewis  thanked  the  Commission  for  allowing  the  public  to  speak  first, 
for  listening,  and  for  taking  action. 

•  Dr.  Espanola  Jackson  asked  where  the  Community  Benefits  dollars  are  being 
spent.  She  requested  an  audit  of  SFPUC  Community  Benefits  funds  expended 
from  January  2010  to  present. 

Mr.  Harlan  Kelly,  Jr.,  General  Manager  (GM),  stated  information  will  be  provided  on 
items  that  are  defined  as  Community  Benefits  by  the  SFPUC.  He  noted  some 
examples  and  clarified  that  there  is  no  separate  Community  Benefit  fund. 

Commissioner  Vietor  indicated  that  there  is  information  on  Community  Benefits 
Programs  on  the  SFPUC  website. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  2013  Energy  Benchmarking  Report  for  San  Francisco  Municipal  Buildings 

Public  Comment: 
None. 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  Rules  of  Order, 
to  nominate  and  elect  officers 

President  Courtney  offered  his  thanks  for  the  opportunity  to  serve  as  President. 
He  expressed  his  thoughts  on  his  tenure  and  reflected  on  staff  and  agency 
accomplishments. 

President  Courtney  nominated  Ann  Moller  Caen  as  SFPUC  President. 
Commissioner  Caen  accepted  the  nomination. 

On  Motion: 

Ayes:  Caen,  Vietor  and  Courtney 
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Public  Comment: 

•    Mr.  Francisco  DaCosta  congratulated  Commissioner  Caen  on  the  nomination 
and  provided  thoughts  on  her  experience  and  qualifications. 

Commissioner  Courtney  added  thanks  to  Commissioner  Moran  for  his  service  to 
the  Commission. 

President  Caen  thanked  Commissioner  Courtney  for  his  service  and  presented 
him  with  a  ceremonial  gavel. 

President  Caen  nominated  Commissioner  Vietor  as  Vice  President. 
Commissioner  Vietor  accepted  the  nomination. 

On  Motion: 

Ayes:  Caen,  Vietor  and  Courtney 

GM  Kelly  thanked  Commissioner  Courtney  for  his  service  and  stated  he  will 
continue  to  work  on  items  of  concern  to  Commissioner  Courtney. 

7.  Sea  Level  Rise 

Mr.  Emilio  Cruz,  Assistant  General  Manager  (AGM),  Infrastructure,  discussed  how 
the  SFPUC  is  incorporating  sea  level  rise  into  SSIP  Capital  Planning.  He  noted  that 
the  SFPUC  is  investing  in  science  and  have  tasked  AECOM  with  the  analysis  of 
potential  sea  level  rise  through  2100.  He  stated  that  a  City  Task  Force  has  been 
developed,  with  Mr.  David  Behar  serving  as  chair. 

AGM  Cruz  discussed  various  sea  level  rise  scenarios:  most-likely,  least  likely,  and 
average;  and  reviewed  the  process  and  the  Vulnerability  Assessment  Phase.  He 
continued,  discussing  seal  level  rise  scenarios;  reviewed  maps  showing  multiple  Sea 
Level  Rise  and  Extreme  Tide  Matrix  (static  not  storm);  and  touched  on  next  steps. 
He  noted  City  departments  are  working  together  to  look  at  potential  impacts,  but 
there  have  been  no  final  determinations. 

Mr.  Cruz  responded  to  follow-up  questions  from  Vice  President  Vietor  on  the  study 
and  planning  efforts.  Brief  discussion  ensued. 

President  Caen  asked  about  the  timeline  for  the  impact  of  existing  assessment. 
AGM  Cruz  stated  that  the  study  of  impacts  will  be  complete  in  a  matter  months, 
followed  closely  by  the  Level  of  Impact  Report,  and  the  Adaption  Plan,  which  may 
take  longer.  Discussion  followed  on  potential  funding  sources. 

Public  Comment: 

•    Ms.  Yolanda  Lewis  discussed  contributors  to  sea  level  rise  and  stated  the  City 
needs  to  be  proactive,  and  be  a  leader. 
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•    Mr.  Francisco  DaCosta  thanked  Commissioner  Courtney  for  his  work  as 
President.  He  discussed  sea  level  rise  from  a  historical  perspective.  He  stated 
high  rise  construction  should  use  gray  water. 

8.  Report  of  the  General  Manager 

a)  Drought  Update 

Mr.  Steve  Ritchie,  AGM  Water,  stated  that  new  water  year  began  on  October  1st. 
He  noted  current  reservoir  storage  levels,  indicating  the  water  bank  is  at  42. 7 
percent  and  total  system  storage  is  at  57. 7  percent.  He  discussed  precipitation 
levels;  snowpack;  and  total  system  deliveries,  which  were  up  in  the  last  few 
weeks.  He  noted  total  system  water  savings,  and  concluded  by  discussing 
thoughts  on  the  new  water  year. 

b)  PG&E  Green  Tariff  Application 

Mr.  Michael  Hyams,  Power  Enterprise,  provided  an  update  on  the  PG&E  Green 
Tariff  application,  which  has  been  waiting  for  California  Public  Utilities  (CPUC) 
consideration  since  May.  He  indicated  a  CPUC  decision  is  pending,  and 
estimates  a  spring  launch.  He  discussed  the  two  components  of  the  Green  Tariff 
proposal:  Standard  Green  Tariff  option;  and  Enhanced  Community  Renewables. 
He  stated  no  rate  estimates  have  been  provided  by  PG&E. 

Vice  President  Vietor  requested  clarification  of  basic  product,  which  Mr.  Hyams 
provided.  Brief  discussion  ensued  on  the  Program. 

Public  Comment: 

•  Ms.  Yolanda  Lewis  thanked  Commissioner  Courtney  for  his  service  as 
President.  She  noted  that  during  drought  conditions,  water  contamination  can 
occur  and  that  there  needs  to  be  proactive  action  to  prevent  contamination. 

•  Mr.  Francisco  DaCosta  stated  that  empirical  data  needs  to  be  addressed  and 
real-time  consumption  needs  to  be  known. 

9.     Consent  Calendar: 

a)  Approve  and  award  Agreements  CS-362A-B  to  JDH  Corrosion  Consultants  (CS- 
362A)  and  HDR  Engineering  (CS-362B),  to  provide  specialized  corrosion  control 
engineering  services  on  an  as-needed  basis:  Authorize  the  General  Manager  to 
negotiate  and  execute  two  professional  services  agreements,  each  with  an 
amount  not-to-exceed  $1,000,000,  and  with  a  term  of  five  years.  (Resolution  14- 
0155) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2712.  8-Inch 
Ductile  Iron  Water  Main  Installation  on  Alabama  and  25th  Streets,  in  the  amount  of 
$1,575,000,  to  the  lowest,  Qualified,  responsible  and  responsive  bidder.  M 
Sguared  Construction,  to  perform  the  installation  of  ductile  iron  pipe  and  fittings, 
and  copper  pipes  services.  (Resolution  14-0156) 
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c)  Approve  and  award  Contract  No.  JOC-47R,  General  Engineering  (A-License)  for 
San  Francisco,  Peninsula,  East  Bay  to  West  San  Joaguin  County  and  West 
Stanislaus  County,  for  a  not-to-exceed  amount  of  $5,000,000,  to  the  lowest, 
Qualified,  responsible,  and  responsive  bidder,  Yerba  Buena  Engineering  and 
Construction,  Inc..  to  perform  general  engineering  construction  tasks  for  all 
SFPUC  Enterprise  Operations  and  Bureaus.  (Resolution  14-0157) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-597, 
Wastewater  Enterprise  (WWE)  Elevator  Maintenance,  in  the  amount  of  $546.969, 
to  the  lowest,  Qualified,  responsible  and  responsive  bidder,  Kone,  Inc.,  to  service 
and  maintain  all  WWE  and  Southeast  Community  Facility  elevators  for  a  period  of 
three  years.  (Resolution  14-0158) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  lease  with  Wu  Yee  Children's  Services,  for  use  of  approximately  3.450 
sguare  feet  space  within  the  Southeast  Community  Facility,  plus  the  use  of  the 
approximately  5,000  sguare  foot  adjacent  and  fenced  children's  play  yard  as  a 
Head  Start  childcare  program,  for  an  annual  rent  of  $32,775.  (Resolution  14-0160) 

f)  Approve  and  award  Contract  No.  JOC-49,  General  Engineering  (A-License) 
for  Hetch  Hetchy.  for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest. 
Qualified,  responsible  and  responsive  bidder.  Sierra  Mountain  Construction, 
Inc.,  to  perform  general  engineering  construction  tasks  for  Hetch  Hetchy 
Operations.  (Resolution  14-0159) 

Public  Comment  items  9a.  b.  c.  d,  and  f: 
None. 

Dr.  Espanola  Jackson  requested  that  item  9e  be  removed  from  the  calendar. 

On  Motion  to  approve  9a,  b,  c,  d,  and  f: 
Ayes:  Caen,  Vietor  and  Courtney 

At  the  request  of  President  Caen,  the  Commission  Secretary  re-read  item  9e. 

President  Caen  asked  Dr.  Jackson  to  speak  on  her  concerns  with  item  9e. 
Dr.  Jackson  expressed  concern  with  the  lease,  stating  that  the  Southeast 
Facility  (SEF)  Commission  was  not  aware  of  the  change  and  that  the 
provider  should  not  be  given  space  in  the  facility. 

GM  Kelly  stated  that  the  Southeast  Facility  Commission  was  aware  of  the 
lease  and  they  were  provided  information.  He  stated  that  the  Head  Start 
program  has  always  been  located  at  the  SEF,  and  that  just  the  provider 
changed,  thus  the  need  for  Commission  approval  of  the  new  lease. 

Ms.  Rosanna  Russell,  SFPUC  Real  Estate,  stated  that  the  Federal  Head 
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Start  Program  selected  Wu  Yee  as  the  new  provider  and  that  no  additional 
space  is  being  allocated,  and  the  footprint  remains  the  same. 

Commissioner  Courtney  asked  for  clarification  on  how  the  Southeast  Facility 
Commission's  received  notification.  Ms.  Juliet  Ellis,  AGM,  External  Affairs, 
stated  that  the  Commission  received  a  memorandum  on  September  23rd 
notifying  them  that  Federal  Head  Start  selected  Wu  Yee  as  the  new  Head 
Start  provider. 

•  Mr.  Robert  Woods  provided  thoughts  on  the  MOU  and  mitigation. 
Discussion  ensued  on  the  space  allocation. 

GM  Kelly  recommended  that  the  Commission  approve  the  item  under  the 
condition  that  the  footprint  is  the  same.  He  noted  he  will  confirm  the  space 
allocation  and  report  back. 

Vice  President  Vietor  moved  that  the  item  be  approved  under  the  condition 
that  footprint  is  the  same  as  it  was  under  the  previous  lease. 

Commissioner  Courtney  seconded,  noting  that  if  the  footprint  is  different,  the 
item  be  returned  to  the  Commission  for  consideration.  He  requested  that  the 
Southeast  Facility  Commission  be  notified  as  to  the  SFPUC  action. 

•  Mr.  Francisco  DaCosta  stated  that  discussions  need  to  happen  with  the 
community,  and  that  the  space  is  for  the  children. 

On  Motion  -  amendment  to  conditionally  approve 
Ayes:  Caen,  Vietor  and  Courtney 

On  Motion  -  original  resolution 
Ayes:  Caen,  Vietor  and  Courtney 

10.  Authorize  the  General  Manager  to  execute  the  Gas  Pipeline  Cross  Bore 
Agreement  between  SFPUC  and  Pacific  Gas  &  Electric  Company  (PG&E)  to 
establish  a  protocol  for  inspection  and  repair  of  gas  line  cross  bores  through 
SFPUC  sewer  facilities  and  a  related  protocol  for  future  installation  of  PG&E  gas 
transmission  lines  in  San  Francisco.  (Resolution  14-0161) 
On  Motion: 

Ayes:  Caen,  Vietor  and  Courtney 

Public  Comment: 
None. 


11.  Approve  Amendment  No.  3  to  Agreement  No.  PS-108,  Feral  Pig  Management 
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Services,  with  Rural  Pig  Management.  Inc..  to  provide  continued  nuisance 
management  services  on  SFPUC  watershed  lands,  including  Bioregional  Habitat 
Restoration  sites;  Authorize  the  General  Manager  to  execute  this  amendment, 
increasing  the  agreement  by  $30.000.  for  a  total  not-to-exceed  agreement 
amount  of  $280.000.  and  with  a  time  extension  of  six  months,  for  a  total 
agreement  duration  of  five  years,  six  months.  (Resolution  14-0162) 
On  Motion: 

Ayes:  Caen,  Vietor  and  Courtney 

Public  Comment: 
None. 

12.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  enter 
into  an  agreement  to  sell  and  vacate  an  approximately  999-sguare  foot  sanitary 
sewer  easement  at  98  Crown  Terrace.  San  Francisco,  to  Michele  Sweeney  and 
Lucv  R.  Wohltman.  for  $16,000.  (Resolution  14-0163) 

On  Motion: 

Ayes:  Caen,  Vietor  and  Courtney 

Public  Comment: 
None. 

13.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  to  Assert: 

Ayes:  Caen,  Vietor  and  Courtney 

The  Commission  entered  Closed  Session  at  3:29  PM. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation  as  Plaintiff 

City  and  County  of  San  Francisco  vs.  Pacific  Rod  and  Gun  Club 
San  Francisco  Superior  Court  Case  No.:  CGC-1 4-5382947 
City  Attorney  File  No.:  140253/Date  Filed  3/27/14 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.0  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Claim  (Resolution  14-0164) 

Arturo  Torres  et  al.  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-536200 
City  Attorney  File  No.:  140382/Date  Filed:  12/17/13 
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17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657/Date  Filed:  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657/Date  Filed:  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  Closed  Session  at  3:39  PM. 

21.  Announcement  following  Closed  Session. 

President  Caen  announced  that  action  was  taken  on  Item  16,  and  no  other  action 
took  place. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose 

Ayes:  Caen,  Vietor  and  Courtney 

23.  Other  new  business. 

Commissioner  Courtney  requested  that  his  outstanding  issues  regarding  workforce 
development  and  training  be  placed  on  an  upcoming  agenda.  He  also  requested 
that  Commissioners  be  notified  via  direct  communication  regarding  official 
announcements  and  SFPUC-sponsored  events. 

President  Caen  adjourned  the  meeting  at  4:02  PM. 


SFPUC  Minutes 
October  14,  2014 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0155 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  as- 
needed  corrosion  control  engineering  design  services  necessary  for  the  design  and  construction 
of  corrosion  control  systems  for  SFPUC  facilities  and  structures;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  corrosion  control 
engineering  firms  to  provide  specialized  corrosion  control  engineering  services  on  an  as-needed 
basis  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $2,000,000  ($1,000,000  per  contract);  and 

WHEREAS,  The  proposal  was  advertised  on  June  10,  2014;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  December  2014  and  end  in  December 
2019  and  the  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  JDH  Corrosion 
Consultants  Inc.  and  HDR  Engineering  as  the  highest  ranked  consulting  firms;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  sub-consulting  goals  have  been  waived  for  this  agreement; 
and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  proposed  contract  would  not  fall  within  the  definition  of  a  "project" 
under  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378;  however  if 
any  of  the  services  provided  under  individual  task  orders  approved  under  this  contract  involve 
ground-disturbing  activities  that  may  have  direct  or  indirect  physical  change  in  the  environment, 
those  task  orders  would  require  compliance  with  CEQA  prior  to  their  initiation;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  individual  project;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  and  award  Project  - 
funded  Agreement  Nos.  CS-362A  and  CS-362B,  As-needed  Corrosion  Control  Engineering 
Services,  to  JDH  Corrosion  Consultants,  Inc.  (JDH)  (CS-362A)  and  HDR  Engineering  (HDR) 
(CS-362B)  to  provide  specialized  corrosion  control  engineering  services  on  an  as-needed  basis; 
and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  professional 
services  agreements  each  with  an  amount  not-to-exceed  $1,000,000,  and  each  with  a  term  of  five 
(5)  years,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to 
negotiate  and  execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0156 


WHEREAS,  Water  Enterprise  Local  Conveyance/Distribution  System  Program-funded 
Contract  No.  WD-2712,  8-Inch  Ductile  Iron  Water  Main  Installation  on  Alabama  and  25th 
Streets,  was  advertised  on  April  10,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $2,040,000  and  the  Engineer's  Estimate  is 
$2,040,000  for  this  construction  contract  work  to  install  approximately  5,600  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  370  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CUW280PR03,  8-Inch  Ductile  Iron  Water  Main  Installation  on 
Alabama  and  25th  Streets,  was  determined  to  be  categorically  exempt  as  a  Class  2  Categorical 
Exemption  under  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15302 
on  June  28,  2013;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  May  15,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  12%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  12.16%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR03,  8-Inch  Ductile  Iron 
Water  Main  Installation  on  Alabama  and  25th  Streets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No. 
WD-2712,  8-Inch  Ductile  Iron  Water  Main  Installation  on  Alabama  and  25th  Streets,  in  the 
amount  of  $1,575,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared 
Construction. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0157 


WHEREAS,  Contract  No.  JOC-47R,  Job  Order  Contract  (JOC),  General  Engineering  (A- 
License)  for  San  Francisco/Peninsula/East  Bay  to  West  San  Joaquin  and  West  Stanislaus 
Counties,  was  advertised  on  July  30,  2014;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  general  engineering  construction 
work  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  enterprises,  operations,  and 
bureaus;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders  which  will  identify  the  scope  of  work,  cost,  and  duration  of 
various  discrete  construction  activities.  The  work  under  this  job  order  contract  has  been 
competitively  bid  per  unit  price  and  this  contractor  is  the  lowest  responsible,  responsive  bidder 
for  the  work  under  these  subsequent  task  orders;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  August  21,  2014;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Yerba  Buena  Engineering  and  Construction,  Inc. 
as  the  lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Yerba  Buena  Engineering  and 
Construction,  Inc.  was  1.1050;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  18%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and  the 
contractor  committed  to  an  LBE  subcontracting  participation  of  27.2%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  No  task  order  will  be  issued  for  construction  requiring  environmental 
review,  excluding  those  eligible  for  statutory  or  categorical  exemption,  until  the  Commission  has 
been  given  the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed 
appropriate;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-47R,  Job  Order  Contract, ),  General 
Engineering  (A-License)  for  San  Francisco/Peninsula/East  Bay  to  West  San  Joaquin  and  West 
Stanislaus  Counties,  for  a  not-to-exceed  amount  of  $5,000,000  with  a  minimum  guaranteed 
amount  of  $50,000  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  Yerba  Buena 
Engineering  and  Construction,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0158 


WHEREAS,  Wastewater  Enterprise  (WWE),  Operating  Budget-funded  Contract  No. 
WW-597,  Wastewater  Enterprise  Elevator  Maintenance  was  advertised  on  July  9,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $546,969  and  the  Engineer's  Estimate  is 
$550,000  for  this  construction  contract  work  to  provide  elevator  maintenance  and  repair  to  keep 
nineteen  (19)  Wastewater  Enterprise  (WWE)  elevators  in  compliance  with  California  State  law, 
to  maintain  safe  and  proper  operation,  and  for  investment  protection;  and 

WHEREAS,  The  contract  duration  is  1,095  consecutive  calendar  days  (3  years);  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  the  proposed 
elevator  maintenance  and  repair  work  to  be  completed  under  contract  WW-597  does  not 
constitute  a  "project"  as  defined  in  California  Environmental  Quality  Act  Guidelines  Section 
15378  because  there  would  be  no  physical  change  in  the  environment;  and 

WHEREAS,  Three  (3)  bids  was  received  and  opened  publicly  on  July  31,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Kone,  Inc.  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  Pursant  to  Chapter  14B,  the  Local  Business  Enterprise  (LBE)  participation 
goal  was  waived  by  CMD;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  WWE  Operating  Budget,  Wastewater  Enterprise 
Elevator  Maintenance;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  Operating  Budget  funded  Contract  No.  WW-597,  Wastewater  Enterprise  Elevator 
Maintenance,  in  the  amount  of  $546,969,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Kone,  Inc. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0159 


WHEREAS,  Contract  No.  JOC-49,  Job  Order  Contract  (JOC),  General  Engineering  (A- 
License)  for  Hetch  Hetchy,  was  advertised  on  June  21,  2014;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  perform  general  engineering 
construction  tasks  for  Hetch  Hetchy  Enterprise  Operations;  and 

WHEREAS,  The  contract  duration  is  three  (3)  years;  and 

WHEREAS,  Approval  of  the  proposed  contract  does  not  fall  within  the  definition  of  a 
"project"  under  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378, 
because  no  services  are  included  that  involve  any  direct  or  indirect  physical  change  in  the 
environment,  and  approval  of  individual  task  orders  under  this  contract  would  require 
compliance  with  CEQA  prior  to  initiation  of  ground-disturbing  activities;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  July  24,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  review  of  the  bid 
for  qualifications,  responsibility,  and  responsiveness  resulted  in  the  establishment  of  Sierra 
Mountain  Construction,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder  eligible 
for  award  of  General  Engineering  (A-License)  JOC-49;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Sierra  Mountain  Construction,  Inc.  was 
1.4655;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  22%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract,  and  the  contractor 
committed  to  an  LBE  subcontracting  participation  of  33%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  60  days  of  the  date  of  the  Commission  award  may  result  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and  Construction  Task 
Catalog  ®  and  awards  Contract  No.  JOC-49,  Job  Order  Contract,  General  Engineering  (A- 
License)  for  Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  with  minimum  guaranteed 
amount  of  $50,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Sierra  Mountain 
Construction,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014. 


$  AM  JUL  d>krL  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0160 


WHEREAS,  The  Southeast  Community  Facility  at  1800  Oakdale  Avenue  in  San 
Francisco  (SECF),  was  built  circa  1986  as  required  mitigation  for  the  legally  mandated 
expansion  of  the  Southeast  Water  Pollution  Control  Plant;  and 

WHEREAS,  The  City  and  County  of  San  Francisco  (City),  is  required  by  funding 
agreements  with  the  California  State  Water  Resources  Control  Board  (Order  #  WQG  81.1)  and 
the  U.S.  Environmental  Protection  Agency  (C-06- 1099- 114:  Special  Condition  #11)  to  operate 
the  mitigation  "Skills  Center",  including  a  childcare  center  at  the  SECF;  and 

WHEREAS,  The  SECF's  stated  purpose  is  to  benefit  the  surrounding  community 
regardless  of  the  revenues  the  SFPUC  generates  or  the  expenses  it  incurs;  and 

WHEREAS,  The  Head  Start  childcare  program  offers  important,  convenient,  and 
affordable  childcare  services  to  the  residents  of  the  southeast  sector  of  San  Francisco  and  has 
provided  childcare  services  at  the  SECF  since  1990;  and 

WHEREAS,  The  Board  of  Supervisors  found  (by  Ordinance  276-92)  that  the  leasing  of 
SECF  to  the  former  Head  Start  contract  provider  "is  for  a  public  purpose  and  will  promote  the 
general  welfare  of  the  community";  and 

WHEREAS,  The  federal  Head  Start  Program  selected  Wu  Yee  Children's  Services  to 
replace  the  existing  Head  Start  provider  at  the  SECF  through  a  competitive  bidding  process;  and 

WHEREAS,  The  City,  through  the  SFPUC,  desires  to  enter  into  a  five-year  lease  with 
Wu  Yee  Children's  Services,  as  tenant,  for  use  of  an  approximately  3,450  square  feet  space 
within  the  SECF,  plus  the  use  of  the  approximately  5,000  square  foot  adjacent  and  fenced 
children's  play  yard,  as  a  Head  Start  childcare  program  for  an  annual  rent  of  $32,775  (Lease); 
and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  that  adoption  of 
this  Resolution  does  not  constitute  a  "project"  under  California  Environmental  Quality  Act 
Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the  environment;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  Lease  in  substantially  the  form  on  file 
with  the  Commission  Secretary;  and  be  it 


FURTHER  RESOLVED,  That  the  SFPUC  authorizes  the  General  Manager,  or  his 
designee,  to  enter  into  any  amendments  or  modifications  to  the  Lease  (including,  without 
limitation,  the  exhibits  and  any  sublease)  that  the  General  Manager  determines,  in  consultation 
with  the  City  Attorney,  are  in  the  best  interest  of  the  City,  do  not  decrease  the  rent  or  otherwise 
materially  increase  the  obligations  or  liabilities  of  the  City,  are  necessary  or  advisable  to 
effectuate  the  purposes  of  the  Lease  or  this  resolution,  and  are  in  compliance  with  all  laws, 
including  City's  Charter;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  taken  by  officers  of  the  City  with  respect  to  the 
Lease  are  hereby  approved,  confirmed,  and  ratified.  Such  lease  shall  be  on  a  form  approved  by 
the  City  Attorney. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0161 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  ("SFPUC")  owns  or 
operates  main  line  sewers,  force  mains,  collection  system  boxes,  tunnels,  collection  system 
discharge  structures,  sewer  laterals,  sewer  culverts,  catch  basins,  and  sewer  manholes  located 
throughout  the  City  and  County  of  San  Francisco  ("Sewer  Assets");  and 

WHEREAS,  Damage  to  Sewer  Assets  occurs  when  Pacific  Gas  and  Electric  Company 
("PG&E")  installs  a  gas  pipeline  in  a  manner  that  bores  through  a  Sewer  Asset  or  otherwise 
damages  a  Sewer  Asset  during  constmction  ("Gas  Pipeline  Cross  Bore");  and 

WHEREAS,  adoption  of  this  Resolution  does  not  constitute  a  "project"  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment:  and 

WHEREAS,  The  SFPUC  and  PG&E  have  developed  and  wish  to  implement  formal 
protocols  for  promptly  identifying  and  repairing  existing  and  future  Gas  Pipeline  Cross  Bores,  as 
well  as  taking  such  steps  to  avoid  Gas  Pipeline  Cross  Bores  from  occurring  in  the  future;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  the  Gas  Pipeline  Cross  Bore  Agreement  in  substantially  the  form  on  file  with 
the  Commission  Secretary. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0162 


WHEREAS,  On  January  27,  2009,  per  Resolution  No.  09-0017,  this  Commission 
awarded  Agreement  No.  PS- 108,  Feral  Pig  Management  Services,  and  authorized  the  General 
Manger  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  Personal 
Services  Agreement,  in  the  amount  of  $150,000,  and  with  a  term  of  three  (3)  years,  with  Rural 
Pig  Management,  Incorporated;  and 

WHEREAS,  Amendment  No.  1  was  issued  was  issued  for  $25,000  to  maintain  the 
assessment  and  dispatch  of  the  feral  population,  increasing  the  total  not-to-exceed  agreement 
amount  to  $175,000  and  extending  the  agreement  term  by  six  months;  and 

WHEREAS,  Amendment  No.  2  was  requested  for  $75,000  to  provide  sustained 
depredation  services  on  SFPUC  watersheds,  increasing  the  total  not-to-exceed  agreement  amount 
to  $250,000  and  extending  the  agreement  term  by  one  year  and  six  months;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  for  $30,000  to  provide  sustained 
depredation  services  on  SFPUC  watersheds,  increasing  the  total  not-to-exceed  agreement  amount 
to  $280,000  and  extending  the  agreement  term  by  six  months;  and 

WHEREAS,  Pursuant  to  Chapter  14B,  subcontracting  goals  were  waived  for  this  project; 

and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Natural  Resources 
Programmatic  Funds  (CUW  271,  Long-Term  Monitoring  and  Permit  Program);  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Agreement 
No.  PS- 108,  Feral  Pig  Management  Services,  with  Rural  Pig  Management,  Incorporated,  to 
provide  sustained  depredation  services  on  SFPUC  watersheds  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this  amendment, 
increasing  the  agreement  by  $30,000,  for  a  total  agreement  amount  of  $280,000,  and  with  a  time 
extension  of  six  (6)  months,  for  a  total  agreement  duration  of  five  (5)  years,  six  (6)  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  14,  2014 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0163 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  its  Public  Utilities 
Commission  (SFPUC),  owns  a  sanitary  sewer  easement  (Easement)  under  the  real  property 
located  at  98  Crown  Terrace  in  San  Francisco  (Property),  which  is  owned  by  Michele  Sweeney 
and  Lucy  R.  Wohltman,  as  joint  tenants  (together,  Buyer);  and 

WHEREAS,  Under  the  terms  of  a  quitclaim  deed  dated  October  8,  1958,  City  holds 
rights  allowing  for  the  construction,  reconstruction,  maintenance,  operation,  repair  and/or 
removal  of  a  sanitary  sewer  and  related  appurtenances;  and 

WHEREAS,  Since  the  date  City  took  possession  of  the  Easement,  City  has  not 
constructed  any  sewer  infrastructure  or  related  facilities  in  or  on  the  Easement  and  has  no  future 
plans  to  use  the  Easement;  and 

WHEREAS,  The  SFPUC  procured  an  appraisal  for  the  Easement  prepared  by  Advanced 
Appraisal  International,  Inc.  dated  October  22,  2013  and  approved  by  the  City's  Director  of  Real 
Property,  in  the  amount  of  $16,000.00  (Appraisal);  and 

WHEREAS,  The  fair  market  value  of  the  Easement  was  established  based  on  the 
appraised  value  set  forth  in  the  Appraisal;  and 

WHEREAS,  Buyer  is  the  only  potential  purchaser  of  the  Easement  and  is  willing  to  pay 
the  fair  market  value  of  $16,000  for  the  Easement;  and 

WHEREAS,  Section  8333  of  the  California  Streets  and  Highways  Code  provides  that  the 
legislative  body  of  a  local  agency  may  summarily  vacate  a  public  service  easement  under  certain 
circumstances.  In  particular,  Section  8333  provides  that  the  legislative  body  of  a  local  agency 
may  summarily  vacate  a  public  service  easement  when  (i)  the  easement  has  not  been  used  for  the 
purpose  for  which  it  was  dedicated  or  acquired  for  five  consecutive  years  immediately  preceding 
the  proposed  vacation,  (ii)  the  easement  has  been  determined  to  be  excess  by  the  easement 
holder,  and  (iii)  there  are  no  other  public  facilities  located  within  the  easement.  In  addition, 
Section  8334.5  of  the  California  Streets  and  Highways  Code  allows  for  a  summary  vacation  only 
if  there  are  no  in-place  utility  facilities  that  are  in  use  and  would  be  affected  by  the  vacation;  and 

WHEREAS,  The  Department  of  Public  Works  has  advised  the  SFPUC s  Real  Estate 
Services  Division  that  there  are  no  in-place  public  utility  facilities  within  the  Easement  to  be 
vacated;  and 

WHEREAS,  On  June  19,  2014,  the  Environmental  Review  Officer  determined  that  this 
action  is  categorically  exempt  under  Class  1,  Section  15301(e)(2)  of  the  CEQA  Guidelines;  and 
on  June  25,  2014,  the  Planning  Director  found  that  the  General  Plan  Easement  vacation  and  sale 
conforms  to  the  City's  General  Plan,  and  is  consistent  with  the  Eight  Priority  Policies  of  Planning 
Code  Section  101.1;  and 

WHEREAS,  The  City  and  Buyer  have  negotiated  an  Agreement  for  Sale  of  Real  Estate 
(the  Sale  Agreement),  which  provides  for  the  sale  of  City's  interest  in  the  Easement  to  Buyer  for 
$16,000,  subject  to  approval  by  the  Board  of  Supervisors  and  the  Mayor;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  finds  that  the  Easement  is  surplus  to  the 
SFPUC's  current  and  future  utility  needs  and  authorizes  the  Director  of  Property  and/or  the 
General  Manager  of  the  SFPUC  to  seek  approval  of  the  Sale  Agreement  by  City's  Board  of 
Supervisors  and  the  Mayor,  and  upon  such  approval,  to  execute  the  Sale  Agreement  in 
substantially  the  same  form  presented  to  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  and/or  the  Director  of  Property  to  enter  into 
any  amendments  or  modifications  to  the  Sale  Agreement,  including  the  exhibits,  that  the 
General  Manager  or  Director  of  Property  determines,  in  consultation  with  the  City  Attorney,  are 
in  the  best  interest  of  the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  City 
or  materially  diminish  the  benefits  to  the  City,  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  Sale  Agreement  or  this  resolution;  and  are  in  compliance  with  all 
applicable  laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC's  General  Manager  to  execute  the  Sale  Agreement,  subject  to  Board  of  Supervisors  and 
Mayor  approval;  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  SFPUC  General  Manager 
to  execute  and  deliver  the  quitclaim  deed  conveying  the  Easement  to  Buyer;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  General  Manager  of  the 
SFPUC  to  take  any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  14,  2014. 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  October  28,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Vince  Courtney 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


For  questions  about  the  meeting,  please  contact  (415)  554-3165.  The  ringing  of  and  use  of  cell  phones,  pages,  and  similar  sound- 
producing  electronic  devices  are  prohibited  .  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of 
any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Know  your  rights  under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of 
the  public.  Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the  people's  review.  For 
information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance 
Task  Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  Phone:  (415)  554-7724;  Fax:  (415) 
554-7854;  E-mail:  sotf@sfqov.org.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force, 
the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

Disability  Access:  The  SFPUC  meeting  will  be  held  in  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA.  The  closest 
accessible  BART  Station  is  at  Civic  Center.  Accessible  MUNI  lines  serving  this  location  are:  Metro  lines  J  Church,  K  Ingleside,  L 
Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van 
Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L 
Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415)  701-4485.  The  meeting  room  is  wheelchair 
accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of 
City  Hall  for  mobility-impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Parking  Garage  at  the  corner  of 
McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a  disability- 
related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in  alternative  format,  please  contact 
Donna  Hood  at  (415)  554-0761 ,  or  by  emailing  dhood@sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure 
availability.  To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical 
sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various 
chemical  based  products. 

LANGUAGE  ACCESS 

Per  the  Language  Access  Ordinance  (Chapter  91  of  the  San  Francisco  Administrative  Code),  Chinese,  Spanish  and  or  Filipino 
(Tagalog)  interpreters  will  be  available  upon  requests.  Meeting  Minutes  may  be  translated,  if  requested,  after  they  have  been 
adopted  by  the  Commission.  Assistance  in  additional  languages  may  be  honored  whenever  possible.  To  request  assistance  with 
these  services  please  contact  the  Commission  Clerk  Donna  Hood  at  (415)  554-0761 ,  or  dhood@sfwater.org  at  least  48  hours  in 
advance  of  the  hearing.  Late  requests  will  be  honored  if  possible. 
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ACCESO  A  IDIOMAS 

De  acuerdo  con  la  Ordenanza  de  Acceso  a  Idiomas  "Language  Access  Ordinance"  (Capitulo  91  del  Codigo  Administrativo  de  San 
Francisco  "Chapter  91  of  the  San  Francisco  Administrative  Code")  interpretes  de  chino,  espanol  y/ofilipino  (tagalo)  estaran 
disponibles  de  ser  requeridos.  Las  minutas  podran  ser  traducidas,  de  ser  requeridas,  luego  de  ser  aprobadas  por  la  Comision.  La 
asistencia  en  idiomas  adicionales  se  tomara  en  cuenta  siempre  que  sea  posible.  Para  solicitar  asistencia  con  estos  servicios  favor 
comunicarse  con  el  Secretario  de  la  Comision  Donna  Hood  al  (415)  554-0761,  o  dhood@sfwater.org  por  lo  menos  48  horas  antes 
de  la  reunion.  Las  solicitudes  tardias  seran  consideradas  de  ser  posible. 

PAG-ACCESS  SA  WIKA 

Ayon  sa  Language  Access  Ordinance  (Chapter  91  ng  San  Francisco  Administrative  Code),  maaaring  mag-request  ng  mga 
tagapagsalin  sa  wikang  Tsino,  Espanyol,  at/o  Filipino  (Tagalog).  Kapag  hiniling,  ang  mga  kaganapan  ng  miting  ay  maaring  isalin  sa 
ibang  wika  matapos  ito  ay  aprobahan  ng  komisyon.  Maari  din  magkaroon  ng  tulong  sa  ibang  wika.  Sa  mga  ganitong  uri  ng 
kahilingan,  mangyaring  tumawag  sa  Clerk  ng  Commission  Donna  Hood  sa  (415)  554-0761,  o  dhood@sfwater.org  sa  hindi  bababa 
sa  48  oras  bago  mag  miting.  Kung  maari,  ang  mga  late  na  hiling  ay  posibleng  pagbibigyan. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to  influence  local 
legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental 
Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance,  please  contact 
the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax 
(415)  252-3112;  web  site  at  www.sfgov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's  action  on  a  project 
constitutes  the  Approval  Action  for  that  project  (as  defined  in  S  F.  Administrative  Code  Chapter  31 ,  as  amended,  Board  of 
Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination  prepared  in  support  of  that  Approval  Action  is  thereafter 
subject  to  appeal  within  the  time  frame  specified  in  S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed 
within  30  calendar  days  of  the  Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to 
CEQA.  For  information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr. 
Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department's 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an  exemption  determination 
has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf-planninq.org/index.aspx?page=3447.Under  CEQA,  in  a  later  court 
challenge,  a  litigant  may  be  limited  to  raising  only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written 
correspondence  delivered  to  the  Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public 
Utilities  Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  October  14,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 

7.  Recognition  of  Deputy  General  Manager  Michael  Carlin  for  his  work  during  the 
Rim  Fire  (Kelly,  Jr.) 

8.  Report  of  the  General  Manager 

a)  Drought  Update  (Ritchie) 

9.  Revenue  Bond  Oversight  Committee  Annual  Report  and  Audit  Findings 

(Cheng) 

1 0.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

11.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-501, 
Western  Addition/North  Beach/Marina  Districts  Sewer  Replacement  and 


CO 
CO 
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Pavement  Renovation;  Approve  Modification  No.  3  (Final),  decreasing  the 
contract  by  $155,850,  for  a  total  contract  amount  of  $3,546,547  (of  which 
$2,565,627  is  funded  by  WWE  and  $980,920  is  funded  by  DPW),  and  with  a  time 
extension  of  47  consecutive  calendar  days  (approximately  one  month  and  17 
days),  for  a  total  contract  duration  of  297  consecutive  calendar  days 
(approximately  10  months);  and  authorize  final  payment  to  the  contractor. 

(How) 

b)  Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-549, 
Buchanan/Divisadero/Fillmore/Green/  Pierce  and  Scott  Streets  Sewer 
Replacement;  Approve  Modification  No.  2  (Final),  decreasing  the  contract  by 
$93,524,  for  a  total  contract  amount  of  $2,202,507  and  with  a  time  extension  of 
34  consecutive  calendar  days  (approximately  one  month),  for  a  total  contract 
duration  of  214  consecutive  calendar  days  (approximately  seven  months);  and 
uauthorize  final  payment  to  the  contractor.  (How) 

c)  Accept  work  performed  by  Shaw  Pipeline  for  Contract  No.  WW-563,  15th/21st/ 
24th/27th/30th/43rd/48th  Avenues  Sewer  Replacement;  Approve  Modification 
No.  2  (Final),  decreasing  the  contract  by  $12,398,  for  a  total  contract  amount  of 
$2,287,692,  and  with  a  time  extension  of  58  consecutive  calendar  days 

(approximately  two  months),  for  a  total  contract  duration  of  269  consecutive 
calendar  days  (approximately  nine  months);  and  authorize  final  payment  to  the 
contractor.  (How) 

d)  Approve  Modification  No.  1  to  Contract  No.  WW-565,  43rd  Ave/46th  Ave/Geary 
Blvd/O'Farrell/Natoma/Utah  and  London  Streets  Sewer  Replacement,  with  D'Arcy 
&  Harty,  to  abandon  an  existing  collapsed  culvert  pipe  and  install  new  culvert, 
manhole  and  sewer  pipeline  in  a  new  alignment  due  to  existing  site  conditions, 
increasing  the  contract  by  $56,806,  for  a  total  contract  amount  of  $2,677,216, 
and  with  a  time  extension  of  247  consecutive  calendar  days  (approximately 
eight  months),  for  a  total  contract  duration  of  473  consecutive  calendar  days 
(approximately  one  year  and  three  months).  (How) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
eft  execute  a  Memorandum  of  Understanding  with  the  San  Francisco  Public 

Library  to  use  approximately  3,41 8  square  feet  of  SFPUC  Parcel  22,  located 
between  1 150  and  1298  Ocean  Avenue  in  San  Francisco,  for  the  Ingleside 
Garden,  an  outdoor  courtyard  next  to  the  Library,  for  no  annual  use  fee. 

(Russell) 


CO 


CO 
CO 


CO 
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f)    Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and 

County  of  San  Francisco,  a  Joint  Funding  Agreement  with  the  U.S.  Geological 
c=>  Survey  for  an  amount  not-to-exceed  $1,885,725  and  with  a  duration  of  five 

JvJ  years,  which  will  allow  for  hydrologic  monitoring  and  stream  gage  maintenance 

o  on  the  Tuolumne  River  and  its  tributaries.  (Ritchie) 
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12.  Approve  the  selection  of  and  award  Agreement  No.  CS-389,  Planning  and 
^        Engineering  Services  Southeast  Plant  New  250  MGD  Headworks  Facility,  to 
—       Carollo  Engineers,  Inc.,  to  provide  specialized  planning  and  engineering 
services  for  the  proposed  new  Headworks  facility  at  the  Southeast  Water 
<t<       Pollution  Control  Plant;  and  authorize  the  General  Manager  to  negotiate  and 
execute  a  professional  services  agreement  with  Carollo  Engineers,  Inc.,  for  an 
amount  not-to-exceed  $14,000,000,  and  with  a  duration  of  six  years,  subject 
to  Board  of  Supervisors  approval,  pursuant  to  Charter  Section  9.1 18.  (Kubick) 


13.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2621,  San 
Francisco  Groundwater  Supply  Well  Stations,  in  the  amount  of  $15,978,350,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Western  Water 
Constructors,  Inc.,  to  construct  the  Lake  Merced  Well  Station,  the  South  Sunset 
Well  Station,  the  West  Sunset  Well  Station,  the  Golden  Gate  Park  Central  Well 
Station,  and  the  pH  Adjustment  Building  at  Sunset  Reservoir.  (Fung) 


14.  Approve  a  revenue-generating  program  to  license  existing  SFPUC  street 
light  poles  for  the  installation  of  outdoor  distributed  antenna  systems  (DAS)  by 
telecommunications  carriers  using  licensed  spectrum  and  third-party  hosts 
certificated  by  the  California  Public  Utilities  Commission;  Approve  the  terms  and 
jjjj      conditions  and  authorize  the  General  Manager  to  execute  Master  License 
<*"      Agreements  and  approve  the  form  of  the  Master  License,  including  the  form  of 
"H      Pole  License;  and  approve  an  amendment  to  the  2013  SFPUC  Real  Estate 
Guidelines  to  address  a  delegation  of  authority  for  the  Street  Light  License 
Program  to  the  General  Manager  or  his  designee.  (Hale) 


15.  Recommend  that  the  Board  of  Supervisors  approve  the  conveyance  of  an 

^  easement  over  an  approximately  5,227  square-foot  portion  of  property  along 

t-  Niles  Canyon  Road  near  Palomares  Road  in  unincorporated  Alameda  County, 

^  to  the  Golden  Gate  Primitive  Baptist  Church  of  Oakland,  and  authorize  an 

-^  agreement  conveying  the  Easement  to  the  Church.  The  Easement  Area  is 

,H  located  on  SFPUC  Parcel  57  along  Niles  Canyon  Road  near  Palomares  Road 
(Alameda  County  Assessor's  Parcel  No.  507-0761  -002-05).  (Russell) 


16.  Adopt  the  Final  Mitigated  Negative  Declaration  and  the  Mitigation 
Monitoring  and  Reporting  Program  for  the  Pacific  Rod  and  Gun  Club  Upland 

h  Soil  Remedial  Action  Project  pursuant  to  the  California  Environmental  Quality 
**-  Act;  Approve  Project  No.  CUW  28101,  Pacific  Rod  and  Gun  Club  Upland 
5  Soil  Remedial  Action  Project;  and  authorize  the  General  Manager  to  request 
<f  the  Mayor's  and  Board  of  Supervisors'  approval  of  a  supplemental  appropriation 
^  of  $9.5  Million.  (Ritchie) 

17.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 


18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657/Date  Filed:  March  6,  2013:  Served  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657/Date  Filed:  June  6,  2013 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

22.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water  and 
Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

23.  Announcement  following  Closed  Session. 

24.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

25.  Other  new  business. 


ADJOURNMENT 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


CANCELLATION  NOTICE 

The  Regular  meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  November  11,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 

********************************************************** 

San  Francisco  Public  Utilities  Commission 

SPECIAL  MEETING 

HAS  BEEN  SCHEDULED 
Wednesday,  November  12,  2014 

(Note  different  time) 

1:00  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13th  Floor 

San  Francisco,  CA  94102 


San  Francisco 
Water 

Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 
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MINUTES 
Tuesday,  October  28,  2014 


(As  Approved  on  November  12,  2014) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Vince  Courtney 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:40  PM. 


2.  Roll  Call 

Present:  Caen,  Courtney  and  Moran 
Excused:  Vietor 

3.  Approval  of  the  Minutes  of  October  14,  2014 
On  Motion: 

Ayes:  Caen,  Courtney  and  Moran 

Public  Comments 
None. 

4.  General  Public  Comments 

•  Mr.  Francisco  DaCosta  congratulated  Commissioner  Moran  on  his 
reappointment.  He  noted  Commissioner  Moran 's  institutional  memory  and  the 
contributions  he  makes  to  the  Commission. 

•  Dr.  Espanola  Jackson  welcomed  Commissioner  Moran  back.  She  indicated  she 
didn't  see  a  response  to  her  inquiry  regarding  the  Wu  Lee  Daycare  lease,  as 
discussed  at  the  October  28,  2014  meeting. 

President  Caen  and  General  Manager  (GM)  Kelly  informed  Dr.  Jackson  that  the 
letter  was  included  in  the  Commission  packet,  "Letter  Summary"  section.  A  copy  of 
the  letter  was  provided  to  Dr.  Jackson. 

•  Ms.  Yolanda  Lewis  encouraged  the  Commission  to  use  their  power  wisely.  She 
stated  reliability  and  accountability  is  needed. 

•  Dr.  Jackson  continued  her  comments  on  the  Wu  Lee  Daycare. 

GM  Kelly  stated  that  the  Wu  Lee  Daycare  lease  is  the  same  as  the  previous 
tenant's,  including  the  footprint,  and  that  the  new  lease  is  needed  due  the  provider 
change. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

Public  Comments 

•  Mr.  Francisco  DaCosta  offered  his  thoughts  on  the  Wu  Lee  lease  response  letter. 

GM  Kelly  read  the  language  in  question  from  the  both  the  new  and  previous  lease. 
He  reiterated  that  the  language  reflects  that  the  footprint  is  the  same.  He  expressed 
confidence  in  the  Real  Estate  Director  Russell  and  her  ability. 
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Commissioner  Courtney  noted  that  the  action  taken  at  the  last  meeting  was 
contingent  upon  the  lease  language  being  the  same.  He  asked  for  confirmation  it 
was  the  same. 

6.  Other  Commission  Business 

President  Caen  stated  that  item  13  was  removed  from  the  agenda,  and  item  16 
would  be  heard  first  on  the  Regular  Calendar. 

7.  Recognition  of  Deputy  General  Manager  (PGM)  Michael  Carlin  for  his  work  during 
the  Rim  Fire 

GM  Kelly  introduced  Ms.  Ann  Clark,  Friends  of  Camp  Mather,  who  presented  Mr. 
Carlin  with  an  award  for  his  work  during  the  Rim  Fire.  Ms.  Clark  expressed  her 
gratitude  to  Mr.  Carlin  for  his  work  and  leadership.  She  read  the  language  on  the 
plaque  and  offered  her  congratulations.  She  also  presented  Mr.  Carlin  with  a 
Certificate  of  Honor  from  the  San  Francisco  Board  of  Supervisors,  in  honor  of  his 
service. 

DGM  Carlin  expressed  his  thanks  for  the  recognition,  noting  there  was  a  large  team 
involved  in  the  Rim  Fire  efforts.  He  thanked  them  their  work. 

Public  Comments 
None. 

GM  Kelly  stated  that  he  and  Commissioner  Courtney  attended  the  successful  launch 
of  the  Sharp  Park  Recycled  Water  Project,  along  with  representatives  from  the  City 
of  Pacifica  and  Recreation,  and  Park  North  Coast  County  Water  District. 

8.  Report  of  the  General  Manager 
a)  Drought  Update 

Assistant  General  Manager  (AGM)  Steve  Ritchie,  Water,  provided  an  update  on 
the  drought,  stating  Hetch  Hetchy  is  at  73  percent  of  capacity,  the  water  bank  is 
at  43  percent,  and  total  system  storage  at  57  percent.  He  briefly  discussed 
storage  changes  since  early  July,  and  reported  on  cumulative  precipitation,  total 
deliveries,  and  total  system  water  savings.  He  noted  this  is  the  start  of  a  new 
water  year,  and  he  discussed  different  scenarios,  depending  on  precipitation. 

Public  Comments 
None. 

9.  Revenue  Bond  Oversight  Committee  (RBOC)  Annual  Report  and  Audit  Findings 
Mr.  Kevin  Cheng,  RBOC  Chair,  presented  RBOC's  2013-  2014  Annual  Report.  He 
outlined  their  main  achievements,  including  key  findings  and  recommendations  on 
the  WSIP.  He  noted  other  work  efforts  completed  or  initiated  by  RBOC  during  the 
year  and  identified  future  activities.  He  expressed  gratitude  to  the  SFPUC  staff  for 
their  assistance  and  support. 
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Public  Comments 
None. 

10.BAWSCA  Update 

President  Caen  welcomed  Ms.  Irene  O'Connell,  BAWSCA  Chair,  and  briefly 
summarized  her  professional  background. 

Ms.  O'Connell  thanked  President  Caen  for  her  comments,  and  discussed  the  strong 
relationship  between  the  SFPUC  and  BAWSCA.  She  noted  the  responsibilities  of 
BAWSCA.  She  thanked  the  SFPUC  staff  who  regularly  attends  BAWSCA  meetings. 
She  stated  BA  WSCA  lookforward  to  continue  working  with  the  SFPUC. 

Commissioner  Moran  welcomed  Ms.  O'Connell  and  thanked  her  for  her  work. 

GM  Kelly  stated  that  he  has  enjoyed  working  with  BAWSCA  and  thanked  Ms. 
O'Connell  for  making  SFPUC  staff  feel  welcomed. 

Public  Comments 
None. 

11.  Consent  Calendar: 

a)  Accept  work  performed  bv  Precision  Engineering  for  Contract  No.  WW-501 . 
Western  Addition/North  Beach/Marina  Districts  Sewer  Replacement  and 
Pavement  Renovation:  Approve  Modification  No.  3  (Final),  decreasing  the 
contract  bv  $155.850.  for  a  total  contract  amount  of  $3.546.547  (of  which 
$2.565.627  is  funded  bv  WWE  and  $980.920  is  funded  bv  DPW).  and  with  a  time 
extension  of  47  consecutive  calendar  days  (approximately  one  month  and  17 
days),  for  a  total  contract  duration  of  297  consecutive  calendar  days 
(approximately  10  months);  and  authorize  final  payment  to  the  contractor. 
(Resolution  14-0165) 

b)  Accept  work  performed  bv  Precision  Engineering  for  Contract  No.  WW-549. 
Buchanan/Divisadero/Fillmore/Green/  Pierce  and  Scott  Streets  Sewer 
Replacement:  Approve  Modification  No.  2  (Final),  decreasing  the  contract  bv 
$93.524.  for  a  total  contract  amount  of  $2.202.507  and  with  a  time  extension  of  34 
consecutive  calendar  davs  (approximately  one  month),  for  a  total  contract 
duration  of  214  consecutive  calendar  days  (approximately  seven  months);  and 
authorize  final  payment  to  the  contractor.  (Resolution  14-0166) 

c)  Accept  work  performed  bv  Shaw  Pipeline  for  Contract  No.  WW-563.  15th/21st/ 
24th/27th/30th/43rd/48th  Avenues  Sewer  Replacement:  Approve  Modification  No. 
2  (Final),  decreasing  the  contract  bv  $12.398.  for  a  total  contract  amount  of 
$2.287.692.  and  with  a  time  extension  of  58  consecutive  calendar  davs 
(approximately  two  months),  for  a  total  contract  duration  of  269  consecutive 
calendar  davs  (approximately  nine  months):  and  authorize  final  payment  to  the 
contractor.  (Resolution  14-0167) 
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d)  Approve  Modification  No.  1  to  Contract  No.  WW-565.  43rd  Ave/46th  Ave/Geary 
Blvd/O'Farrell/Natoma/Utah  and  London  Streets  Sewer  Replacement,  with  D'Arcv 
&  Hartv.  to  abandon  an  existing  collapsed  culvert  pipe  and  install  new  culvert, 
manhole  and  sewer  pipeline  in  a  new  alignment  due  to  existing  site  conditions, 
increasing  the  contract  bv  $56.806.  for  a  total  contract  amount  of  $2.677.216.  and 
with  a  time  extension  of  247  consecutive  calendar  days  (approximately  eight 
months),  for  a  total  contract  duration  of  473  consecutive  calendar  days 
(approximately  one  year  and  three  months).  (Resolution  14-0168) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  Memorandum  of  Understanding  with  the  San  Francisco  Public  Library  to  use 
approximately  3.418  souare  feet  of  SFPUC  Parcel  22.  located  between  1 150  and 
1298  Ocean  Avenue  in  San  Francisco,  for  the  Ingleside  Garden,  an  outdoor 
courtyard  next  to  the  Library,  for  no  annual  use  fee.  (Resolution  14-0169) 

f)  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and 

County  of  San  Francisco,  a  Joint  Funding  Agreement  with  the  U.S.  Geological 
Survey  for  an  amount  not-to-exceed  $1 .885.725  and  with  a  duration  of  five  years, 
which  will  allow  for  hvdrologic  monitoring  and  stream  gage  maintenance  on  the 
Tuolumne  River  and  its  tributaries.  (Resolution  14-0170) 

On  Motion: 

Ayes:  Caen,  Courtney  and  Moran 

Public  Comments 
•  None. 

Item  16  was  called  out  of  order. 

16.  Adopt  the  Final  Mitigated  Negative  Declaration  and  the  Mitigation  Monitoring  and 
Reporting  Program  for  the  Pacific  Rod  and  Gun  Club  Upland  Soil  Remedial 
Action  Project  pursuant  to  the  California  Environmental  Quality  Act:  Approve 
Project  No.  CUW  28101.  Pacific  Rod  and  Gun  Club  Upland  Soil  Remedial  Action 
Project:  and  authorize  the  General  Manager  to  reouest  the  Mayor's  and  Board  of 
Supervisors'  approval  of  a  supplemental  appropriation  of  $9.5  Million. 
(Resolution  14-0171) 

AGM  Ritchie  introduced  the  item  and  provided  a  brief  history  of  the  site  and  the 
clean-up  that  is  required.  He  acknowledged  the  staff  who  has  worked  diligently  on 
the  project. 

Public  Comments 

•  Mr.  David  Cincotta,  PR&G  Club,  stated  mitigation  measures  require  the  removal 
and  storage  and  restoration  of  certain  structures  and  facilities.  He  asked  that  the 
SFPUC  include  the  PR&G  Club  in  the  process. 
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Mr.  Cincotta  responded  to  a  question  from  President  Caen  regarding  the  frequency 
of  the  clean-up  of  shot.  He  indicated  the  shot  and  clay  currently  used  are  non-toxic 
and  disintegrate  on  their  own. 

•  Mr.  Dick  Allen  asked  that  the  SFPUC  move  forward  with  the  site  clean-up.  He 
expressed  opposition  to  extending  the  lease  until  the  clean-up  is  complete. 

AGM  Ritchie  stated  that  the  SFPUC  is  supportive  of  including  the  PR&G  Club  in  the 
process,  as  requested. 

On  Motion: 

Ayes:  Caen,  Courtney  and  Moran 

12.  Approve  the  selection  of  and  award  Agreement  No.  CS-389,  Planning  and 
Engineering  Services  Southeast  Plant  New  250  MGD  Headworks  Facility,  to 
Carollo  Engineers,  Inc.,  to  provide  specialized  planning  and  engineering 
services  for  the  proposed  new  Headworks  facility  at  the  Southeast  Water 
Pollution  Control  Plant;  and  authorize  the  General  Manager  to  negotiate  and 
execute  a  professional  services  agreement  with  Carollo  Engineers,  Inc.,  for  an 
amount  not-to-exceed  $14,000,000,  and  with  a  duration  of  six  years,  subject  to 
Board  of  Supervisors  approval,  pursuant  to  Charter  Section  9.1 18.  (Resolution 
14-0172) 

Ms.  Karen  Kubick,  SSIP  Director,  introduced  the  item,  stating  it  will  enable  the 
completion  of  the  planning  and  design  of  the  new  Headworks  Facility  for  the 
Southeast  Plant. 

On  Motion: 

Ayes:  Caen,  Courtney  and  Moran 

Public  Comments 

•  None. 

Item  13  was  removed  from  the  calendar. 

13.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2621.  San 
Francisco  Groundwater  Supply  Well  Stations,  in  the  amount  of  $15.978.350.  to 
the  lowest,  Qualified,  responsible  and  responsive  bidder.  Western  Water 
Constructors.  Inc..  to  construct  the  Lake  Merced  Well  Station,  the  South  Sunset 
Well  Station,  the  West  Sunset  Well  Station,  the  Golden  Gate  Park  Central  Well 
Station,  and  the  pH  Adjustment  Building  at  Sunset  Reservoir. 

14.  Approve  a  revenue-generating  program  to  license  existing  SFPUC  street  light 
poles  for  the  installation  of  outdoor  distributed  antenna  systems  (DAS)  bv 
telecommunications  carriers  using  licensed  spectrum  and  third-party  hosts 
certificated  bv  the  California  Public  Utilities  Commission;  Approve  the  terms  and 
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conditions  and  authorize  the  General  Manager  to  execute  Master  License 
Agreements  and  approve  the  form  of  the  Master  License,  including  the  form  of 
Pole  License:  and  approve  an  amendment  to  the  2013  SFPUC  Real  Estate 
Guidelines  to  address  a  delegation  of  authority  for  the  Street  Light  License 
Program  to  the  General  Manager  or  his  designee.  (Resolution  14-0173) 

Ms.  Barbara  Hale,  AGM  Power,  provided  a  brief  presentation  on  the  Street  License 
Program,  and  requested  the  approval  of  the  terms  and  conditions  of  the  Master 
License  Agreement  (MLA),  the  form  of  the  MLA  and  Pole  License;  and  to  authorize 
the  execution  of  the  MLA. 

AGM  Hale  touched  on  the  Distributed  Antenna  System  Program  regulatory 
responsibilities  and  offered  highlights  of  the  MLA.  She  discussed  the  Power 
Revenue  Scope  and  the  City-wide  and  Power-specific  program  benefits. 

Brief  discussion  ensued  on  the  term  of  the  MLA.  In  response  to  a  question  from 
Commissioner  Moran,  AGM  Hale  noted  that  there  are  no  renewal  provisions  after 
the  term  of  the  Agreement  ends. 

Ms.  Hale  responded  to  a  follow-up  question  regarding  consideration  for  radio 
frequency  interference,  stating  MLA  clearly  states  the  utility  needs  take  precedent 
and  other  devices.  He  asked  about  consequential  damages,  and  Ms.  Hale  stated  the 
City  is  protected  via  the  terms  of  the  MLA.  City  Attorney  Ambrose  read  section  20.2 
of  the  MLA,  which  addresses  the  issue  of  consequential  damage.  Commissioner 
Moran  stated  he  wanted  to  make  sure  the  MLA  addresses  radio  frequency 
interference.  Deputy  City  Attorney  Ambrose  stated  she  would  work  with  staff  on 
additional  language  that  may  be  needed.  At  the  request  of  Commissioner  Moran, 
Ms.  Hale  stated  she  will  direct  staff  to  complete  the  scope  of  engineering  review. 

Ms.  Hale  responded  to  President  Caen  regarding  the  size  of  the  unit  and  the 
sufficiency  of  the  amount  of  fiber  to  be  installed. 

On  Motion: 

Ayes:  Caen,  Courtney  and  Moran 

Public  Comments 
•  None. 

15.  Recommend  that  the  Board  of  Supervisors  approve  the  conveyance  of  an 
easement  over  an  approximately  5.227  souare-foot  portion  of  property  along 
Niles  Canyon  Road  near  Palomares  Road  in  unincorporated  Alameda  County,  to 
the  Golden  Gate  Primitive  Baptist  Church  of  Oakland,  and  authorize  an 
agreement  conveying  the  Easement  to  the  Church.  The  Easement  Area  is 
located  on  SFPUC  Parcel  57  along  Niles  Canyon  Road  near  Palomares  Road 
(Alameda  County  Assessor's  Parcel  No.  507-0761-002-05).  (Resolution  14- 
0174) 
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Ms.  Rosanna  Russell  introduced  the  item  and  requested  approval. 
On  Motion: 

Ayes:  Caen,  Courtney  and  Moran 

Public  Comments 
•  None. 

President  Caen  announced  that  there  would  be  no  Closed  Session. 

25.  Other  new  business. 

President  Caen  announced  that  the  November  1 1th  meeting  has  been  cancelled 
due  to  the  Veterans'  Day  holiday,  and  that  a  Special  Meeting  has  been  scheduled 
for  1:00  PM  on  Wednesday,  November  12th,  same  location. 

President  Caen  adjourned  the  meeting  at  2:48  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0165 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program-funded  (CIP)  and  Department  of  Public  Works  (DPW)  Pavement 
Renovation  Program-funded  Contract  No.  WW-501,  Western  Addition/North  Beach/Marina 
Districts  Sewer  Replacement  and  Pavement  Renovation,  by  the  contractor,  Precision 
Engineering;  and 

WHEREAS,  On  March  26,  2013,  by  Resolution  No.  12-0172,  this  Commission  awarded 
Contract  No.  WW-501,  Western  Addition/North  Beach/Marina  Districts  Sewer  Replacement  and 
Pavement  Renovation,  in  the  amount  of  $3,641,503,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  Precision  Engineering;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  January  2, 
2013,  with  an  original  schedule  of  250  consecutive  calendar  days  and  the  contract  work  was 
completed  in  297  consecutive  calendar  days  on  October  25,  2013;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,641,503  and  the  original  contract 
duration  was  250  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $33,894  to  perform  traffic  signal  work  at 
the  north  east  corner  of  Broadway  and  Front  Streets  as  requested  by  DPW,  and  increased  the 
contract  amount  to  $3,675,397;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $27,000  to  increase  pavement  renovation 
bid  item  quantities  in  order  to  reflect  the  actual  quantities  being  performed  during  construction, 
increasing  the  contract  amount  to  $3,702,397;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  ($155,850)  to  account  for 
actual  costs  of  labor  and  materials  required  to  complete  the  contract  work  under  bid  item 
allowances,  will  decrease  the  contract  amount  to  $3,546,547,  and  extend  the  contract  duration  by 
47  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  determined  that  the 
contractor  has  made  a  good  faith  effort  to  comply  with  the  project's  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  12.23%  by  achieving  a  final  LBE  participation  of  12.16%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CENMSCIC65,  Western 
Addition/North  Beach/Marina  Districts  Sewer  Replacement  and  DPW  Project  No. 
CPWTRNSR7B,  Western  Addition/North  Beach/Marina  Districts  Pavement  Renovation;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE  Capital 
Improvement  Program- funded  (CIP)  and  DPW  Pavement  Renovation  Program-funded  Contract 
No.  WW-501,  Western  Addition/North  Beach/Marina  Districts  Sewer  Replacement  and 
Pavement  Renovation,  approves  Modification  No.  3  (Final),  decreasing  the  contract  by 
$155,850,  for  a  total  contract  amount  of  $3,546,547,  and  with  a  time  extension  of  47consecutive 
calendar  days  for  a  total  contract  duration  of  297  consecutive  calendar  days;  and  authorizes  final 
payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  28,  2014 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0166 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-549,  Buchanan/ 
Divisadero/Fillmore/Green/Pierce  and  Scott  Streets  Sewer  Replacement,  by  the  contractor, 
Precision  Engineering;  and 

WHEREAS,  On  June  11,  2013,  by  Resolution  No.  13-0096,  this  Commission  awarded 
Contract  No.  WW-549,  Buchanan/Divisadero/Fillmore/Green/Pierce  and  Scott  Streets  Sewer 
Replacement,  in  the  amount  of  $2,178,505,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  Precision  Engineering;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  3, 
2013,  with  an  original  schedule  of  180  consecutive  calendar  days  and  the  contract  work  was 
completed  in  214  consecutive  calendar  days  on  April  4,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,178,505  and  the  original  contract 
duration  was  180  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $1 17,527  to  perform  additional  work  on  a 
force  account  basis  due  to  differing  site  conditions  encountered  during  sewer  replacement  work, 
and  increased  the  contract  amount  to  $2,296,032;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  a  net  decrease  of  $93,524 
consisting  of  a  decrease  of  $1 14,549  to  account  for  actual  costs  of  labor  and  materials  required  to 
complete  the  contract  sewer  work  under  bid  item  allowances  and  an  additional  $21,025 
(requested  by  and  fully  funded  by  DPW)  to  perform  curb  to  curb  street  pavement  replacement  on 
Buchanan  Street  from  Chestnut  Street  to  Magnolia  Street,  decreasing  the  contract  amount  to 
$2,202,507,  and  extending  the  contract  duration  by  34  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division's  (CMD)  Local  Business  Enterprise  (LBE)  subcontracting  goal  of  16%  by 
achieving  a  final  LBE  participation  of  16.54%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS54,  Buchanan/ 
Divisadero/Fillmore/Green/Pierce  and  Scott  Streets  Sewer  Replacement  and  DPW  Project  No. 
CENTRNSRXH,  Buchanan  Street  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R 
Program-funded  Contract  No.  WW-549,  Buchanan/Divisadero/Fillmore/Green/  Pierce  and  Scott 
Streets  Sewer  Replacement,  approves  Modification  No.  2  (Final),  decreasing  the  contract  by 
$93,524,  for  a  total  contract  amount  of  $2,202,508  and  with  a  time  extension  of  34  consecutive 
calendar  days  for  a  total  contract  duration  of  214  consecutive  calendar  days;  and  authorizes  final 
payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  28,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0167 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-563,  15th/21st/24th/ 
27th/30th/43rd/48th  Avenues  Sewer  Replacement,  by  the  contractor,  Shaw  Pipeline;  and 

WHEREAS,  On  March  26,  2013,  by  Resolution  No.  13-0047,  this  Commission  awarded 
Contract  No.  WW-563,  15th/21st/24th/27th/30th/43rd/48th  Avenues  Sewer  Replacement,  in  the 
amount  of  $2,170,090,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Shaw  Pipeline; 
and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  May  27, 
2013,  with  an  original  schedule  of  211  consecutive  calendar  days  and  the  contract  work  was 
completed  in  269  consecutive  calendar  days  on  February  19,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,170,090  and  the  original  contract 
duration  was  211  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $130,000  to  increase  bid  item  quantity  in 
order  to  reflect  the  actual  quantity  being  performed  during  construction,  increasing  the  contract 
amount  to  $2,300,090;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  ($12,398)  to  account  for 
actual  costs  of  labor  and  materials  required  to  complete  the  contract  work  under  bid  item 
allowances,  will  decrease  the  contract  amount  to  $2,287,692,  extending  the  contract  duration  by 
58  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  determined  that  the  contractor 
Shaw  Pipeline  mistakenly  self-performed  concrete  base  work  that  it  had  committed  to  an  LBE 
subcontractor  at  the  time  of  bid.  San  Francisco  Administrative  Code  Chapter  14B7  (H)  (5) 
provides  that  prime  contractors  must  compensate  LBE  subcontractors  for  breach  of  contract  or 
pay  liquidated  damages  amounting  to  5%  of  the  subcontract,  whichever  is  greater.  Shaw  Pipeline 
paid  the  subcontractor  $9,083.13  .  Based  on  the  foregoing,  CMD  found  that  Shaw  Pipeline 
substantially  complied  with  the  LBE  subcontracting  requirements  and  concurred  with  the 
closeout  of  this  contract.  Shaw  Pipeline  achieved  a  final  LBE  participation  of  9.63%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS72,  15th/21st/24th/ 
27th/30th/  43rd/48th  Avenues  Sewer  Replacement;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Wastewater 
Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-563, 
15th/21st/24th/27th/30th/43rd/48th  Avenues  Sewer  Replacement,  approves  Modification  No.  2 
(Final),  decreasing  the  contract  by  $12,398,  for  a  total  contract  amount  of  $2,287,692,  and  with  a 
time  extension  of  58  consecutive  calendar  days  for  a  total  contract  duration  of  269  consecutive 
calendar  days;  and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  28,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0168 


WHEREAS,  On  March  26,  2013,  per  Resolution  No.  13-0048,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-565,  43rd  Ave/46th  Ave/Geary  Blvd/OEarrell/  Natoma/Utah 
and  London  Streets  Sewer  Replacement,  to  D'Arcy  &  Harty;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  May  27, 
2013; and 

WHEREAS,  The  original  contract  amount  was  for  $2,620,410  and  the  original  contract 
duration  was  226  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  $56,806  to  abandon  an  existing 
collapsed  culvert  pipe  and  install  new  culvert,  manhole  and  sewer  pipeline  in  a  new  alignment 
due  to  existing  site  conditions,  increasing  the  contract  amount  to  $2,677,216,  extending  the 
contract  duration  by  247  consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  16%  Local  Business 
Enterprise  participation  were  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS70,  43rd  Ave/46th 
Ave/Geary  Blvd/O'Farrell/Natoma/Utah  and  London  Streets  Sewer  Replacement;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  WWE,  R&R 
Program-funded  Contract  No.  WW-565,  43rd  Ave/46th  Ave/Geary  Blvd/O'Farrell/Natoma/Utah 
and  London  Streets  Sewer  Replacement,  with  D'Arcy  &  Harty,  increasing  the  contract  by 
$56,806,  for  a  total  contract  amount  of  $2,677,216,  and  with  a  time  extension  of  247  consecutive 
calendar  days  for  a  total  contract  duration  of  473  consecutive  calendar  days. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  28,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0169 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  between  1150 
and  1298  Ocean  Avenue  in  San  Francisco  (Premises);  and 

WHEREAS,  The  San  Francisco  Public  Library  (SFPL)  desires  to  enter  into  a 
Memorandum  of  Understanding  (MOU)  to  create  the  Ingleside  Garden  as  an  outdoor  courtyard 
for  the  Ingleside  Library  on  the  Premises;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  MOU,  allowing  SFPL  to  use  the 
Premises  for  the  Ingleside  Garden  for  no  use  fee;  and 

WHEREAS,  The  Ingleside  Branch  Library  Open  Space  was  identified  as  a  Tier  1 
(reasonably  foreseeable)  project  in  the  Balboa  Park  Station  Area  Plan  Final  Environmental 
Impact  Report  (FEIR)  under  Planning  Department  Case  Number  2004.1059E,  and  the  FEIR  was 
certified  by  the  San  Francisco  Planning  Commission  on  December  4,  2008  under  Motion 
Number  17774.  Executing  the  portion  of  the  work  that  requires  the  use  of  SFPUC  ROW  on  the 
north  side  of  Ocean  Avenue  on  the  east  side  of  the  Ingleside  Branch  Library  is  within  the  scope 
of  the  FEIR  for  the  Balboa  Park  Station  Area  Plan;  and 

WHEREAS,  The  FEIR  that  is  part  of  the  record  of  this  approval  is  available  for  public 
review  at  the  SFPUC  offices,  Real  Estate  Services  Division,  525  Golden  Gate  Avenue,  8th  Floor, 
San  Francisco,  CA,  which  is  the  custodian  of  records  for  the  approval  of  the  MOU;  and 

WHEREAS,  Since  the  FEIR  for  the  Balboa  Park  Station  Area  Plan  was  certified,  there 
have  been  no  substantial  changes  in  the  Ingleside  Branch  Library  Open  Space  Project  or  changes 
in  Project  circumstances  that  would  result  in  new  significant  environmental  effects  or  an  increase 
in  the  severity  of  previously  identified  significant  impacts,  and  there  is  no  new  information  of 
substantial  importance  that  would  change  the  conclusions  set  forth  in  the  Balboa  Park  Station 
Area  Plan  FEIR;  and 

WHEREAS,  The  Planning  Commission  adopted  mitigation  measures  for  the  Balboa  Park 
Station  Area  Plan  FEIR.  SFPUC  has  no  direct  authority  or  responsibility  with  respect  to  the. 
Open  Space  Project  other  than  Project  Sponsor's  request  and  the  SFPUC  approval  and  execution 
of  the  MOU  to  enable  the  Project  Sponsor's  to  carry  out  the  proposed  improvements  on 
SFPUC's  ROW  on  Block  3180  Lot  192  on  the  north  side  of  Ocean  Avenue  between  1150  and 
1 198  Ocean  Avenue  ;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  MOU  is  issued  to  a  public 
agency  for  a  public  purpose  and  the  SFPL  will  improve  and  maintain  the  property  at  no  cost  to 
the  SFPUC;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  MOU;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  MOU  and  hereby  authorizes  and  directs  the  SFPUC  General  Manager  to 
execute  the  MOU;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  MOU,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
MOU  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  28,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0170 


WHEREAS,  The  SFPUC  is  obligated  to  monitor  the  flow  in  the  Tuolumne  River  at  stream  and 
reservoir  locations  at  or  above  La  Grange  under  the  Raker  Act,  the  Fourth  Agreement  between  SFPUC  and 
the  Modesto  and  Turlock  Irrigation  Districts,  and  the  water  bank  accounting  manual;  and 

WHEREAS,  The  SFPUC  relies  on  the  independence  and  expertise  of  the  U.S.  Geological  Survey  to 
maintain  these  hydrologic  records  on  the  Tuolumne  River  and  its  tributaries;  and 

WHEREAS,  A  Joint  Funding  Agreement  will  allow  the  SFPUC  to  continue  to  rely  on  the  USGS  to 
maintain  critical  hydrological  records  on  the  Tuolumne  River  and  its  tributaries;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,885,725;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  November  2014  and  end  in  October  2019  and  the 
total  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  Funds  for  the  first  two  years  of  this  agreement  are  available  from  the  Hetch  Hetchy 
Water  and  Power  Operating  budget  for  fiscal  years  2014-15  and  2015-16,  and  subsequent  years  are  subject 
to  the  budget  and  fiscal  provisions  of  the  San  Francisco  charter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  a  Joint  Funding  Agreement  with  the  U.S.  Geological  Survey  for  an 
amount  not-to-exceed  $1,885,725,  and  with  a  total  duration  of  five  (5)  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  28,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0171 


WHEREAS,  San  Francisco  Public  Utilities  Commission  ("SFPUC")  staff  developed  a 
proposed  project  to  clean  up  contaminated  soil  on  SFPUC  property  leased  to  the  Pacific  Rod  and  Gun 
Club  (PRGC)  at  Lake  Merced  in  San  Francisco,  otherwise  known  as  Project  No.  CUW  28101,  Pacific 
Rod  and  Gun  Club  Upland  Soil  Remedial  Action  Project  ("Project");  and 

WHEREAS,  The  purpose  of  the  proposed  Project  is  to  clean  up  contaminated  upland  soil  on 
SFPUC  property  leased  to  the  PRGC,  in  response  to  Cleanup  Order  R2-20 13-0023  issued  by  the 
California  Regional  Water  Quality  Control  Board,  San  Francisco  Bay  Region  to  the  SFPUC  and  the 
PRGC; 

WHEREAS,  A  Preliminary  Mitigated  Negative  Declaration  for  the  Project  was  prepared  and 
published  for  public  review  on  June  25,  2014;  and 

WHEREAS,  The  Preliminary  Mitigated  Negative  Declaration  was  available  for  public 
comment  until  July  25,  2014;  and 

WHEREAS,  On  October  23,  2014,  the  San  Francisco  Planning  Department  reviewed  and 
considered  the  Final  Mitigated  Negative  Declaration  and  found  that  the  contents  of  said  report  and  the 
procedures  through  which  the  Final  Mitigated  Negative  Declaration  was  prepared,  publicized,  and 
reviewed  complied  with  the  California  Environmental  Quality  Act  (California  Public  Resources  Code 
Sections  21000  et  seq.)  (CEQA),  14  California  Code  of  Regulations  Sections  15000  et  seq.  (the 
"CEQA  Guidelines")  and  Chapter  31  of  the  San  Francisco  Administrative  Code  ("Chapter  31");  and 

WHEREAS,  San  Francisco  Planning  Department  found  the  Final  Mitigated  Negative 
Declaration  was  adequate,  accurate  and  objective,  reflected  the  independent  analysis  and  judgment  of 
the  Planning  Department,  and  that  the  summary  of  comments  and  responses  contained  no  significant 
revisions  to  the  Preliminary  Mitigated  Negative  Declaration,  and  issued  the  Final  Mitigated  Negative 
Declaration  for  the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter  31;  and 

WHEREAS,  The  Planning  Department,  is  the  custodian  of  records,  located  in 
File  No.  2013.1220E,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  Final  Mitigated  Negative  Declaration  and  Mitigation  Monitoring  and 
Reporting  Program  ("MMRP")  (Attachment  A)  were  made  available  to  the  public  and  this 
Commission  for  this  Commission's  review,  consideration  and  action;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  Final  Mitigated  Negative 
Declaration  and  the  record  as  a  whole,  finds  that  the  Final  Mitigated  Negative  Declaration  is  adequate 
for  its  use  as  the  decision-making  body  for  the  Project,  that  there  is  no  substantial  evidence  that  the 
Project  will  have  a  significant  effect  on  the  environment  with  the  adoption  of  the  mitigation  measures 
contained  in  the  MMRP  to  avoid  potentially  significant  environmental  effects  associated  with  the 


Project  and  that  the  Final  Mitigated  Negative  Declaration  reflects  the  City's  independent  judgment  and 
analysis,  and  hereby  adopts  the  Final  Mitigated  Negative  Declaration;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  adopts  the  MMRP  attached  hereto  as 
Exhibit  A  and  incorporated  herein  as  part  of  this  Resolution  by  this  reference  thereto  and  commits  to 
all  required  mitigation  measures  identified  in  the  Final  Mitigated  Negative  Declaration  and  contained 
in  the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  shall  ensure  implementation  of  all  mitigation 
measures  identified  in  the  MMRP  either  directly  or  via  binding  contractual  mechanisms.  The  SFPUC 
finds  that  the  measures  it  is  adopting  can  be  carried  out  by  the  SFPUC  at  the  designated  time  and  are 
feasible  at  this  time;  and  be  it 

FURTHER  RESOLVED,  that  the  General  Manager  or  his  designee  is  authorized  to  seek  Board 
of  Supervisors'  approval,  if  necessary,  and,  as  applicable,  obtain  permits  and  approvals  from  State  and 
federal  resource  agencies;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  hereby  approves  Project  No.  CUW  28101, 
Pacific  Rod  and  Gun  Club  Upland  Soil  Remedial  Action  Project;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  PUC  General  Manager  to 
request  the  Mayor  and  the  Board  of  Supervisors  to  approve  a  supplemental  appropriation  of  $9.5 
million  for  Project  No.  CUW  28101,  Pacific  Rod  and  Gun  Club  Upland  Soil  Remedial  Action  Project. 
The  funding  will  come  from  the  Water  Enterprise's  fund  balance. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  28,  2014 

 ^MAA  .  \JJmd^  

Secretary,  Public  Utilities  Commission 


ATTACHMENT  A  MITIGATION  MONITORING  AND  REPORTING  PROGRAM 
PACUIC  ROD  AND  GUN  CLUB  UPLAND  SOIL  REMEDIAL  ACTION  PROJECT 


Impact 

No. 

Impact  Summary 

Mitigation  Measure 

Monitoring  and  Reporting  Program 

Implementation  and  Reporting 

Monitoring  and  Reporting  Actions 

Implementation 
Schedule 

Responsible  Party 

Reviewing  and 
Approving  Party 

AESTHET1 

CS 

AE-1 

The  project  could  have  a 
long-term  adverse  effect 
on  a  scenic  vista,  scenic 
resources,  or  the  existing 
visual  character  or 
quality  of  the  site  and  its 
surroundings. 

Mitigation  Measure  M-AE-3:  Screening  Vegetation 

The  following  mitigation  measure  is  required  to  avoid  any  potential  adverse  effect  from  the  project  on  the  scenic 
quality  of  the  area.  The  SFPUC  shall  identify  the  location  and  spacing  of  new  plantings  that  would,  at  maturity, 
screen  views  of  the  eastern  portion  of  the  site.  New  plants  shall  include  native  species  indigenous  to  the  San 
Francisco  Peninsula  and/or  shrubs  and  trees  typical  of  the  surrounding  area.  Plantings  (by  way  of  species  type, 
size,  and  location)  shall  ensure  that  direct  views  of  the  site  east  of  the  entrance  are  substantially  obstructed  from 
any  location  within  a  ten-year  period.  The  SFPUC  shall  monitor  and  photograph  screening  vegetation  annually 
after  completion  of  remediation  activities.  If  it  is  determined  that  success  standards  are  not  being  met,  SFPUC 
shall  take  immediate  action  to  re-plant  screening  vegetation  to  ensure  compliance  by  the  tenth-year  period. 

1.  SFPUC  EMB 

2.  SFPUC  CMB 

3.  SFPUC  NRLMD 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  NRLMD 

L  Ensure  that  contract  documents  include  a 
requirement  for  appropriate  landscape  plans 
for  screening  vegetation. 

2.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents.  Report 
noncompliance  and  ensure  corrective  action. 

3.  Annually  monitor  screening  vegetation  to 
ensure  that  plantings  are  on  track  to 
substantially  obstruct  direct  views  of  the  site 
east  of  the  entrance  road  within  10  years.  If  it 
appears  that  this  success  standard  is  not  on 
track  to  be  met  in  time,  SFPUC  shall  take 
immediate  action  to  re-plant  appropriate 
screening  vegetation  that  ensures  compliance 
by  the  10th  year  period. 

1.  Design 

2.  Construction 

3.  Post  Construction 

CULTURA 

i  RESOURCES 

CP-1 

The  proposed  project 
could  cause  a  substantial 
adverse  change  in  the 
significance  of  a  historical 
resource  as  defined  in 
§15064.5,  including  those 
resources  listed  in  Article 
10  or  Article  11  of  the  San 
Francisco  Planning  Code. 

Mitigation  Measure  M -CP-la;  Record  and  Reconstruct  the  Semi-Circular  Station  Paths  at  Skeet  Fields  4-7 

The  SFPUC  or  its  contractor  shall  implement  the  following  to  comply  with  the  Secretary  of  Interior's  Standards  for 
Rehabilitation: 

•  Prior  to  commencement  of  site  remediation,  the  SFPUC  shall  record  the  original  size,  configuration,  and 
locations  of  the  semi-circular  station  paths  at  skeet  fields  4-7  through  the  use  of  digital  photography  and 
mapping.  The  original  dimensions  and  locations  of  the  station  paths  shall  be  mapped  on  a  site  plan  to  aid  the 
later  reconstruction  of  these  features. 

•  Following  site  remediation,  the  SFPUC  shall  reconstruct  the  semi-circular  station  paths  which  define  skeet 
fields  4  -  7  in  the  same  size,  configuration,  and  location  as  the  original  station  paths,  including  the  level  terrace 
and  linear  arrangement  of  the  fields.  As  the  existing  concrete  materials  post-date  the  period  of  significance  and 
are  not  character-defining,  concrete  may  be  substituted  for  other  compatible  materials  (e.g.  crushed  rock, 
gravel,  or  wood  boardwalks  outlining  the  path  configurations). 

t     SFPUC  EMB 
2.    SFPUC  CMB 

L    SFPUC  BEM 
2.    SFPUC  BEM 

1 .  Ensure  that  contract  documents  include 
requirements  to  record  information  about 
and  reconstruct  the  skeet  fields  as  described 
in  the  mitigation  measure. 

2.  Monitor  to  ensure  that  contractor 
implements  measures  in  contract  documents. 
Report  noncompliance  and  ensure  corrective 
action. 

1.  Design 

2.  Pre  Construction  / 
Post  Construction 

Mitigation  Measure  M -CP-lb:  Record,  Protect  and  Return  (or  Replace  in-Kind)  the  High/Low  Houses  and 
Wood  Fences  at  Skeet  Fields  4-7 

The  SFPUC  or  its  contractor  shall  implement  the  following  measures  to  comply  with  the  Standards  for 
Rehabilitation: 

•    Prior  to  commencement  of  site  remediation,  the  SFPUC  shall  record  and  document  the  existing  structural 
condition  and  location  of  the  wood  frame  high/low  houses  at  skeet  fields  4-7  (total  of  8  structures)  and  the 
wood  fences  which  separate  these  fields  (total  of  4  fences).  This  shall  be  accomplished  through;  1)  digital 
photography  of  all  such  features,  2)  mapping  their  original  locations  and  configuration  on  a  site  plan,  and  3) 
numbering  and  cataloging  each  structure.  These  features  shall  be  carefully  relocated  to  a  secure,  onsite  or  off 

1,  SFPUC  EMB 

2.  SFPUC  CMB 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

1 .  Ensure  that  contract  documents  include 
requirements  to  record,  document,  relocate, 
protect  and  return  to  their  original  positions 
the  wood  frame  high/low  houses  and  wood 
fences,  as  described  in  the  mitigation 
measure. 

2.  Monitor  to  ensure  that  contractor 
implements  measures  in  contract  documents. 
Report  noncompliance  and  ensure  corrective 
action. 

1.  Design 

2,  Pre  Construction/ 
Post  Construction 

Case  No,  2013. 1220E 
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Pacific  Rod  and  Gun  Club  Upland  Soi  Remedial  Action  Project 


MITIGATION  MONITORING  AND  REPORTING  PROGRAM  (Cont) 
PACIFIC  ROD  AND  GUN  CLUB  UPLAND  SOIL  REMEDIAL  ACTION  PROJECT 


Impact 
No. 

Impact  Summary 

Mitigation  Measure 

Monitoring  and  Reporting  Program 

Implementation  and  Reporting 

Monitoring  and  Reporting  Actions 

Implementation 
Schedule 

Responsible  Party 

Reviewing  and 
Approving  Party 

CULTURE 
CP-1 

(Cont) 

L  RESOURCES  (Cont) 

site  location  to  avoid  damage.  If  stored  onsite,  they  may  be  relocated  to  alternate  safety  zones  as  remediation 
progresses.  The  most  appropriate  temporary  relocation  sites  shall  be  determined  by  the  SFPUC  prior  to 
commencement  of  work. 

•  During  site  remediation  activities,  the  SFPUC  shall  protect  these  features  from  accidental  damage  during  earth 
moving  by  storing  these  elements  within  a  locked,  chain-link  fence  enclosure  and  posting  "Keep  Out"  or  "No 
Trespassing"  signs. 

•  Following  site  remediation,  the  SFPUC  shall  return  these  features  to  their  original  positions  at  the 
reconstructed  skeet  fields  4-7.  Based  on  the  pre-construction  recording  and  depending  on  their  structural 
condition,  any  damaged  components  should  be  repaired  in  keeping  with  the  Secretary  of  Interior's  Standards 
for  Rehabilitation.  If  they  were  previously  damaged  beyond  repair,  they  are  in  poor  structural  condition,  or  if 
it  is  infeasible  to  return  them  to  their  original  location  due  to  their  condition  or  other  factors,  they  may  be 
replaced  in-kind  in  a  similar  size,  design,  location,  and  materials  as  existing,  in  keeping  with  the  Standards. 

Mitigation  Measure  M-CP-lc  Protect  the  Four  Contributory  Buildings  During  Construction. 

The  SFPUC  or  its  contractor  shall  implement  the  following  measures  to  comply  with  the  Standards  for 
Rehabilitation: 

•     During  site  remediation  activities,  the  four  contributory  buildings  (Clubhouse,  Caretaker's  House,  Rifle  Range 
Building,  and  the  Shell  House),  shall  be  adequately  protected  from  accidental  damage  due  to  construction 
activities  and  vandalism.  These  structures  shall  be  surrounded  by  protective  fencing  and  shall  be  secured  from 
entry  by  boarding  up  all  windows  and  doors,  and  posting  "Keep  Out"  or  "No  Trespassing"  signs  on  each 
building.  Following  site  remediation,  these  buildings  shall  be  returned  to  their  original  appearance  by  removing 
all  temporary  construction  fencing,  window  and  door  protection,  and  signage. 

t.       rill  I  J\,  QIV1D 

2.    SFPUC  CMB 

1        m.  I'l  TP  KI.'M 

2.    SFPUC  BEM 

1.  Ensure  that  contract  documents  include 
measures  to  protect  the  four  contributory 
buildings  during  construction. 

2.  Monitor  to  ensure  that  contractor 
implements  measures  in  contract  documents. 
Report  noncompliance  and  ensure  corrective 
action. 

1.  Design 

2.  Construction 

CP-2 

The  project  could  cause  a 
substantial  adverse 
change  in  the  significance 
of  an  archeological 
resource  pursuant  to 
CEQA  Guidelines, 
§15064.5. 

Mitigation  Measure  M-CP-2:  Accidental  Discovery  of  Archeological  Resources 

The  following  mitigation  measure  is  required  to  avoid  any  potential  adverse  effect  from  the  proposed  project  on 
accidentally  discovered  buried  or  submerged  historical  resources  as  defined  in  CEQA  Guidelines  Section 
15064.5(a)(c).  The  project  sponsor  shall  distribute  the  Planning  Department  archeological  resource  "ALERT'  sheet  to 
the  project  prime  contractor;  to  any  project  subcontractor  (including  demolition,  excavation,  grading,  foundation, 
etc  firms);  or  utilities  firm  involved  in  soils  disturbing  activities  within  the  project  site.  Prior  to  any  soils  disturbing 
activities  being  undertaken  each  contractor  is  responsible  for  ensuring  that  the  "ALERT"  sheet  is  circulated  to  all 
field  personnel  including,  machine  operators,  field  crew,  supervisory  personnel,  etc  The  project  sponsor  shall 
provide  the  Environmental  Review  Officer  (ERO)  with  a  signed  affidavit  from  the  responsible  parties  (prime 
contractor,  subcontractors),  and  utilities  firm)  to  the  ERO  confirming  that  all  field  personnel  have  received  copies  of 

1.  SFPUC  EMB 

2.  SFPUC  CMB 

3.  SFPUC  BEM 
(Archeologist) 

4.  SFPUC  BEM 
(Archeologist) 

1.  SFPUC  BEM 

2.  SFPUC  BEM  and  ERO 

3.  SFPUC  BEM  and  ERO 

4.  SFPUC  BEM 

1.  Ensure  that  measures  related  to  archaeological 
discoveries  are  included  in  contract 
documents. 

2.  Ensure  that  all  personnel  attend  environmental 
training  prior  to  beginning  work,  receive 
"ALERT"  sheet,  and  sign  the  training  sign-in 
sheets.  Maintain  file  of  signature  sheets  for 
submittal  to  ERO.  Monitor  to  ensure  that  the 
contractors  implement  measures  in  contract 
document,  report  non-compliance  and  ensure 

1.  Design 

2.  Preconstruction  and 
Construction 

3.  Construction 

4.  Post  Construction 

the  Alert  Sheet 

Should  any  indication  of  an  archeological  resource  be  encountered  during  any  soils  disturbing  activity  of  the  project, 
the  project  Head  Foreman  and/or  project  sponsor  shall  immediately  notify  the  ERO  and  shall  immediately  suspend 
any  soils  disturbing  activities  in  the  vicinity  of  the  discovery  until  the  ERO  has  determined  what  additional 
measures  should  be  undertaken. 

If  the  ERO  deterrnines  that  an  archeological  resource  may  be  present  within  the  project  site,  the  project  sponsor  shall 
retain  the  services  of  a  qualified  archeological  consultant,  based  on  standards  developed  by  the  Planning 
Department  archeologist  The  archeological  consultant  shall  advise  the  ERO  as  to  whether  the  discovery  is  an 
archeological  resource,  retains  sufficient  integrity,  and  is  of  potential  stien  tihc/rustoricaV cultural  significance.  If  an 

corrective  action. 
3.  Evaluate  the  potential  discovery  and  advise  the 
ERO  as  to  the  significance  of  the  discovery.  If 
warranted,  proceed  with  measures  that  may 
include  the  following: 

a.  On-site  preservation  of  resource; 

b.  Archaeological  monitoring  program  with 
prior  review/approval  of  ERO;  or 

Case  No.  2013.1220E 
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MITIGATION  MONITORING  AND  REPORTING  PROGRAM  (Cont.) 
PACIFIC  ROD  AND  GUN  CLUB  UPLAND  SOIL  REMEDIAL  ACTION  PROJECT 


Impact 

No. 

Impact  Summary 

Mitigation  Measure 

Monitoring  and  Reporting  Program 

implementation  and  Reporting 

Monitoring  and  Reporting  Actions 

Implementation 
Schedule 

Responsible  Party 

Reviewing  and 
Approving  Party 

CUtTURA 

L  RESOURCES  (Cont) 

CP-2 

(Cont) 

archeological  resource  is  present,  the  archeological  consultant  shall  identify  and  evaluate  the  archeological  resource. 
The  archeological  consultant  shall  make  a  recommendation  as  to  what  action,  if  any,  is  warranted.  Based  on  this 
information,  the  ERO  may  require,  if  warranted,  specific  additional  measures  to  be  implemented  by  the  project 
sponsor. 

Measures  might  include:  preservation  in  situ  of  the  archeological  resource;  an  archeological  monitoring  program;  or 
an  archeological  testing  program.  If  an  archeological  monitoring  program  or  archeological  testing  program  is 
required,  it  shall  be  consistent  with  the  Environmental  Planning  (EP)  division  guidelines  for  such  programs.  The 
ERO  may  also  require  that  the  project  sponsor  immediately  implement  a  site  security  program  if  the  archeological 
resource  is  at  risk  from  vandalism,  looting,  or  other  damaging  actions. 

The  project  archeological  consultant  shall  submit  a  Final  Archeological  Resources  Report  (FARR)  to  the  ERO  that 
evaluates  the  historical  significance  of  any  discovered  archeological  resource  and  describing  the  archeological 
and  historical  research  methods  employed  in  the  archeological  monitoring/data  recovery  program(s)  undertaken. 
Information  that  may  put  at  risk  any  archeological  resource  shall  be  provided  in  a  separate  removable  insert 
within  the  final  report 

Copies  of  the  Draft  FARR  shall  be  sent  to  the  ERO  for  review  and  approval.  Once  approved  by  the  ERO,  copies  of 
the  FARR  shall  be  distributed  as  follows:  California  Archeological  Site  Survey  Northwest  Information  Center 
(NWIC)  shall  receive  one  (1)  copy  and  the  ERO  shall  receive  a  copy  of  the  transmittal  of  the  FARR  to  the  NWIC. 
The  Environmental  Planning  division  of  the  Planning  Department  shall  receive  one  bound  copy,  one  unbound 
copy  and  one  unlocked,  searchable  PDF  copy  on  CD  three  copies  of  the  FARR  along  with  copies  of  any  formal 
site  recordation  forms  (CA  DPR  523  series)  and/or  documentation  for  nomination  to  the  National  Register  of 
Historic  Places/California  Register  of  Historical  Resources.  In  instances  of  high  public  interest  or  interpretive 
value,  the  ERO  may  require  a  different  final  report  content,  format  and  distribution  than  that  presented  above. 

c  Archaeological  testing  program  with  prior 
review/approval  of  ERO. 
4.  Prepare  a  Final  Archaeological  Resources  Report. 
Submit  to  ERO  for  review  and  approval.  Submit  to 
others  as  required  once  approved  by  ERO. 

CP-3 

The  project  could  directly 
or  indirectly  destroy  a 
unique  paleontological 
resource  or  site  or  unique 
geologic  feature. 

Mitigation  Measure  M-C  P-3:  Accidental  Discovery  of  Paleontological  Resources 

To  reduce  the  potential  for  the  proposed  project  to  result  in  a  significant  impact  on  paleontological  resources,  the 
SFPUC  shall  arrange  for  a  paleontological  training  by  a  qualified  paleontologist  regarding  the  potential  for  such 
resources  to  exist  in  the  project  site  and  how  to  identify  such  resources.  The  training  could  consist  of  a  recorded 
presentation  that  could  be  reused  for  new  personnel.  The  training  shall  also  include  a  review  of  penalties  for 
looting  and  disturbance  of  these  resources.  An  alert  sheet  shall  be  prepared  by  the  qualified  paleontologist  and 
shall  include  the  following: 

1.  A  discussion  of  the  potential  to  encounter  paleontological  resources; 

2.  Instructions  for  reporting  observed  looting  of  a  paleontological  resource;  and  instructions  that  if  a 
paleontological  deposit  is  encountered  within  a  project  area,  all  soil-disturbing  activities  in  the  vicinity  of  the 
deposit  shall  cease  within  50  feet  and  the  ERO  shall  be  notified  immediately;  and, 

3.  Who  to  contact  in  the  event  of  an  unanticipated  discovery. 

If  potential  fossils  are  discovered  by  construction  crews,  all  earthwork  or  other  types  of  ground  disturbance 
within  50  feet  of  the  find  shall  stop  immediately  until  the  qualified  professional  paleontologist  can  assess  the 
nature  and  importance  of  the  find.  Based  on  the  scientific  value  or  uniqueness  of  the  find,  the  paleontologist  may 
record  the  find  and  allow  work  to  continue,  or  recommend  salvage  and  recovery  of  the  fossil.  The  paleontologist 
may  also  propose  modifications  to  the  stop-work  radius  based  on  the  nature  of  the  find,  site  geology,  and  the 
activities  occurring  on  the  site.  If  treatment  and  salvage  is  required,  recommendations  shall  be  consistent  with 
SVP  1995  guidelines  and  currently  accepted  scientific  practice,  and  shall  be  subject  to  review  and  approval  by  the 
ERO  or  designee.  If  required,  treatment  for  fossil  remains  may  include  preparation  and  recovery  of  fossil 

1  SFPUC  EMB 

2.  SFPUC  CMB/BEM 
(Paleontologist) 

3.  SFPUC  CMB/BEM 
(Paleontologist) 

4.  SFPUC  CMB/BEM 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM 

4.  SFPUC  BEM/ERO 

1 .  Ensure  that  contract  documents  include 
measures  related  to  attending  training  about, 
and  to  the  discovery  of,  paleontological 
specimens. 

2.  Obtain  and  review  resume  or  other 
documentation  on  paleontologist's 
qualifications.  Ensure  that  contractor's  staff 
participate  in  the  environmental  training  prior 
to  beginning  work  and  sign  the  training  sign- 
in  sheet  Maintain  file  of  sign-in  sheets.  In  the 
event  of  a  discovery,  confirm  suspension  of 
work,  examine  fossil,  and  report  as  required. 
Earthwork  and  ground  disturbance  within  50 
feet  of  find  shall  stop  until  qualified 
paleontologist  can  assess  nature/importance  of 
find  and  make  a  recommendation  regarding 
further  action. 

3.  Monitor  to  ensure  that  the  contractor 
implements  measures  in  contract  documents 
including  insuring  that  all  potential 
discoveries  are  reported  as  required  and  that 

1.  Design 

2.  Preconstruction  and 
construction 

3.  Construction 

4.  Construction 

Case  No.  2013.1220E 
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CULTURAL  RESOURCES  (Cont) 

CP-3 

(Cont) 

materials  so  that  they  can  be  housed  in  an  appropriate  museum  or  university  collection,  and  may  also  indude 
preparation  of  a  report  for  publication  describing  the  finds.  The  SFPUC  shall  be  responsible  for  ensuring  that 
treatment  is  implemented  and  reported  to  the  San  Francisco  Planning  Department.  If  no  report  is  required,  the 
SFPUC  shall  nonetheless  ensure  that  information  on  the  nature,  location,  and  depth  of  all  finds  is  readily 
available  to  the  scientific  community  through  university  curation  or  other  appropriate  means. 

contractor  suspends  work  in  the  vicinity. 
Report  noncompliance  and  ensure  corrective 
action. 

i, 

CP-4 

The  project  could  disturb 
human  remains, 
including  those  interred 
outside  of  forma) 
cemeteries. 

Mitigation  Measure  M-CP-4:  Accidental  Discovery  of  Human  Remains 

The  treatment  of  human  remains  and  of  associated  or  unassociated  funerary  objects  discovered  during  any  soil- 
disturbing  activities  shall  comply  with  applicable  state  laws.  This  shall  include  immediate  notification  of  the 
coroner  of  the  county  within  which  the  project  is  located  and,  in  the  event  of  the  coroner's  determination  that  the 
human  remains  are  Native  American,  notification  of  the  California  Native  American  Heritage  Commission, 
which  shall  appoint  a  most  likely  descendant  (MLD)  (PRC  Section  5097.98).  The  archeological  consultant,  SFPUC, 
and  MLD  shall  make  all  reasonable  efforts  to  develop  an  agreement  for  the  treatment,  with  appropriate  dignity, 
of  human  remains  and  associated  or  unassociated  funerary  objects  (CEQA  Guidelines  Section  15064.5[d]).  The 
agreement  should  take  into  consideration  the  appropriate  excavation,  removal,  recordation,  analysis, 
custodianship,  curation,  and  final  disposition  of  the  human  remains  and  associated  or  unassociated  funerary 
objects.  The  PRC  allows  24  hours  to  reach  agreement  on  these  matters.  If  the  MLD  and  the  other  parties  do  not 
agree  on  the  reburial  method,  the  SFPUC  shall  follow  Section  5097.98(b)  of  the  PRC,  which  states  that  "the 
landowner  or  his  or  her  authorized  representative  shall  reinter  the  human  remains  and  items  associated  with 
Native  American  burials  with  appropriate  dignity  on  the  property  in  a  location  not  subject  to  further  subsurface 
disturbance." 

1.  SFPUC  EMB 

2.  SFPUC  CMB/BEM 
(Archeologist) 

3.  SFPUC  CMB/BEM 

t  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM  and  ERO 

L  Ensure  that  contract  documents  include 
measures  related  to  discovery  of  human 
remains. 

2.  If  potential  human  remains  or  funerary  objects 
are  encountered,  mobilize  an  archeologist  to 
confirm  existence  of  human  remains.  If  human 
remains  are  confirmed,  perform  required 
coordination  and  notifications. 

3.  Monitor  to  ensure  that  the  contractor 
implements  measures  in  contract  documents 
including  insuring  that  all  potential  human 
remains  are  reported  as  required  and  that 
contractor  suspends  work  in  the  vicinity.  Report 
noncompliance  and  ensure  corrective  action. 

2.  Design 

3.  Construction 

4.  Construction 

TRANSPORTATION  AND  CIRCULATION 

TR-1 

The  project  could  conflict 
with  an  applicable  plan, 
ordinance,  or  policy 
establishing  measures  of 
effectiveness  for  the 
performance  of  the 
circulation  system,  taking 
into  account  all  modes  of 
transportation,  including 
mass  transit  and  non- 
motorized  travel  and 
relevant  components  of 
the  circulation  system, 
including  but  not  limited 
to  intersections,  streets, 
highways  and  freeways, 
pedestrian  and  bicycle 
paths,  and  mass  transit 

Mitigation  Measure  M-TR-1:  Implement  Flag  Control  to  Maintain  Bicycle  and  Pedestrian  Access 

The  SFPUC  and  its  contractor  shall  require  flaggers  to  be  present  onsite  during  daily  construction  activities. 
Flaggers  shall  be  located  at  the  entry  and  exit  locations  of  the  project  site  and  shall  coordinate  the  movement  of 
construction  vehicles  in  and  out  of  the  project  site.  In  addition,  flaggers  shall  maintain  access  to  on-  and  off-street 
bicycle  and  pedestrian  facilities  and  the  use  of  flaggers  shall  reduce  any  intermittent  blockages  to  such  facilities, 
and  eliminate  any  long-term  blockages  to  such  facilities. 

1.  SFPUB  EMB 

2.  SFPUC  CMB 

L  SFPUC  EMB 
2.  SFPUC  CMB 

1.  Incorporate  appropriate  language  into  contract 
documents  mcluding  requirement  for 
contractor  to  have  flaggers  onsite  during  daily 
construction  activities  to  perform  duties 
described  in  measure. 

2.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents.  Report 
noncompliance  and  ensure  corrective  action. 

L  Design 

2.  Construction 

Case  No.  201.1. 1220E 
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NOISE 

NO-2 

The  project  would  not 
result  in  exposure  of 
persons  to  or  generation 
of  excessive  groundbome 
vibration  or  groundbome 
noise  levels. 

Mitigation  Measure  M-NO-2a:  Pre  construction  Surveys  and  Repair 

SFPUC  shall  conduct  a  prec onstructi on  survey  of  onsite  buildings  to  document  preconstruction  building  conditions 
and  identify  fragile  buildings.  Following  construction,  the  buildings  shall  be  reinspected.  Any  new  cracks  or  other 
changes  in  structures  shall  be  compared  to  preconstruction  conditions  and  a  determination  made  as  to  whether 
project  activities  could  have  caused  such  damage.  In  the  event  that  the  project  is  demonstrated  to  have  caused  the 
damage,  SFPUC  shall  be  responsible  for  having  the  damage  repaired  to  the  pre-existing  ccoidition. 

1.  SFPUC  EMB 

2.  SFPUC  CMB 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

1.  Ensure  that  contract  documents  include 
requirements  to  conduct  preconstruction  and 
post  construction  surveys  of  building 
conditions,  and  a  report  submittal  for  building 
surveys  including  implementation  of  repairs 
for  damage. 

2.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents  including  a 

p re-construction  and  post-construction  survey 
report  and  repair  to  preconstruction  condition 
if  damages  were  found.  Report  non- 
compliance and  ensure  corrective  action. 

1.  Design 

2.  Pre  cons  tniction/C  ons 
truction 

Mitigation  Measure  M-NO-2b:  Construction  Equipment  Restrictions  Near  Buildings 

To  minimize  vibration  effects,  no  earthmoving  equipment  shall  be  used  within  1.5  feet  of  the  Clubhouse, 
Caretaker's  House,  Rifle  Range  Building  and  Shell  House;  only  small  earthmoving  equipment  shall  be  used 
between  1.5  feet  and  15  feet  of  the  these  buildings.  No  vibratory  equipment  shall  be  used  within  8  feet  of  the 
Clubhouse,  Caretaker's  House,  Rifle  Range  Building,  and  Shell  House  and  only  small  vibratory  equipment 
(including  compactors)  shall  be  used  between  8  feet  and  26  feet  of  these  buildings.  Small  earthmoving  equipment 
and  vibrators  shall  be  used  within  10  feet  and  17  feet  respectively,  from  other  buildings. 

1.  SFPUC  EMB 

2.  SFPUC  CMB 

1.  SFPUC  BEM 

2.  SFPUC  CMB 

1.  Incorporate  appropriate  language  into  contract 
documents  including  requirement  for 
contractor  to  use  smaller  earthmoving 
equipment  within  certain  distances  of 
buildings/structures,  as  described  in  measure. 

2.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents.  Report 
noncompliance  and  ensure  corrective  action. 

1.  Design 

2.  Construction 

AIR  QUA L 

ITY 

AQ-1 

The  project's 
construction  activities 
would  not  violate  an  air 
quality  standard  or 
contribute  substantially 
to  an  existing  or 
projected  air  quality 
violation. 

Mitigation  Measure  M-AQ-1:  Construction  Emissions  Minimization 

A.  Construction  Emissions  Minimization  Plan,  The  project  sponsor  shall  reduce  construction- 
related  NOx  emissions  by  a  minimum  of  40  percent  as  compared  to  that  estimated  in  this 
environmental  analysis.  Prior  to  issuance  of  a  construction  permit,  the  project  sponsor  shall 
submit  a  Construction  Emissions  Minimization  Plan  (Plan)  to  the  Environmental  Review 
Officer  (ERO)  for  review  and  approval  by  an  Environmental  Planning  Air  Quality  Specialist. 
The  requirements  of  this  plan  may  be  met  by  demonstrating  project  compliance  with  the 
following: 

1.  Limit  truck  idling  time  to  two  minutes.  Legible  and  visible  signs  shall  be  posted  in 
multiple  languages  (English,  Spanish,  Chinese)  in  designated  queuing  areas  and  at  the 
construction  site  to  remind  operators  of  the  two  minute  idling  limit; 

2.  The  project  sponsor  shall  require  that  construction  operators  properly  maintain  and  tune 

equipment  in  accordance  with  manufacturer  specifications;  and 

3.  All  on-road  haul  trucks  (i.e.,  trucks  used  for  disposal  of  excavated  material  and  delivery  of 

clean  fill)  shall  be  year  2010  or  newer. 

1.  SFPUC  PMB 

2.  SFPUC  EMB 

3.  SFPUC  CMB/BEM 

1.  SFPUC  BEM/ERO 

2.  SFPUC  BEM 

3.  SFPUC  BEM/ERO 

1.  Prepare  and  submit  to  ERO  the  Construction 
Emissions  Minimization  Plan  (CEMP) 

2.  Certify  compliance  with  CEMP  and  ensure  all 
appropriate  language  incorporated  into 
contract  documents  including  monthly 
reporting  and  final  reporting  to  be  prepared 
and  submitted  by  contractor 

3.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents  and  CEMP 
mcluding  monthly  submittal  of  reports  and 
submittal  of  final  construction  activity 
summary  report. 

1.  Design 

2.  Design 

3.  Construction 

Case  No.  20I3.1220E 
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AIKQUAI 
AQ-1 

(Cont.) 

ITY  (Cont) 

Should  the  project  sponsor  choose  to  comply  with  this  mitigation  measure  through  any 
means  other  than  the  requirements  listed  above,  the  Plan  shall  demonstrate  an  equivalent 
reduction  in  NOx  emissions  (40%).  The  project  sponsor  shall  submit  to  the  ERO,  prior  to 
construction,  all  applicable  construction  equipment  information  required  to  ensure  that  the 
project  sponsor  has  fully  complied  with  this  mitigation  measure. 

B.  Reporting.  Monthly  reports  shall  be  submitted  to  the  ERO  indicating  the  construction  phase 
and  off-road  equipment  information  used  during  each  phase  including  the  information 
required  in  A,  above. 

C.  Certification  Statement  and  On-site  Requirements.  Prior  to  the  commencement  of 
construction  activities,  the  project  sponsor  must  certify  (1)  compliance  with  the  Plan,  and 
(2)  all  applicable  requirements  of  the  Plan  have  been  incorporated  into  contract 
specifications. 

BIOLOGICAL  RESOURCES 

BI-1 

The  project  could  have  a 
substantial  adverse 
effect,  either  directly  or 
through  habitat 
modifications,  on  species 
identified  as  candidate, 
sensitive,  or  special- 
status  species  in  local  or 
regional  plans,  policies, 
or  regulations,  or  by  the 
CDFW  or  USFWS. 

Mitigation  Measure  MI-B  I-la:  Protocol  Surveys  for  Special-Status  Plants 

The  SFPUC  shall  retain  a  qualified  botanist  to  conduct  preconstruction  CDFG  protocol-level  surveys  for  special- 
status  plants  (in  particular  San  Francisco  Bay  spineflower,  blue  coast  gilia,  San  Francisco  wallflower,  and  dune 
tansy)  on  the  project  site  and  adjacent  suitable  habitat  during  the  bloorning  period  for  these  species.  Surveys  shall 
occur  in  the  spring  for  San  Francisco  Bay  spineflower  (April  -  July),  blue  coast  gilia  (April  -  July),  and  San 
Francisco  wallflower  (March  -  June),  and  in  the  late  summer  for  dune  tansy  (July  -  October). 

Survey  results  shall  be  mapped  and  documented  in  a  technical  memorandum  and  provided  to  the  Planning 
Department  If  no  special-status  plants  are  identified  during  surveys,  then  these  plants  shall  be  assumed  to  be 
absent  from  the  project  site.  If  special-status  plants  are  found  during  surveys,  suitable  habitat  shall  be  mapped  for 
avoidance  in  order  to  account  for  seasonal  growth  variability  from  year  to  year,  when  plants  may  not  bloom  but 
remain  present  in  the  seed  bank.  Suitable  habitat  areas  shall  be  demarcated  by  a  qualified  botanist  with  flagging 
or  orange  fencing  with  signs  that  read  "Environmentally  Sensitive  Area  -  Keep  Out."  These  markings  shall  be 
installed  before  construction  begins  and  continuously  maintained  throughout  construction. 

1.  SFPUC  CMB/BEM 
(Qualified  Biologist) 

2.  SFPUC  EMB 

3.  SFPUC  CMB/BEM 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM 

1.  Obtain  and  review  resume  or  other 
documentation  of  consulting  biologist's 
qualifications.  Conduct  pre-construction 
surveys  at  appropriate  times.  Document 
survey  results  in  technical  memorandum. 
Mark  suitable  habitat  areas  and  maintain 
markings  throughout  construction. 

2.  Ensure  that  contract  documents  include 
fencing  and  signage  measures. 

3.  Monitor  to  ensure  that  contractor(s) 
implements  measures  in  contract  documents. 
Report  noncompliance,  and  ensure  corrective 
action. 

1 .  Preconstruction  and 
Construction 

2.  Design 

3.  Construction 

Mitigation  Measure  M-BI-lb:  Relocation  of  Special-Status  Plants 

If  special-status  plants  are  located  within  the  remediation  site  and  cannot  be  avoided  during  remediation,  then  a 
plan  shall  be  developed  in  coordination  with  CDFW  to  relocate  them  to  suitable  habitat  within  the  Lake  Merced 

1.  SFPUC  BEM 

2.  SFPUC  EMB 

3.  SFPUC  CMB/BEM 

1.  SFPUC  BEM 

2.  SFPUBEM 

3.  SFPUC  BEM 

1.  Develop  a  special-status  plant  relocation  plan. 

2,  Ensure  that  contract  documents  include 
measures  for  relocation  of  special-status 

1.  Preconstruction 

2.  Design 

shoreline  area.  This  can  be  done  either  through  salvage  and  transplanting  or  by  collection  and  propagation  of 
seeds  or  other  vegetative  material.  Any  plant  relocation  would  be  done  under  the  supervision  of  a  qualified 
botanist. 

plants. 

3.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents.  Report 
noncompliance  and  ensure  corrective  action. 

3.  Construction 

Case  NO.2013.1220E 
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BIOLOGIC 

AL  RESOURCES  (Cont) 

Bl  1 

(Cont.) 

Mitigation  Measure  MB  1-1  c:  Worker  Environmental  Awareness  Program  Training 

A  project-specific  Worker  Environmental  Awareness  Program  (WEAP)  training  shall  be  developed  and 
implemented  by  a  qualified  biologist  for  the  project  and  attended  by  all  personnel  prior  to  beginning  work  onsite. 
The  WEAP  training  shall  generally  include  but  not  be  limited  to  the  following: 

•  Applicable  State  and  federal  laws,  environmental  regulations,  project  permit  conditions,  and  penalties  for  non- 
compliance; 

•  Special-status  plant  and  wildlife  species  with  potential  to  occur  on  or  in  the  vicinity  of  the  project  site, 
avoidance  measures,  and  a  protocol  for  encountering  such  species  including  a  communication  chain; 

•  Preconstruction  surveys  and  biological  monitoring  requirements  associated  with  each  phase  of  work; 

•  Known  sensitive  resource  areas  in  the  project  vicinity  which  are  to  be  avoided  and/or  protected  (e.g.  wetlands) 
as  well  as  approved  project  work  areas;  and 

•  Best  Management  Practices  (BMPs)  and  their  location  on  the  project  site  for  erosion  control  and/or  species 
exclusion. 

1.  SFPUC  EMB 

2.  SFPUC  CMB/BEM 

3.  SFPUC  CMB 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM 

1 .  Ensure  that  contract  documents  include 
measures  for  contractor  to  attend  project- 
specific  WEAP 

2.  Obtain  and  review  resume  or  other 
documentation  of  consulting  biologist's 
qualifications.  Develop  worker  training 
program  and  ensure  that  all  construction 
personnel  participate  in  the  environmental 
training  prior  to  beginning  work  at  the  job  site. 
Require  workers  to  sign  the  training  program 
sign-in  sheet  Maintain  file  of  training  sign-in 
sheets. 

3.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents.  Report 
noncompliance  and  ensure  corrective  action. 

1.  Design 

2.  Preconstruction 

3.  Preconstruction  and 
construction 

Mitigation  Measure  M-BI-ld:  Avoidance  and  Minimization  Measures  for  Western  Pond  Turtle 

During  construction  at  the  project  site,  the  SFPUC  shall  ensure  a  biological  monitor  is  present  during  installation 
of  exclusion  fencing  and  initial  vegetation  clearing  and  grading.  Also,  the  following  measures  shall  be 
implemented: 

•  Within  one  week  before  construction  commences,  a  qualified  biologist  shall  supervise  the  installation  of 
exclusion  fencing  along  the  boundaries  of  the  work  area,  as  the  biologist  deems  necessary  to  prevent  western 
pond  turtles  from  entering  the  work  area.  The  construction  contractor  shall  install  CDFW-approved  species 
exclusion  fencing,  with  a  minimum  height  of  3  feet  above  ground  surface  and  with  an  additional  4-6  inches  of 
fence  material  buried  such  that  species  cannot  crawl  under  the  fence.  Fencing  installed  along  the  north  border 
(lakeside  border)  of  the  site  can  be  multipurpose  silt  fencing  (see  Mitigation  Measure  M-BI-3,  Wetland 
Protection,  below)  and  exclusion  fencing. 

•  A  qualified  biologist  shall  survey  the  project  area  within  48  hours  before  the  onset  of  initial  ground-disturbing 
activities  and  shall  be  present  during  initial  vegetation  clearing  and  ground-disturbing  activities.  The 
biological  monitor  shall  monitor  the  exclusion  fencing  weekly  to  confirm  proper  maintenance  and  inspect  for 
turtles.  If  turtles  are  found,  the  SFPUC  shall  halt  construction  in  the  vicinity  that  poses  a  threat  to  the 
individual  as  determined  by  the  qualified  biologist  If  possible,  the  individual  shall  be  allowed  to  move  out  of 
the  project  area  of  its  own  volition  (e.g.,  if  it  is  near  the  exclusion  fence  that  can  be  temporarily  removed  to  let 
it  pass).  The  qualified  biologist  shall  relocate  turtles  to  the  nearest  suitable  habitat  should  they  not  leave  the 
work  area  of  their  own  accord.  Construction  shall  resume  after  the  individual  is  out  of  harm's  way.  If  western 
pond  turtles  occur  repeatedly  onsite  after  the  exclusion  fencing  has  been  installed,  a  qualified  biologist  shall 
initiate  preconstruction  sweeps  of  the  project  site  for  this  species  prior  to  start  of  construction  on  a  daily  basis 
and  thereinafter  throughout  the  duration  of  the  project 

•  During  project  activities,  excavations  deeper  than  6  inches  shall  have  a  sloping  escape  ramp  of  earth  or  a 
wooden  plank  installed  at  a  3:1  rise;  openings,  such  as  pipes,  where  western  pond  turtles  might  seek  refuge 
shall  be  covered  when  not  in  use;  and  all  trash  that  may  attract  predators  or  hide  western  pond  turtles  shall  be 
properly  contained  each  day,  removed  from  the  worksite,  and  disposed  of  regularly.  Following  site 
remediation,  the  construction  contractor  shall  remove  all  trash  and  construction  debris  from  the  work  areas. 

1.  SFPUC  EMB 

2.  SFPUC  CMB/BEM 
(Qualified  Biologist) 

3.  SFPUC  CMB/BEM 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM 

1.  Ensure  that  contract  documents  include 
applicable  avoidance  and  minimization 
measures  for  western  pond  turtles. 

2.  Obtain  and  review  resume  or  other 
documentation  of  consulting  biologisf  s 
qualifications.  Monitor  exclusion  fence 
installation,  conduct  preconstruction  surveys, 
species  relocation  and  monitoring,  including 
weekly  fence  inspection.  Document  activities 
in  monitoring  logs. 

3.  Monitor  to  ensure  that  contractor(s) 
implements  measures  in  contract  documents. 
Report  noncompliance,  and  ensure  corrective 
action. 

1.  Design 

2.  Preconstruction  and 
Construction 

3.  Construction 
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Impact 
No. 

Impact  Summary 

Mitigation  Measure 

Monitoring  and  Reporting  Program 

Implementation  and  Reporting 

Monitoring  and  Reporting  Actions 

Implementation 
Schedule 

Responsible  Party 

Reviewing  and 
Approving  Party 

BIOLOGICAL  RESOURCES  (Cont) 

BI-1 

(Cont.) 

Mitigation  Measure  M-BI-le:  Nesting  Bird  Protection  Measures 

Nesting  birds  and  their  nests  shall  be  protected  during  construction  by  use  of  the  following: 

•  Removal  of  trees,  scrub  vegetation  and  structures  shall  occur  outside  the  bird  nesting  season  (February  1  to 
August  30),  to  the  extent  feasible. 

•  If  removal  of  trees,  scrub  vegetation  or  structures  during  bird  nesting  season  cannot  be  fully  avoided,  a 
qualified  wildlife  biologist  shall  conduct  p reconstruction  nesting  surveys  within  seven  days  prior  to  the  start 
of  such  activities  or  after  any  construction  breaks  of  14  days  or  more.  Surveys  shall  be  performed  for  the 
project  site  and  suitable  habitat  within  250  feet  of  the  project  site  in  order  to  locate  any  active  passerine 
(perching  bird)  nests  and  within  500  feet  of  the  project  site  to  locate  any  active  raptor  (birds  of  prey)  nests  or 
double-crested  cormorant  or  heron  rookeries. 

•  If  active  nests  are  located  during  the  preconstruction  bird  nesting  survey,  the  wildlife  biologist  shall  evaluate  if 
the  schedule  of  construction  activities  could  affect  the  active  nests  and  the  following  measures  shall  be 
implemented  based  on  their  determination: 

-  If  construction  is  not  likely  to  affect  the  active  nest,  it  may  proceed  without  restriction;  however,  a  biologist 
shall  regularly  monitor  the  nest  to  confirm  there  is  no  adverse  effect  and  may  revise  their  determination  at 
any  time  during  the  nesting  season  In  this  case,  the  following  measure  would  apply. 

-  If  construction  may  affect  the  active  nest,  the  biologist  shall  establish  a  no  disturbance  buffer.  Typically, 
these  buffer  distances  are  between  25  feet  and  250  feet  for  passerines  and  between  300  feet  and  500  feet  for 
raptors.  These  distances  may  be  adjusted  depending  on  the  level  of  surrounding  ambient  activity  (e.g.,  if 
the  project  area  is  adjacent  to  a  road  or  active  trail)  and  if  an  obstruction,  such  as  a  building,  is  within  line- 
of-sight  between  the  nest  and  construction.  For  bird  species  that  are  federally  and/or  state-listed  sensitive 
species  (i.e.,  fully  protected,  endangered,  threatened,  species  of  special  concern),  an  SFPUC  representative, 
supported  by  the  wildlife  biologist,  shall  consult  with  the  USFWS  and/or  CDFW  regarding  modifications 
to  nest  buffers,  prohibiting  construction  within  the  buffer,  modifying  construction,  and  removing  or 
relocating  active  nests  that  are  found  on  the  site. 

•  Removing  inactive  passerine  nests  may  occur  at  any  time.  Inactive  raptor  nests  shall  not  be  removed  unless 
approved  by  the  USFWS  and/or  CDFW. 

•  Removing  or  relocating  active  nests  shall  be  coordinated  by  the  SFPUC  representative  with  the  USFWS  and/or 
CDFW,  as  appropriate,  given  the  nests  that  are  found  on  site. 

•  Any  birds  that  begin  nesting  within  the  project  area  and  survey  buffers  amid  construction  activities  are 
assumed  to  be  habituated  to  construction-related  or  similar  noise  and  disturbance  levels  and  no  work 
exclusion  zones  shall  be  established  around  active  nests  in  these  cases. 

1.  SFPUC  EMB 

2.  SFPUC  CMB/BEM 
(Qualified  Biologist) 

3.  SFPUC  CMB 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM 

1.  Ensure  that  requirements  related  to  nesting 
bird  protection  are  included  in  contract 
documents. 

2.  Obtain  and  review  resume  or  other 
documentation  of  consulting  biologist's 
qualifications.  Conduct  surveys  as  required.  If 
active  nests  are  located  during  survey, 
establish  buffer  zones,  consulting  with 
USFWS/CDFW  as  necessary,  and  monitor 
regularly.  Document  monitoring  activities  in 
logs. 

3.  Monitor  to  ensure  that  contractor(s) 
implements  measures  in  contract  documents. 
Report  noncompliance,  and  ensure  corrective 
action. 

1.  Design 

2.  Preconstruction  and 
Construction 

3.  Construction 

1.  Ensure  that  contract  documents  include 
applicable  bat  avoidance  and  minimization 
measures. 

2.  Obtain  and  review  resume  or  other 
documentation  of  consulting  biologist's 
qualifications.  Conduct  pre-construction 
survey.  If  roosts  are  found,  implement 
appropriate  measures.  Document  activities  in 
monitoring  logs. 

3.  Monitor  to  ensure  that  contractor(s) 

Mitigation  Measure  M-BI-lf:  Avoidance  and  Minimization  Measures  for  Special-Status  Bats 

In  coordination  with  the  SFPUC,  a  preconstruction  survey  for  special-status  bats  shall  be  conducted  by  a  qualified 
biologist  in  advance  of  tree  and  structure  removal  within  the  project  site  to  characterize  potential  bat  habitat  and 
identify  active  roost  sites.  Should  potential  roosting  habitat  or  active  bat  roosts  be  found  in  trees  and/or  structures 
to  be  removed  under  the  project,  the  following  measures  shall  be  implemented: 

1.  Removal  of  trees  and  structures  shall  occur  when  bats  are  active,  approximately  between  the  periods  of  March  1 
to  April  15  and  August  15  to  October  15;  outside  of  bat  maternity  roosting  season  (approximately  April  15  -  August 
31)  and  outside  of  months  of  winter  torpor  (approximately  October  15  -  February  28),  to  the  extent  feasible. 

2.  If  removal  of  trees  and  structures  during  the  periods  when  bats  are  active  is  not  feasible  and  active  bat  roosts 
being  used  for  maternity  or  hibernation  purposes  are  found  on  or  in  the  immediate  vicinity  of  the  project  site 

1.  SFPUC  EMB 

2.  SFPUC  CMB/BEM 
(Qualified  Biologist) 

3.  SFPUC  CMB/BEM 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM 

1.  Design 

2.  Preconstruction  and 
Construction 

3.  Construction 
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No. 


Impact  Summary 


Mitigation  Measure 


Monitoring  and  Reporting  Program 


Implementation  and  Reporting 


Responsible  Party 


Reviewing  and 
Approving  Party 


Monitoring  and  Reporting  Actions 


Implementation 
Schedule 


BIOLOGICAL  RESOURCES  (Cont) 


BI-1 

(Cont) 


The  project  could  have  a 
substantial  adverse  effect 
on  riparian  habitat  or 
other  sensitive  natural 
community  identified  in 
local  or  regional  plans, 
policies,  regulations,  or 
bytheCDFWor  USFWS. 


where  tree  and  structure  removal  is  planned,  a  no-disturbance  buffer  of  100  feet  shall  be  established  around  these 
roost  sites  until  they  are  determined  to  be  no  longer  active  by  the  qualified  biologist 

The  qualified  biologist  shall  be  present  during  tree  and  structure  removal  if  active  bat  roosts  are  present  Trees 
and  structures  with  active  roosts  shall  be  removed  only  when  no  rain  is  occurring  or  is  forecast  to  occur  for  3 
days  and  when  daytime  temperatures  are  at  least  50°F. 

Removal  of  trees  with  active  or  potentially  active  roost  sites  shall  follow  a  two-step  removal  process: 

1.  On  the  first  day  of  tree  removal  and  under  supervision  of  the  qualified  biologist  branches  and  limbs  not 
containing  cavities  or  fissures  in  which  bats  could  roost  shall  be  cut  only  using  chainsaws. 

2.  On  the  following  day  and  under  the  supervision  of  the  qualified  biologist  the  remainder  of  the  tree  may  be 
removed,  either  using  chainsaws  or  other  equipment  (e.g.  excavator  or  backhoe). 

Removal  of  structures  containing  or  suspected  to  contain  active  bat  roosts  shall  be  dismantled  under  the 
supervision  of  the  qualified  biologist  in  the  evening  and  after  bats  have  emerged  from  the  roost  to  forage. 
Structures  shall  be  partially  dismantled  to  significantly  change  the  roost  conditions,  causing  bats  to  abandon 
and  not  return  to  the  roost 

Bat  roosts  that  begin  during  remediation  are  presumed  to  be  unaffected,  and  no  buffer  would  be  necessary 


Mitigation  Measure  M-Bl-2:  Restoration  of  Coastal  Scrub,  Riparian  Scrub,  and  Wetlands 

The  habitat  functions  and  services  of  all  coastal  scrub  habitat  arroyo  willow  riparian  scrub  habitat  and  freshwater 
emergent  wetlands  affected  during  construction  shall  be  restored  in-place  to  pre-project  conditions.  A  Riparian 
and  Wetland  Restoration  and  Mitigation  Monitoring  Plan  shall  be  prepared  for  the  affected  areas,  subject  to 
approval  by  the  appropriate  regulatory  agencies,  and  shall  generally  include,  but  not  be  limited,  to  the  following: 

•  A  final  grading  plan  for  the  affected  coastal  scrub  habitat  riparian  scrub  habitat  and  wetlands  which  would 
restore  the  topography  of  the  affected  habitat  areas  to  pre-pro|ect  conditions; 

•  A  planting  plan,  composed  of  native  coastal  scrub,  riparian  scrub,  and  freshwater  emergent  wetland  plant 
species,  consistent  with  the  coastal  scrub,  riparian  habitat  and  wetlands  of  Lake  Merced; 

•  A  weed  control  plan  to  prevent  the  spread  of  invasive  non-native  plant  species  on  the  project  site; 

•  Performance  criteria  for  the  revegetated  areas  that  establish  success  thresholds  over  a  specific  amount  of  time 
(typically  five  years)  as  determined  by  the  regulatory  agencies  with  jurisdiction  over  the  affected  areas; 

•  A  monitoring  and  reporting  program  under  which  progress  of  the  revegetated  areas  shall  be  tracked  to  ensure 
survival  of  the  mitigation  plantings.  The  program  shall  document  overall  health  and  vigor  of  mitigation 
plantings  throughout  the  monitoring  period  and  provide  recommendations  for  adaptive  management  as 
needed  to  ensure  the  site  is  successful  according  to  the  established  performance  criteria.  An  annual  report 
documenting  monitoring  results  and  providing  recommendations  for  improvement  throughout  the  year  shall 
be  provided  to  the  regulatory  agencies;  and 

•  A  best  management  practices  element  describing  erosion  control  measures  to  be  installed  around  the  affected 
areas  following  mitigation  planting  in  order  to  avoid  sediment  runoff  into  the  adjacent  waters  of  Lake  Merced. 


L  SFPUCCMB/BEM 

2.  SFPUC  EMB 

3.  SFPUC  CMB/BEM 

4.  SFPUC  NRLMD 


t  SFPUC  BEM 

2.  SFPUC  BEM 

3.  SFPUC  BEM 

4.  SFPUC  NRLMD 


implements  measures  in  contract  documents. 
Report  noncompliance,  and  ensure  corrective 
action. 


1 .  Prepare  Riparian  and  Wetland  Restoration  and 
Mitigation  Monitoring  Plan  (RWRMMP)  and 
submit  to  appropriate  regulatory  agencies. 

2.  Ensure  that  contract  documents  include 
restoration  measures. 

3.  Ensure  that  contractor  implements  measures  in 
contract  documents. 

4.  Perform  post-construction  monitoring  and 
annual  reporting  for  5  years. 


1.  Design 

2.  Design 

3.  Construction 

4.  Post  Construction 
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No. 

Impact  Summary 

Mitigation  Measure 
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Implementation  and  Reporting 

Monitoring  and  Reporting  Actions 

Implementation 
Schedule 

Responsible  Party 

Reviewing  and 
Approving  Party 

BIOLOGICAL  RESOURCES  (Cont.) 

BI-3 

The  project  could  have  a 
substantial  adverse  effect 
on  federally  protected 
wetlands,  as  defined  by 
Section  404  of  the  Clean 
Water  Act  and  state 
protected  wetlands. 

Mitigation  Measure  M  BI-3:  Wetland  Protection. 

At  the  project  site,  wetland  protection  measures  shall  be  applied  to  protect  state  and  federal  jurisdictional 
wetlands.  These  measures  shall  include  the  following: 

•  A  protective  barrier  (such  as  silt  fencing)  shall  be  erected  around  the  adjacent  wetland  feature  to  isolate  it  from 
remediation  activities; 

•  Signage  shall  be  installed  on  the  fencing  to  identify  sensitive  habitat  areas  and  restrict  construction  activities; 

•  No  equipment  mobilization,  grading,  clearing,  or  storage  of  equipment  or  machinery,  or  similar  activity  shall 
occur  at  the  project  site  until  a  representative  of  SFPUC  has  inspected  and  approved  the  wetland  protection 
fencing;  and 

•  The  SFPUC  shall  ensure  that  the  temporary  fencing  is  continuously  maintained  until  all  remediation  is 
completed. 

A  fencing  material  meeting  the  requirements  of  both  water  quality  protection  and  wildlife  exclusion  may  be  used. 

t  SFPUC  EMB 
2.  SFPUC  CMB 

1.  SFPUC  BEM 

2.  SFPUC  BEM 

1.  Ensure  that  wetland  protection  measures  are 
included  in  contract  documents. 

2.  Monitor  to  ensure  that  contractor  implements 
measures  in  contract  documents.  Report 
noncompliance  and  ensure  corrective  action. 

1.  Design 

2.  Construction 

SFPUC  ■  San  Francisco  Public  Utilities  Commission  CCSF  -  City  and  County  of  San  Francisco 

NKLMD  -  Natural  Resources  and  Lands  Management  Division  (SFPUC)  ERO  -  Environmental  Review  Officer  (CCSF  -  Environmental  Planning) 

BEM  =  Bureau  of  Environmental  Management  (SFPUC) 
EMB  =  Engineering  Management  Bureau  (SFPUC) 
CMB  =  Construction  Management  Bureau  (SFPUC) 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0172 


WHEREAS,  The  Headworks  facility  houses  the  first  treatment  process  in  the  liquid 
wastewater  stream  and  contains  the  critical  solids  removal  equipment  such  as  the  fine  screens, 
grit  removal,  and  odor  control  systems;  and  are  inefficient  and  significantly  impact  the 
performance  of  downstream  processes  at  Southeast  Water  Pollution  Control  Plant  (SEP);  and 

WHEREAS,  Upgrading  the  existing  Headworks  facility  systems  with  a  new  Headworks 
facility  will  improve  the  downstream  treatment  processes  and  protect  the  new  biosolids 
equipment  from  damaging  debris  such  as,  rags,  sand,  and  abrasive  grit;  and 

WHEREAS,  It  is  necessary  to  procure  an  engineering  team  to  provide  specialized 
wastewater  planning  and  engineering  services  to  supplement  San  Francisco  Public  Utilities 
Commission  (SFPUC)  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $14,000,000;  and 

WHEREAS,  The  proposal  was  advertised  on  July  23,  2014;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2015  and  end  in  January  2021 
and  the  duration  of  this  agreement  is  six  (6)  consecutive  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  proposals  resulted  in  the  establishment  of  Carollo  Engineers,  Inc. 
as  the  best  qualified  consulting  firm;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subconsulting  goal  of 
12%  for  this  project  and  Carollo  Engineers  has  committed  to  20.6%  of  LBE  participation;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re- advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  CWWSIPSE02-  SEP  New  Headworks  (Grit)  Replacement  Project;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  and  awards  San  Francisco 
Sewer  System  Improvement  Program  (SSIP)  -funded  Agreement  No.  CS-389,  Planning  and 
Engineering  Services  Southeast  Plant  New  250  MGD  Headworks  Facility  to  Carollo  Engineers, 
Inc.,  to  provide  specialized  planning  and  engineering  services  for  the  proposed  new  Headworks 
facility  at  the  Southeast  Water  Pollution  Control  Plant  (SEP);  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a 
professional  services  agreement  with  Carollo  Engineers,  Inc.  for  an  amount  not-to-exceed 
$14,000,000,  and  with  a  duration  of  six  (6)  years,  or,  in  the  event  negotiations  are  not  successful 
or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services  agreement 
with  the  next  highest  ranked  proposer,  subject  to  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.1 18. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  28,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0173 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  pursuant  to  San 
Francisco  Charter  Section  4.112,  has  the  "exclusive  charge  of  the  construction,  management, 
supervision,  maintenance,  extension,  expansion,  operation,  use  and  control  of  all  water,  clean 
water  and  energy  supplies  and  utilities  of  the  City  and  County  of  San  Francisco  (City)  as  well  as 
the  real,  personal  and  financial  assets,  that  are  under  the  Commission's  jurisdiction  or  assigned 
to  the  Commission  under  Section  4.132,"  as  provided  in  San  Francisco  Charter  Section  8B121; 
and 

WHEREAS,  Under  San  Francisco  Administrative  Code  Section  25.6,  the  SFPUC  has  the 
authority  to  determine  the  intensity  of  illumination,  number  and  spacing  of  lighting  facilities,  and 
other  details  necessary  to  secure  satisfactory  street  lighting;  and 

WHEREAS,  The  SFPUC  currently  owns  approximately  16,800  street  light  poles  in  San 
Francisco;  and 

WHEREAS,  On  April  24,  2012,  by  Resolution  No.  12-0066,  this  Commission  adopted 
the  San  Francisco  Street  Light  Pole  Use  Policy;  and 

WHEREAS,  Resolution  No.  12-0066  affirmed  that  street  lighting  is  the  single  most 
important  use  of  SFPUC-owned  street  light  poles;  and 

WHEREAS,  Resolution  No.  12-0066  created  a  consistent  framework  for  reviewing  and 
approving  alternate  pole  street  light  pole  uses  by  city  agencies,  neighborhood  associations  and 
community  business  districts;  and 

WHEREAS,  Private  interests  for  profit  seek  access  to  the  SFPUC  street  light  poles  for 
installation  of  Distributed  Antenna  Systems  (DAS);  and 

WHEREAS,  It  is  in  the  best  interests  of  the  SFPUC  Power  Enterprise  to  implement  a 
street  light  pole  licensing  program  (Street  Light  License  Program)  that  maximizes  the  revenue- 
generating  potential  of  street  light  pole  assets  while  protecting  street  light  infrastructure;  and 

WHEREAS,  The  SFPUC  has  undertaken  development  of  the  proposed  Form  of  Master 
License  for  Outdoor  DAS  Pole  Installation  (Master  License);  and 

WHEREAS,  Adoption  of  this  Resolution  does  not  constitute  a  "project"  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment.  Before  licenses  are  issued  by  the  SFPUC  for  individual  facilities,  the 
Planning  Department  will  conduct  environmental  review  for  issuance  of  a  Department  of  Public 
Works  permit  for  the  same  facilities.  Therefore  additional  environmental  review  is  not  needed 
and  the  licenses  will  not  be  issued  until  the  Planning  Department  issues  the  CEQA  documents 
for  each  facility;  and 


WHEREAS,  The  Master  License  includes  a  mechanism  for  issuing  individual  street  light 
pole  licenses,  each  designating  the  street  light  pole  location  and  describing  related 
communications  antennas  and  equipment  (each,  a  Pole  License)  to  address  requests  in  a 
consistent  manner;  and 

WHEREAS,  The  SFPUC  has  a  duly  appointed  General  Manager  and  pursuant  to  San 
Francisco  Charter  Section  4.126,  the  General  Manager  is  responsible  for  the  administration  and 
management  of  the  department;  and 

WHEREAS,  The  SFPUC  Real  Estate  Services  Division  (RES)  among  other  things, 
manages  real  property  under  the  SFPUC 's  jurisdiction  having  income-producing  potential;  and 

WHEREAS,  On  March  13,  2012  by  Resolution  No.  12-0043,  this  Commission  approved 
the  Real  Estate  Services  Guidelines  (2012  Guidelines)  which  serve  as  a  high-level  manual  that 
focuses  on  critical  policy  objectives  governing  the  use  of  certain  SFPUC  lands;  and 

WHEREAS,  Resolution  No.  12-0043  contemplated  that  the  SFPUC  Real  Estate  Director 
would  ask  this  Commission  to  amend  the  2012  Guidelines  from  time  to  time;  and 

WHEREAS,  On  March  12,  2013  by  Resolution  No.  13-0041,  this  Commission  approved 
revised  Real  Estate  Services  Guidelines  (2013  Guidelines);  and 

WHEREAS,  Since  2013,  SFPUC  policy  and  procedures  have  changed  to  the  extent  that 
the  2013  Guidelines  no  longer  reflect  current  commercially  standard  rental  valuation  methods  or 
SFPUC  operations,  obligations  and  practices;  and 

WHEREAS,  The  Street  Light  License  Program  constitutes  a  change  in  SFPUC  policy; 

and 

WHEREAS,  RES  desires  to  amend  the  2013  Real  Estate  Guidelines  to  approve  a 
delegation  of  authority  to  the  General  Manager  or  his  designee  to  execute  Master  Licenses,  each 
for  a  term  of  12  years,  using  the  approved  form  of  Master  License;  and 

WHEREAS,  RES  desires  to  amend  the  2013  Real  Estate  Guidelines  to  approve  a 
delegation  of  authority  to  the  General  Manager  or  his  designee  to  execute  Pole  Licenses,  using 
the  approved  form  of  Pole  License,  each  for  a  term  that  is  co-terminus  with  the  Master  License; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
SFPUC  Power  Enterprise  revenue-generating  program  to  license  existing  SFPUC  street  light 
poles  for  Outdoor  Distributed  Antenna  System  (DAS)  carrier  use,  including  the  Master  License 
and  Pole  License  forms  and  authorizes  the  SFPUC  General  Manager  or  his  designee,  to  (1) 
execute  Master  Licenses  between  the  City,  as  master  licensor  and  as  yet  to  be  determined 
telecommunications  carriers,  as  master  licensees,  following  approval  of  each  Master  License  to 
specific  telecommunications  carriers  by  the  Board  of  Supervisors  and  Mayor;  and  (2)  execute 
Pole  Licenses,  as  amendments  to  a  Master  License,  each  for  a  term  that  is  co-terminus  with  the 
Master  License;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  enter  into  any  other  amendments  or  modifications  to  a  Master  License  and  Pole  Licenses  that 
the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest 
of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or  materially 
diminish  the  benefits  to  the  City,  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent 
of  the  Master  License  or  Pole  License  or  this  resolution;  and  are  in  compliance  with  all 
applicable  laws,  including  the  City  Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  28,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0174 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  its  Public  Utilities 
Commission  (SFPUC),  owns  certain  real  property  (SFPUC  Parcel  57)  in  unincorporated 
Alameda  County  along  Niles  Canyon  Road  near  Palomares  Road,  identified  as  Assessor's  Parcel 
No.  507-0761-002-05  (SFPUC  Property);  and 

WHEREAS,  The  Golden  Gate  Primitive  Baptist  Church  of  Oakland,  a  California 
corporation  (Church),  formerly  received  water  from  the  SFPPUC's  Sunol  Aqueduct,  which  is  no 
longer  in  service;  and 

WHEREAS,  On  November  1,  1995,  the  SFPUC,  the  Church,  and  the  East  Bay  Regional 
Park  District  (EBRPD)  entered  into  an  agreement  (Well  Agreement)  in  which,  among  other 
things,  the  SFPUC  agreed  to  fund  construction  of  a  well  to  supply  water  to  the  Church;  and 

WHEREAS,  The  SFPUC  approved  the  Well  Agreement  pursuant  to  SFPUC  Resolution 
No.  94-0225;  and 

WHEREASE,  After  the  Well  Agreement  was  executed,  the  parties  agreed  to  locate  the 
well  on  the  SFPUC  Property;  and 

WHEREAS,  The  SFPUC  agreed  to  maintain  and  operate  the  well  for  a  year  before 
turning  over  well  operational  responsibilities  to  the  Church.  In  exchange,  the  Church  agreed, 
pursuant  to  the  Well  Agreement,  to  release  the  SFPUC  from  any  obligation  to  supply  water;  and 

WHEREAS,  Pursuant  to  the  Well  Agreement,  the  SFPUC  agreed  to  grant  an  easement  to 
the  Church  for  ingress  to,  egress  from  and  the  operation  and  maintenance  of  the  well  and  the 
pipeline  from  the  well  to  Church  property  (Easement  Agreement);  and 

WHEREAS,  The  SFPUC  also  obtained  encroachment  permits  from  Alameda  County  and 
Caltrans  to  allow  installation  of  a  pipeline  across  their  respective  adjacent  properties  to  the 
Easement  Area;  and 

WHEREAS,  After  well  construction,  water  quality  problems  delayed  transfer  of  the  well 
to  the  Church;  and 

WHEREAS,  The  water  treatment  issues  were  eventually  resolved  in  2011,  and  the 
SFPUC  adopted  Resolution  No.  11-0034  approving  the  First  Amendment  to  the  Well  Agreement 
dated  March,  2011  (2011  Amendment)  to  enable  installation  of  necessary  water  treatment 
equipment  and  authorize  a  final  lump  sum  payment  to  the  Church  for  well  operating  costs;  and 


WHEREAS,  The  Church  assumed  well  operation  and  signed  the  release  of  utility  service 
obligation  attached  to  the  Well  Agreement;  and 

WHEREAS,  The  SFPUC  is  willing  to  convey  to  the  Church  a  non-exclusive  easement  for 
well  and  water  pipeline  operation  purposes  (Easement)  over  the  Easement  Area,  reserving  the 
right  to  use  the  Easement  Area  for  uses  that  are  compatible  with  the  easement;  and 

WHEREAS,  The  SFPUC  does  not  currently  maintain  any  facilities  on  or  adjacent  to  the 
Easement  Area  and  does  not  anticipate  requiring  the  use  of  the  Easement  Area  for  any  SFPUC 
utility  facilities  in  the  future;  and 

WHEREAS,  Offering  the  Easement  by  competitive  bidding  process  or  auction  would  be 
impractical  because  the  Easement  is  only  needed  by  the  Church  as  part  of  the  Well  Agreement  to 
replace  water  formerly  supplied  by  the  SFPUC  from  the  Sunol  Aqueduct;  and 

WHEREAS  The  Planning  Department  determined  that  this  action  is  exempt  from  CEQA 
under  Section  15305,  Class  5  (Minor  Alterations  in  Land  Use  Limitations);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  finds  that  the  public  interest  or  necessity  will  not  be 
inconvenienced  by  the  conveyance  of  the  Easement  to  the  Church;  and  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
Easement;  and  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  City  Director  of  Property, 
following  Board  of  Supervisors  approval  of  conveyance  of  the  Easement,  to  execute  the 
Easement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  Director  of 
Property  and  enter  into  any  amendments  or  modifications  to  the  Easement,  including  without 
limitation,  modification,  addition,  or  deletion  of  exhibits  and  to  enter  into  any  related  documents, 
instruments,  memorandum,  or  other  agreements  reasonably  necessary  to  consummate  the 
transaction  contemplated  in  the  Easement  Agreement,  that  the  Director  of  Property  determines, 
in  consultation  with  the  City  Attorney,  are  in  the  best  interests  of  the  City;  do  not  materially 
increase  the  liabilities  or  obligations  of  the  City  or  materially  diminish  the  benefits  to  the  City; 
are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Well  Agreement' 
Easement  Agreement  or  this  Resolution;  and  comply  with  all  applicable  laws,  including  the  City 
Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  28,  2014. 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

SPECIAL  MEETING 
Wednesday,  November  12,  2014 
(Note  earlier  start  time) 

1:00  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Vince  Courtney 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http7/sanfrancisco.qranicus.comA/iewPublisher.php?view  id=22 


General  Manager 


Donna  Hood 

Secretary 


For  questions  about  the  meeting,  please  contact  (41 5)  554-3165.  The  ringing  of  and  use  of  cell  phones,  pages,  and  similar  sound- 
producing  electronic  devices  are  prohibited  .  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of 
any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Know  your  rights  under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of 
the  public.  Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the  people's  review.  For 
information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance 
Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  Phone:  (415)  554-7724;  Fax:  (415) 
554-7854;  E-mail:  sotf@sfqov.orq.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force, 
the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

Disability  Access:  The  SFPUC  meeting  will  be  held  in  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA.  The  closest 
accessible  BART  Station  is  at  Civic  Center.  Accessible  MUNI  lines  serving  this  location  are:  Metro  lines  J  Church,  K  Ingleside,  L 
Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van 
Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L 
Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415)  701-4485.  The  meeting  room  is  wheelchair 
accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of 
City  Hall  for  mobility-impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Parking  Garage  at  the  corner  of 
McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a  disability- 
related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in  alternative  format,  please  contact 
Donna  Hood  at  (415)  554-0761 ,  or  by  emailing  dhood@sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure 
availability.  To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical 
sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various 
chemical  based  products. 

LANGUAGE  ACCESS 

Per  the  Language  Access  Ordinance  (Chapter  91  of  the  San  Francisco  Administrative  Code),  Chinese,  Spanish  and  or  Filipino 
(Tagalog)  interpreters  will  be  available  upon  requests.  Meeting  Minutes  may  be  translated,  if  requested,  after  they  have  been 
adopted  by  the  Commission.  Assistance  in  additional  languages  may  be  honored  whenever  possible.  To  request  assistance  with 
these  services  please  contact  the  Commission  Clerk  Donna  Hood  at  (415)  554-0761 ,  or  dhood@sfwater.org  at  least  48  hours  in 
advance  of  the  hearing.  Late  requests  will  be  honored  if  possible. 
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ACCESO  A IDIOMAS 

De  acuerdo  con  la  Ordenanza  de  Acceso  a  Idiomas  "Language  Access  Ordinance"  (Capitulo  91  del  Codigo  Administrativo  de  San 
Francisco  "Chapter  91  of  the  San  Francisco  Administrative  Code")  interpretes  de  chino,  espanol  y/o  filipino  (tagalo)  estaran 
disponibles  de  ser  requeridos.  Las  minutas  podran  ser  traducidas,  de  ser  requeridas,  luego  de  ser  aprobadas  por  la  Comision.  La 
asistencia  en  idiomas  adicionales  se  tomara  en  cuenta  siempre  que  sea  posible.  Para  solicitar  asistencia  con  estos  servicios  favor 
comunicarse  con  el  Secretario  de  la  Comision  Donna  Hood  al  (415)  554-0761 ,  o  dhood@sfwater.org  por  lo  menos  48  horas  antes 
de  la  reunion.  Las  solicitudes  tardias  seran  consideradas  de  ser  posible. 

PAG-ACCESS  SA  WIKA 

Ayon  sa  Language  Access  Ordinance  (Chapter  91  ng  San  Francisco  Administrative  Code),  maaaring  mag-request  ng  mga 
tagapagsalin  sa  wikang  Tsino,  Espanyol,  at/o  Filipino  (Tagalog).  Kapag  hiniling,  ang  mga  kaganapan  ng  miting  ay  maaring  isalin  sa 
ibang  wika  matapos  ito  ay  aprobahan  ng  komisyon.  Maari  din  magkaroon  ng  tulong  sa  ibang  wika.  Sa  mga  ganitong  uri  ng 
kahilingan,  mangyaring  tumawag  sa  Clerk  ng  Commission  Donna  Hood  sa  (415)  554-0761,  o  dhood@sfwater.org  sa  hindi  bababa 
sa  48  oras  bago  mag  miting.  Kung  maari,  ang  mga  late  na  hiling  ay  posibleng  pagbibigyan. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to  influence  local 
legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental 
Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance,  please  contact 
the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100'  fax 
(415)  252-31 12;  web  site  at  www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's  action  on  a  project 
constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code  Chapter  31,  as  amended,  Board  of 
Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination  prepared  in  support  of  that  Approval  Action  is  thereafter 
subject  to  appeal  within  the  time  frame  specified  in  S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed 
within  30  calendar  days  of  the  Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to 
CEQA.  For  information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall  1  Dr 
Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department's  ' 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an  exemption  determination 
has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf-planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court 
challenge,  a  litigant  may  be  limited  to  raising  only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written 
correspondence  delivered  to  the  Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public 
Utilities  Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  October  28,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Power  Risk  Management  Plan 

d)  Quarterly  Audit  and  Performance  Review  Reports 

i.  SFPUC:  Follow-up  of  201 1  Audit  of  Water  Enterprise  Warehouse  Inventory 
Management 

ii.  City  Services  Benchmarking:  Water  and  Wastewater  Rates 

iii.  NGR  Energy  Center  San  Francisco  LLC  Properly  Paid  Its  Franchise  Fees  for 
2011  and  2012 

iv.  Pacific  Gas  &  Electric  Company  Properly  Paid  Its  Franchise  Fees  and 
Surcharges for2011  and  2012 

v.  FY  2013-14  Annual  Physical  Inventory  Count  for  all  Enterprises 

e)  Quarterly  Budget  Status  Review  Report 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

j)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 
k)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Drought  Update  (Levin) 

b)  WSIP  Quarterly  Update  (Wade) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


8.    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Approve  Amendment  No.  1 ,  to  Agreement  Nos.  CS-306(I),  As-Needed 
Contracting  and  Employment  Technical  Support  Services  with  Alfred  Williams 
Consultancy,  LLC  (CS-306A),  Butler  Enterprise  Group,  LLC  (CS-306B), 
Consulting  Link  2000  (CS-306C),  JBR  Partners,  Inc.,  (CS-306D),  JLM 
ifl         Management  Group  (CS-306E),  Merriwether  and  Williams  Insurance  Services, 
2         Inc.,  (CS-306F),  Scope  1  Consultants  (CS-306G),  and  The  Thier  Group  (CS- 
o         306H),  to  continue  providing  contracting  and  employment  technical  support 
^f!        services  for  all  SFPUC)projects;  and  authorize  the  General  Manager  to  negotiate 
and  execute  two  amendments  (CS-306(I)A)  and  (CS-306(I)C)  increasing  the 
not-to-exceed  amount  up  to  $25,000  each;  and  negotiate  and  execute  six 
amendments  (CS-306(I).B,  CS-306(I).D,  CS-306(I).E,  CS-306(I).F,  CS-306(I).G 
and  CS-306(I).H)  increasing  the  not-to-exceed  amount  up  to  $49,500  each, 
and  with  a  time  extension  of  one  year  per  agreement,  for  a  total  agreement 
duration  of  three  years  per  agreement.  (Cruz) 


b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-398B,  Mountain  Tunnel 
Technical  Panel  Services,  with  Doctor  Mole  Incorporated  for  continued  technical 
advisory  services;  and  authorize  the  General  Manager  to  execute  this 
amendment,  increasing  the  agreement  by  $50,000,  for  a  total  not-to-exceed 
agreement  amount  of  $100,000,  with  no  change  to  the  contract  duration. 

(Cruz) 


o 


c)  Accept  work  performed  by  Azul  Works,  Inc.,  for  Contract  No.  HH-953,  Tesla 
Portal  Protection;  Approve  Modification  No.  14  (Final),  to  resolve  contract 
closeout  submittals  and  correction  of  deficient  work,  extending  the  contract 
duration  by  349  consecutive  calendar  days  (approximately  1 1  months),  for  a  total 
contract  duration  of  715  consecutive  calendar  days  (approximately  two  years); 
and  authorize  final  payment  to  the  contractor.  (Cruz) 


d)  Approve  and  award  Contract  No.  JOC-48R,  Job  Order  Contract,  General 
^         Engineering  (A-License)  for  San  Francisco,  Peninsula,  East  Bay  to  West  San 
Joaquin  County  and  West  Stanislaus  County,  for  a  not-to-exceed  amount  of 
$5,000,000  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  Trinet 
Construction,  Inc.,  to  perform  general  engineering  construction  tasks  for  all 
SFPUC  Enterprise  Operations  and  Bureaus.  (Cruz) 

so     e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2745, 
^         Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  D,  in  the  amount  of 
cd         $4,247,350,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Azul 


Works,  Inc.,  to  construct  five  new  AWSS  buried  concrete  cisterns  at  the  following 
locations:  Amber  Drive  and  Duncan  Street;  Diamond  Heights  Boulevard  and 
Duncan  Street;  Dorchester  Way  and  Ulloa  Street;  Folsom  Street  and  Ripley 
Street;  and  Lansdale  Avenue  and  Casitas  Avenue.  The  proposed  action  is  the 
Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code,  Chapter  31. 

(Cruz) 

f)  Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-500, 
SOM A/Mission  Districts  Sewer  Replacement  and  Pavement  Renovation; 
0     Approve  Modification  No.  1  (Final),  increasing  the  contract  by  $419,906,  for  a 
*H     total  contract  amount  of  $3,31 1 ,810  (of  which  $2,462,822  is  funded  by  WWE  and 
2     $848,988  is  funded  by  DPW),  and  with  a  time  extension  of  331  consecutive 
y-\     calendar  days  (approximately  1 1  months),  for  a  total  contract  duration  of  596 
consecutive  calendar  days  (approximately  one  year,  seven  months);  and 
authorize  final  payment  to  the  contractor.  (Cruz) 


-   g)  Accept  work  performed  by  Synergy  Project  Management  for  Contract  No.  WW- 
-jo       505,  Noe/Glen  Park  Districts  Sewer  Replacement  and  Pavement  Renovation,  for 
2        a  total  contract  amount  of  $2,597,244  (of  which  $1 ,463,959  is  funded  by  WWE 
§        and  $1 ,133,285  is  funded  by  DPW);  Approve  Modification  No.  2  (Final),  for  a 
*H       time  extension  of  70  consecutive  calendar  days  (approximately  two  months), 
and  a  total  contract  duration  of  324  consecutive  calendar  days  (approximately  10 
months);  and  authorize  final  payment  to  the  contractor.  (Cruz) 


h)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-568,  1 8th/25th/35th/47th  Avenues  and  Delancey/Felton/Fern/Hawes/ 
~ao        Madrid/Steiner  Streets  Sewer  Replacement,  in  the  amount  of  $400,000,  and  an 
increase  in  the  contract  duration  of  27  days;  and  Authorize  the  General 
Manager  or  his  designee  to  approve  future  modifications  to  the  contract  to 
increase  the  contract  amount  up  to  a  maximum  amount  of  $2,989,719,  and  for  a 
total  revised  contract  duration  of  297  days  (approximately  10  months).  The 
increase  in  cost  contingency  and  time  duration  is  needed  due  to  substantially 
higher  amounts  of  side  sewer  lateral  and  street  pavement  replacement  quantities 
than  were  estimated  in  the  contract  documents.  (Cruz) 

co  i)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-589, 
2       Oceanside  Plant  (OSP)  Total  Solid  Control  and  Waste  Activated  Sludge  System 
©       Upgrade,  in  the  amount  of  $1,580,500,  to  the  lowest,  qualified,  responsible  and 
^      responsive  bidder,  Anvil  Builders,  to  replace  and  upgrade  the  existing  deficient 
and  deteriorated  waste  activated  sludge  pump-motor  sets  and  associated 
plumbing,  electrical,  and  instrumentation  and  control  equipment  at  OSP. 

(Cruz) 


^  j)  Authorize  the  General  Manager  to  execute  an  Agreement  with  the  Association 
.„_t      of  Bay  Area  Governments  for  administration  and  distribution  of  State  grant 
^      funds  up  to  $1,400,000  to  be  used  for  the  Regional  Groundwater  Storage  and 


Recovery  Project  Phase  1A-  South  Westside  Basin,  Northern  San  Mateo 
County.  (Levin) 
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oo  k)  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
^        with  Solano  County  Water  Agency  for  the  administration  and  disbursement 

of  State  Grant  funds  of  up  to  $234,300  to  be  used  by  the  SFPUC  for 
T"H        implementation  of  its  Large  Landscape  Water  Conservation  Program. 

(Levin) 

9.    Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 


10.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 1 .  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 
54956.8  and  Administrative  Code  Section  67.8(a)  (2)  (Ambrose) 

Property: 

639  Bryant  Street,  San  Francisco 
Persons  Negotiating: 

SFPUC:  Michael  Carlin,  Rosanna  Russell,  and  John  Updike 
Tishman  Speyer:  Carl  Shannon 


Under  Negotiation: 
Price  Terms  of  Payment  Both  XXX 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
to       54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
<x>  (Ambrose) 
^        Existing  Unlitigated  Claim 

City  and  County  of  San  Francisco  v.  Pacific  Gas  and  Electric  Company 
'"H        Date  of  Incident:  February  201 3 

Re:  Contract  No.  WW-500 


13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657/Date  Filed:  March  6,  2013:  Served  June  6,  2013 


14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657/Date  Filed:  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

16.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

17.  Announcement  following  Closed  Session. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

19.  Other  new  business. 


ADJOURNMENT 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  November  25,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.oro 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


San  Francisco 

Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

MINUTES 
SPECIAL  MEETING 
Wednesday,  November  12,  2014 


(As  approved  on  December  9,  2014) 

1:00  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Vince  Courtney 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus  coiTiA/iewPubli5her  php?view  id=22 


1.  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:09  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Courtney,  and  Moran 

3.  Approval  of  the  Minutes  of  October  28,  2014 

On  Motion: 

Ayes:  Caen,  Vietor,  Courtney,  and  Moran 

Public  Comments 
None. 

4.  Public  Comments 

President  Caen  expressed  appreciation  for  those  who  take  the  time  to  attend  and 
provide  public  comment.  She  requested  that  those  who  speak  during  general  public 
comment  address  ideas,  items,  and  concerns  which  are  not  on  the  agenda. 
Additionally,  she  requested  that  when  speaking  on  a  specific  agenda  item,  only  that 
item  be  addressed. 

•  Ms.  Yolanda  Lewis  expressed  concerns  on  issues  related  to  SFPUC  staff, 
contracting  processes,  and  the  Bayview  community.  Written  comments  were 
submitted. 

•  Mr.  Francisco  DaCosta  expressed  concerns  on  contracting  processes  and  on 
community  input. 

•  Mr.  Ted  Loewenberg,  CAC  District  Five  representative,  requested  that  the 
SFPUC  develop  a  phone  App  to  allow  customers  to  view  water  consumption  and 
he  provided  a  draft  resolution.  He  discussed  the  draft  SFPUC  report  "A  Summary 
of  San  Francisco's  Water,  Sewer  and  Stormwater  Requirements". 

•  Mr.  Walter  Paulson  sang  a  song. 

•  Mr.  Emilio  Cruz,  speaking  as  a  private  citizen,  made  a  statement  in  response  to 
Ms.  Lewis'  comments. 

General  Manager  (GM)  Kelly  stated  that  public  comment  should  be  utilized  to 
discuss  SFPUC  issues  and  that  personal  attacks  on  individual  staff  members  are 
counterproductive. 

President  Caen  requested  that  concerns  regarding  staff  be  addressed  to  the  GM. 

Commissioner  Courtney  asked  the  City  Attorney  to  prepare  a  memorandum  on  what 
the  Commission  can  and  cannot  do,  as  related  to  public  comment  and  engagement. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Power  Risk  Management  Plan 
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d)  Quarterly  Audit  and  Performance  Review  Reports 

i.  SFPUC:  Follow-up  of  201 1  Audit  of  Water  Enterprise  Warehouse  Inventory 
Management 

ii.  City  Services  Benchmarking:  Water  and  Wastewater  Rates 

iii.  NGR  Energy  Center  San  Francisco  LLC  Properly  Paid  Its  Franchise  Fees  for 
2011  and  2012 

iv.  Pacific  Gas  &  Electric  Company  Properly  Paid  Its  Franchise  Fees  and 
Surcharges  for  201 1  and  2012 

v.  FY  201 3-14  Annual  Physical  Inventory  Count  for  all  Enterprises 

e)  Quarterly  Budget  Status  Review  Report 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

j)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 
k)  Water  Supply  Agreement  Update 

President  Caen  stated  she  had  a  question  on  "red  flags"  in  the  WSIP  report  and 
asked  that  they  be  addressed  during  the  WSIP  update. 

Public  Comments 
None. 

Other  Commission  Business 

Commissioner  Moran  requested  that  staff  explore  the  possibility  of  billing  for  water 
consumption  on  a  cubic  foot  basis,  rather  than  a  hundred  cubic  foot  basis,  and 
discussed  the  reason  for  his  request. 

GM  Kelly  stated  that  staff  will  look  into  the  possibility  and  indicated  that  staff  is 
looking  into  billing  on  a  consumption  on  gallons  basis. 

Vice  President  Vietorgave  Mr.  Cruz  a  vote  of  confidence,  and  thanked  him  for  his 
work  and  his  comments.  Commissioners  Cortney  and  Moran  concurred. 

President  Caen  stated  that  the  November  25,  2014  meeting  has  been  cancelled, 
noting  the  only  meeting  in  December  will  be  on  the  9th.  She  asked  that  the 
Commissioners  clear  their  calendars  to  attend.  She  requested  that  Mr.  Rydstrom 
attend  that  meeting  to  enable  the  Commission  to  recognize  him  for  his  service. 

Public  Comments 

•  Mr.  Francisco  DaCosta  provided  further  comments  on  Ms.  Lewis'  comments  and 
Mr.  Cruz's  response. 

President  Caen  noted  that  Ms.  Lewis  had  departed  the  meeting. 

•  Mr.  James  Bryant  expressed  support  for  Mr.  Cruz  and  his  work. 
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Report  of  the  General  Manager 

a)  Drought  Update 

Ms.  Ellen  Levin,  Deputy  Director,  Water  Enterprise,  provided  an  update  on  the 
Drought.  She  stated  that  San  Francisco  residential  water  use  per  capita  is  the 
lowest  in  California.  She  noted  current  total  system  storage  levels  are  currently  at 
57  percent  and  discussed  cumulative  precipitation;  total  deliveries;  and  total 
system  water  savings.  Ms.  Levin  stated  that  the  new  water  year  had  started  and 
discussed  conservation  for  the  new  water  year.  Ms.  Levin  responded  to  a 
question  from  Commissioner  Vietor  regarding  conservation. 

b)  Water  System  Improvement  Program  (WSIP)  Quarterly  Update 

Mr.  Emilio  Cruz,  AGM  Infrastructure,  provided  an  update  on  the  New  Irvington 
Tunnel  Project.  He  recapped  the  construction  timeline,  the  lining,  and 
subsequent  lining  failure.  He  discussed  the  reasons  for  the  failure  and  the  steps 
being  taken  to  replace  the  portion  of  the  affected  tunnel. 

Mr.  Cruz  responded  to  questions  from  President  Caen  on  the  timeline  and 
process  to  repair  the  tunnel. 

Mr.  Dan  Wade,  WSIP  Director,  provided  a  WSIP  quarterly  update.  He  discussed 
the  program  status,  noting  the  overall  WSIP  is  84.9  percent  complete.  He  stated 
construction  is  the  main  focus,  with  1 6  active  construction  projects  and  two  in 
pre-construction. 

Mr.  Wade  noted  WSIP  accomplishments  and  discussed  program  cost  trends, 
stating  the  Program  is  on-budget  and  on-schedule.  He  indicated  change  orders 
costs  are  covered  by  cost  contingencies. 

Commissioner  Moran  requested  that  in  future  reports  the  program  cost  axis  be 
run  to  zero. 

Mr.  Wade  briefly  discussed  the  "red  flag"  as  requested  by  President  Caen, 
stating  the  Tesla  Portal  Protection  Project  will  be  completed  in  January  2015.  He 
noted  the  construction  close-out  for  the  Tesla  Portal  Protection  Project  is  on  the 
Consent  Calendar.  Mr.  Wade  briefly  discussed  transmission  projects  and 
provided  a  pre-construction  update  on  the  Alameda  Creek  Recapture  and 
Regional  Groundwater  Storage  and  Recovery  Projects. 

Mr.  Wade  concluded  by  highlighting  the  major  active  construction  projects 
including  the  Calaveras  Dam  Replacement  Project;  Bay  Tunnel;  Seismic 
Upgrade  BDPL  Nos.  3  and  4;  HTWTP  Long-Term  Improvements;  and  Peninsula 
Pipeline  Seismic  Upgrade. 

Public  Comments 
None. 
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8.       Consent  Calendar: 

a)  Approve  Amendment  No.  1 ,  to  Agreement  Nos.  CS-306(I),  As-Needed 
Contracting  and  Employment  Technical  Support  Services  with  Alfred  Williams 
Consultancy.  LLC  (CS-306A),  Butler  Enterprise  Group,  LLC  (CS-306B). 
Consulting  Link  2000  (CS-306C).  JBR  Partners,  Inc..  (CS-306D).  JLM 
Management  Group  (CS-306E),  Merriwether  and  Williams  Insurance  Services, 
Inc..  (CS-306F).  Scope  1  Consultants  (CS-306G).  and  The  Thier  Group  (CS- 
306H).  to  continue  providing  contracting  and  employment  technical  support 
services  for  all  SFPUQprojects;  and  authorize  the  General  Manager  to  negotiate 
and  execute  two  amendments  (CS-306(I)A)  and  (CS-306(l)C)  increasing  the  not- 
to-exceed  amount  up  to  $25.000  each;  and  negotiate  and  execute  six 
amendments  (CS-306(I).B.  CS-306(I).D.  CS-306(I).E.  CS-306(I).F.  CS-306(I).G 
and  CS-306(I).H)  increasing  the  not-to-exceed  amount  up  to  $49.500  each,  and 
with  a  time  extension  of  one  year  per  agreement,  for  a  total  agreement  duration  of 
three  years  per  agreement.  (Resolution  14-0175) 

b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-398B,  Mountain  Tunnel 
Technical  Panel  Services,  with  Doctor  Mole  Incorporated  for  continued  technical 
advisory  services;  and  authorize  the  General  Manager  to  execute  this 
amendment,  increasing  the  agreement  by  $50,000,  for  a  total  not-to-exceed 
agreement  amount  of  $100,000,  with  no  change  to  the  contract  duration. 
(Resolution  14-0176) 

c)  Accept  work  performed  by  Azul  Works,  Inc.,  for  Contract  No.  HH-953,  Tesla  Portal 
Protection;  Approve  Modification  No.  14  (Final),  to  resolve  contract  closeout 
submittals  and  correction  of  deficient  work,  extending  the  contract  duration  by  349 
consecutive  calendar  days  (approximately  1 1  months),  for  a  total  contract  duration 
of  715  consecutive  calendar  days  (approximately  two  years);  and  authorize  final 
payment  to  the  contractor.  (Resolution  14-0177) 

d)  Approve  and  award  Contract  No.  JOC-48R,  Job  Order  Contract,  General 
Engineering  (A-License)  for  San  Francisco,  Peninsula,  East  Bay  to  West  San 
Joaguin  County  and  West  Stanislaus  County,  for  a  not-to-exceed  amount  of 
$5,000,000  to  the  lowest.  Qualified,  responsible,  and  responsive  bidder,  Trinet 
Construction,  Inc.,  to  perform  general  engineering  construction  tasks  for  all 
SFPUC  Enterprise  Operations  and  Bureaus.  (Resolution  14-0178) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2745,  Auxiliary 
Water  Supply  System  (AWSS)  -  New  Cisterns  D.  in  the  amount  of  $4,247.350.  to 
the  lowest.  Qualified,  responsible  and  responsive  bidder.  Azul  Works.  Inc..  to 
construct  five  new  AWSS  buried  concrete  cisterns  at  the  following  locations: 
Amber  Drive  and  Duncan  Street;  Diamond  Heights  Boulevard  and  Duncan  Street; 
Dorchester  Way  and  Ulloa  Street;  Folsom  Street  and  Ripley  Street;  and  Lansdale 
Avenue  and  Casitas  Avenue.  The  proposed  action  is  the  Approval  Action  as 
defined  in  the  San  Francisco  Administrative  Code,  Chapter  31 .  (Resolution  14- 
0179) 
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f)  Accept  work  performed  by  Precision  Engineering  for  Contract  No.  VWV-500, 
SOMA/Mission  Districts  Sewer  Replacement  and  Pavement  Renovation;  Approve 
Modification  No.  1  (Final),  increasing  the  contract  by  $419,906,  for  a  total  contract 
amount  of  $3,31 1,810  (of  which  $2,462,822  is  funded  by  WWE  and  $848.988  is 
funded  by  DPW),  and  with  a  time  extension  of  331  consecutive  calendar  days 
(approximately  1 1  months),  for  a  total  contract  duration  of  596  consecutive 
calendar  days  (approximately  one  year,  seven  months);  and  authorize  final 
payment  to  the  contractor.  (Resolution  14-0180) 

g)  Accept  work  performed  by  Synergy  Project  Management  for  Contract  No.  WW- 
505,  Noe/Glen  Park  Districts  Sewer  Replacement  and  Pavement  Renovation,  for 
a  total  contract  amount  of  $2,597.244  (of  which  $1 ,463,959  is  funded  by  WWE 
and  $1,133,285  is  funded  by  DPW);  Approve  Modification  No.  2  (Final),  for  a  time 
extension  of  70  consecutive  calendar  days  (approximately  two  months),  and  a 
total  contract  duration  of  324  consecutive  calendar  days  (approximately  10 
months);  and  authorize  final  payment  to  the  contractor.  (Resolution  14-0181) 

h)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-568,  18th/25th/35th/47th  Avenues  and  Delancev/Felton/Fern/Hawes/ 
Madrid/Steiner  Streets  Sewer  Replacement,  in  the  amount  of  $400,000,  and  an 
increase  in  the  contract  duration  of  27  days;  and  Authorize  the  General  Manager 
or  his  designee  to  approve  future  modifications  to  the  contract  to  increase  the 
contract  amount  up  to  a  maximum  amount  of  $2,989,719,  and  for  a  total  revised 
contract  duration  of  297  days  (approximately  10  months).  The  increase  in  cost 
contingency  and  time  duration  is  needed  due  to  substantially  higher  amounts  of 
side  sewer  lateral  and  street  pavement  replacement  Quantities  than  were 
estimated  in  the  contract  documents.  (Resolution  14-0182) 

i)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-589, 
Oceanside  Plant  (OSP)  Total  Solid  Control  and  Waste  Activated  Sludge  System 
Upgrade,  in  the  amount  of  $1,580,500,  to  the  lowest,  Qualified,  responsible  and 
responsive  bidder,  Anvil  Builders,  to  replace  and  upgrade  the  existing  deficient 
and  deteriorated  waste  activated  sludge  pump-motor  sets  and  associated 
plumbing,  electrical,  and  instrumentation  and  control  eguipment  at  OSP. 
(Resolution  14-0183) 

j)  Authorize  the  General  Manager  to  execute  an  Agreement  with  the  Association  of 
Bay  Area  Governments  for  administration  and  distribution  of  State  grant  funds  up 
to  $1 ,400,000  to  be  used  for  the  Regional  Groundwater  Storage  and  Recovery 
Project  Phase  1 A  -  South  Westside  Basin,  Northern  San  Mateo  County. 

(Resolution  14-0184) 

k)  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  with 
Solano  County  Water  Agency  for  the  administration  and  disbursement  of  State 
Grant  funds  of  up  to  $234,300  to  be  used  by  the  SFPUC  for  implementation  of  its 
Large  Landscape  Water  Conservation  Program.  (Resolution  14-0185) 
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On  Motion: 

Ayes:  Caen,  Vietor,  Courtney,  and  Moran 


Public  Comments 
None. 

The  Commission  Secretary  read  the  Closed  Session  items,  stating  item  16  was 
removed  from  the  calendar. 

9.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 

10.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  To  Assert: 

Ayes:  Caen,  Vietor,  Courtney,  and  Moran 

The  Commission  entered  Closed  Session  at  2:12  PM. 

1 1 .  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8(a)  (2) 

Property: 

639  Bryant  Street,  San  Francisco 
Persons  Negotiating: 

SFPUC:  Michael  Carlin,  Rosanna  Russell,  and  John  Updike 
Tishman  Speyer:  Carl  Shannon 

Under  Negotiation: 

Price  Terms  of  Payment  Both  XXX 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Unlitigated  Claim 

City  and  County  of  San  Francisco  v.  Pacific  Gas  and  Electric  Company 
Date  of  Incident:  February  2013 
Re:  Contract  No.  WW-500 
(Resolution  14-0186) 

1 3.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657/Date  Filed:  March  6,  2013:  Served  June  6,  2013 
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14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657/Date  Filed:  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

16.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  Closed  Session  at  2:38  PM. 

17.  Announcement  following  Closed  Session. 

President  Caen  announced  that  item  12  was  settled  and  no  other  action  was  taken. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  Disclose: 

Ayes:  Caen,  Vietor,  Courtney,  and  Moran 

19.  Other  new  business. 

President  Caen  announced  that  the  meeting  of  Tuesday,  November  25,  2014  is 
cancelled. 

President  Caen  adjourned  the  meeting  at  2:41  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0175 


WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  awarded  Agreement  No.  CS-306(I),  As-needed 
Contracting  &  Employment  Technical  Support  Services,  to  execute  eight  professional  services 
agreements,  in  the  amount  of  $50,000  each,  with  a  term  of  two  years,  concluding  on  August  31, 
2015,  with  the  Alfred  Williams  Consultancy  (CS-306A),  Butler  Enterprise  Group,  LLC  (CS- 
306B),  Consulting  Link  2000  (CS-306C),  JBR  Partners  Inc.  (CS-306D),  JLM  Management 
Group  (CS-306E),  Merriwether  and  Williams  Insurance  Services  (CS-306F),  Scope  One 
Consultants  (CS-306G),  and  The  Thier  Group  (CS-306H);  and 

WHEREAS,  Amendment  No.l  is  being  requested  to  continue  providing  contracting  and 
employment  technical  support  services  by  executing  two  professional  services  amendments, 
increasing  the  not-to-exceed  amount  by  $25,000  each  and  six  professional  services  amendments, 
increasing  not-to-exceed  amount  by  $49,500  each,  and  with  a  time  extension  of  one  year,  for  a 
total  agreement  duration  of  three  years  per  agreements;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  Locla 
Business  Enterprise  (LBE)  subcontracting  goals  do  not  apply  to  four  (4)  Micro-LBE  Set-Aside 
contracts  and  the  SFPUC  is  pursuing  a  waiver  of  the  LBE  subcontracting  goals  for  the  four  (4) 
informal  contracts.;  and 

WHEREAS,  Funds  to  cover  the  cost  of  these  agreements  will  be  available  at  the  time  of 
agreement  execution  from  Infrastructure  Capital  Projects  Funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Infrastructure 
Capital  Projects  funded,  Agreement  No.  CS-306(I),  As-Needed  Contracting  &  Employment 
Technical  Support  Services  with  eight  consultants  to  continue  providing  contracting  and 
employment  technical  support  services  for  all  SFPUC  projects;  and  the  General  Manager  of  the 
SFPUC  to  negotiate  and  execute  two  amendments  (CS-306(I)A)  and  (CS-306(I)C)  increasing  the 
not-to-exceed  amount  up  to  $25,000  each;  and  negotiate  and  execute  six  amendments  (CS- 
306(I).B,  CS-306(I).D,  CS-306(I).E,  CS-306(I).F,  CS-306(I).G  and  CS-306(I).H)  increasing  the 
not-to-exceed  amount  up  to  $49,500  each,  and  with  a  time  extension  of  one  year  per  agreement, 
for  a  total  agreement  duration  of  three  (3)  years  per  agreement. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0176 


WHEREAS,  On  July  1,  2014,  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  executed  Hetchy  System  Improvement  Program-funded  Agreement  No.  CS-398.B, 
Mountain  Tunnel  Technical  Panel  Services  with  Doctor  Mole  Incorporated  (Dr.  Gary  Brierley), 
in  the  amount  of  $50,000,  and  with  a  term  of  four  (4)  years,  concluding  on  June  30,  2018;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $50,000  for  continued  technical 
advisory  services,  increasing  the  total  not-to-exceed  agreement  amount  to  $100,000;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  sub-consulting  goals  have  been  waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUH10002  - 
Mountain  Tunnel  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Hetchy 
System  Improvement  Program  funded  Agreement  No.  CS-398.B,  Mountain  Tunnel  Technical 
Panel  Services,  with  Doctor  Mole  Incorporated  (Dr.  Gary  Brierley),  for  continued  technical 
advisory  services,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  execute  this  amendment,  increasing  the  agreement  by  $50,000,  for  a  total 
agreement  amount  of  $100,000. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 

\3)UmL  

Secretary,  Public  Utilities  Commission 


I 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0177 


H-hs  is  -qjfe 


WHEREAS,  Construction  has  been  completed  for  Water  Enterpi 
Improvement  Program  (WSIP)-funded  Contract  No.  HH-953,  Tesla  F 
contractor,  Azul  Works,  Inc.;  and 

WHEREAS,  On  December  13,  2011,  by  Resolution  No.  11 
awarded  Contract  No.  HH-953,  Tesla  Portal  Protection,  in  the  amount  of  $2,760,000,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  Azul  Works,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  March  21, 
2012,  with  an  original  schedule  of  240  consecutive  calendar  days  and  the  contract  work  was 
completed  in  955  consecutive  calendar  days  (extension  of  715  consecutive  calendar  days);  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  the  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved 
by  the  Commission;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,760,000  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-13  was  issued  for  $591,305  to  incorporate  change 
orders  resulting  from  differing  site  conditions,  design  revisions,  new  scope  items  to  improve 
facility  performance,  and  final  settlement  of  outstanding  change  orders,  and  increased  the 
contract  amount  to  $3,351,305,  and  for  a  time  extension  of  126  consecutive  calendar  days, 
extending  the  contract  duration  to  366  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  14  is  being  requested  for  a  time  extension  of  589 
consecutive  calendar  days  to  resolve  contract  close  out  submittals,  and  correction  of  deficient 
work,  and  extending  the  contract  duration  to  955  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  substantially  comply  with  the 
Contract  Monitoring  Division's  (CMD)  Local  Business  Enterprise  (LBE)  goal  of  17%  by 
achieving  a  final  LBE  participation  of  22.01%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW38401,  Tesla  Treatment  Facility; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WE,  WSIP 
Contract  No.  HH-953,  Tesla  Portal  Protection,  approves  Modification  No.  14  (Final),  with  a  time 
extension  of  589  consecutive  calendar  days  for  a  total  contract  duration  of  955  consecutive 
calendar  days  and  authorizes  final  payment  to  the  contractor,  Azul  Works,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0178 


WHEREAS,  Contract  No.  JOC-48R,  Job  Order  Contract  (JOC),  General  Engineering  (A- 
License)  for  San  Francisco/Peninsula/East  Bay  to  West  San  Joaquin  and  West  Stanislaus 
Counties,  was  advertised  on  July  30,  2014;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  general  engineering  construction 
work  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  enterprises,  operations,  and 
bureaus;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders  which  will  identify  the  scope  of  work,  cost,  and  duration  of 
various  discrete  construction  activities.  Since  approval  of  the  proposed  contract  would  not  fall 
within  the  definition  of  a  "project"  under  the  California  Environmental  Quality  Act  (CEQA) 
Guidelines  Section  15378  if  the  services  provided  under  this  contract  do  not  involve  any  direct  or 
indirect  physical  change  in  the  environment.  And  approval  of  individual  task  orders  under  this 
contract  for  activities  that  may  involve  ground-disturbing  activities  would  require  compliance 
with  CEQA  prior  to  construction. 

WHEREAS,  The  work  under  this  job  order  contract  has  been  competitively  bid  per  unit 
price  and  this  contractor  is  the  lowest  responsible,  responsive  bidder  for  the  work  under  these 
subsequent  task  orders;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  August  28,  2014;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Trinet  Construction,  Inc.  as  the  lowest,  qualified, 
responsible,  and  responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Trinet  Construction,  Inc.  was  1.2800;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  18%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract,  and  the  contractor 
committed  to  utilize  19%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when 
Task  Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-48R,  Job  Order  Contract,  General 
Engineering  (A-License)  for  San  Francisco/Peninsula/East  Bay  to  West  San  Joaquin  and  West 
Stanislaus  Counties,  for  a  not-to-exceed  amount  of  $5,000,000  with  a  minimum  guaranteed 
amount  of  $50,000  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  Trinet 
Construction,  Inc. 

i"  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0179 


WHEREAS,  2010  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded 
Contract  No.  WD-2745,  Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  D,  was 
advertised  on  August  25,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $4,500,000  and  the  Engineer's  Estimate  is 
$4,570,500  for  this  construction  contract  work  to  construct  five  (5)  new  AWSS  buried  concrete 
cisterns  at:  Amber  Drive  and  Duncan  Street;  Diamond  Heights  Blvd.  and  Duncan  Street; 
Dorchester  Way  and  Ulloa  Street;  Folsom  Street  and  Ripley  Street;  and  Lansdale  Avenue  and 
Casitas  Avenue;  and 

WHEREAS,  The  contract  duration  is  455  consecutive  calendar  days;  and 

WHEREAS,  On  July  9,  2014,  the  San  Francisco  Planning  Department  determined  that 
Project  No.  CUWAWSAW07,  AWSS  2014  Cisterns  Construction,  is  exempt  as  a  Class  3 
Categorical  Exemption  under  the  California  Environmental  Quality  Act  (CEQA)  and  assigned  it 
case  number  2014.1062E;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  September  25,  2014; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Azul  Works,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  15%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract,  and  the  contractor  committed  to  an  LBE 
participation  of  23.21%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW07,  New  Cisterns;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  2010  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  Contract  No. 
WD-2745,  Auxiliary  Water  Supply  System  -  New  Cisterns  D,  in  the  amount  of  $4,247,350,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Azul  Works,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 

(thymus  \AL<u_  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0180 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-500,  SOMA/Mission  Districts  Sewer 
Replacement  and  Pavement  Renovation,  by  the  contractor,  Precision  Engineering;  and 

WHEREAS,  On  February  14,  2012,  by  Resolution  No.  12-0020,  this  Commission 
awarded  Contract  No.  WW-500,  SOMA/Mission  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $2,891,905,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Precision  Engineering;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  April  30, 
2012,  with  an  original  schedule  of  265  consecutive  calendar  days  and  the  contract  work  was 
completed  in  596  consecutive  calendar  days  on  December  16,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,891,905  and  the  original  contract 
duration  was  265  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  for  $419,906  consisting  of 
Change  Order  No.  1  for  $518,935  to  account  for  additional  costs  due  to  unforeseen  site 
conditions  and  to  work  around  a  conflict  (at  the  intersection  of  Bryant  and  Zoe  Streets)  with  an 
existing  PG&E  230  kV  duct  bank  and  Change  Order  No.  2  for  ($99,029)  to  account  for  actual 
costs  of  labor  and  materials  required  to  complete  the  contract  work  under  bid  item  allowances, 
for  a  total  contract  amount  of  $3,311,810,  and  with  a  time  extension  of  331  consecutive  calendar 
days  for  a  total  contract  duration  of  596  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  substantially  comply  with  the 
Contract  Monitoring  Division's  (CMD)  Local  Business  Enterprise  (LBE)  subcontracting  goal  of 
18%  despite  achieving  a  final  LBE  participation  of  15.37%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No  CWWRNRCS07,  SOMA/ 
Mission  Districts  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSRA638,  SOMA/Mission 
Districts  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE  R&R 
Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-500, 
SOMA/Mission  Districts  Sewer  Replacement  and  Pavement  Renovation,  approves  Modification 
No.  1  (Final),  increasing  the  contract  by  $419,906,  for  a  total  contract  amount  of  $3,311,810,  and 
with  a  time  extension  of  331  consecutive  calendar  days  for  a  total  contract  duration  of  596 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


14-0181 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-505,  Noe/Glen  Park  Districts  Sewer 
Replacement  and  Pavement  Renovation,  by  the  contractor,  Synergy  Project  Management;  and 

WHEREAS,  On  July  10,  2012,  by  Resolution  No.  12-0123,  this  Commission  awarded 
Contract  No.  WW-505,  Noe/Glen  Park  Districts  Sewer  Replacement  and  Pavement  Renovation, 
in  the  amount  of  $2,858,300,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Synergy 
Project  Management;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  9, 
2012,  with  an  original  schedule  of  254  consecutive  calendar  days  and  the  contract  work  was 
completed  in  324  consecutive  calendar  days  on  August  28,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,858,300  and  the  original  contract 
duration  was  254  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  on  July  1,  2014  for  ($261,056)  to  account  for 
actual  costs  of  labor  and  materials  required  to  complete  the  contract  work  under  bid  item 
allowances,  and  decreased  the  contract  amount  to  $2,597,244;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  a  time  extension  of  70 
consecutive  calendar  days  to  complete  all  contract  work,  and  increases  the  contract  duration  to 
324  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division's  Local  Business  Enterprise  (LBE)  subcontracting  goal  of  20%  despite 
achieving  a  final  LBE  participation  of  10.67%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS14,  Noe/Glen  Park 
Districts  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR74,  Noe/Glen  Park  Districts 
Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE  R&R 
Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-505,  Noe/ 
Glen  Park  Districts  Sewer  Replacement  and  Pavement  Renovation  for  a  total  contract  amount  of 
$2,597,244,  approves  Modification  No.  2  (Final),  for  a  time  extension  of  70  consecutive  calendar 
days  and  a  total  contract  duration  of  324  consecutive  calendar  days;  and  authorizes  final  payment 
to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0182 


WHEREAS,  On  January  14.  2014,  per  Resolution  No.  14-0007,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  Program- 
funded  Contract  No.  WW-568,  18th/25th/35th/47th  Avenues  and  Delancey/Felton/Fern/ 
Hawes/Madrid/Steiner  Streets  Sewer  Replacement,  to  J.  Flores  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  March  3,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,354,290  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  and  6.22(H)  (2)  of  the  Administrative  Code  requires 
that  any  cumulative  increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  and 
any  cumulative  extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  A  potential  change  order  is  estimated  to  be  up  to  $526,835;  and 

WHEREAS,  This  potential  change  order,  if  converted  to  a  change  order,  would  exceed 
the  pre-approved  10%  construction  cost  contingency  of  $235,429;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $400,000  is 
requested,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  On  September  9,  2013  the  Planning  Department  concurred  with  a  CEQA 
statutory  exemption  for  the  project  and  the  unforeseen  circumstances  that  are  the  cause  for  this 
action  do  not  require  additional  environmental  review;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  14%  on  this  project  and  the  contractor  committed  to 
utilize  15.1%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS88,  18th/25th/35th/47th 
Avenues  and  Delancey/Felton/Fern/Hawes/Madrid/Steiner  Streets  Sewer  Replacement;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $400,000,  and  approves  an  increase  in  contract  duration  for  up 
to  27  days  for  the  WWE  Renewal  and  Replacement  Program-funded  Contract  No.  WW-568, 
18th/25th/35th/47th  Avenues  and  Delancey/Felton/Fern/Hawes/  Madrid/Steiner  Streets  Sewer 
Replacement,  with  J.  Flores  Construction;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract  amount  not  to  exceed 
a  maximum  amount  of  $2,989,719. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 

Secretary,  Public  Utilities  Commission 


] 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0183 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Treatment  Facilities  Program  -  funded  Contract  No.  WW-589,  Oceanside  Plant  (OSP)  Total 
Solid  Control  and  Waste  Activated  Sludge  System  Upgrade  was  advertised  on  August  26,  2014; 
and 

WHEREAS,  The  Engineer's  Estimate  is  $900,000  for  this  construction  contract  work  to 
replace  and  upgrade  the  existing  deficient  and  deteriorated  waste  activated  sludge  (WAS)  pump- 
motor  sets  and  associated  plumbing,  electrical  and  instrumentation  and  control  equipment  OSP; 
and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREA,  Project  No.  C WWRNRTF7 8 ,  Oceanside  Plant  (OSP)  Total  Solid  Control  and 
Waste  Activated  Sludge  System  Upgrade,  is  not  a  "project"  under  the  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  September  18,  2014; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Anvil  Builders  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  14%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract,  and  the  contractor  committed  to  utilize 
14.22%  LBE  participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  WWE,  R&R  Treatment  Facilities  Program; 
CWWRNRTF78;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Treatment  Facilities  Program  -  Funded  Contract  No.  WW-589,  Oceanside 
Plant  (OSP)  Total  Solid  Control  and  Waste  Activated  Sludge  System  Upgrade,  in  the  amount  of 
$1,580,500,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Anvil  Builders. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0184 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have  developed  a 
project  description  under  Water  System  Improvement  Program  (WSIP)  for  improvements  to  the 
regional  water  supply  system,  otherwise  known  as  Project  No.  CUW30103,  Regional 
Groundwater  Storage  and  Recovery;  and 

WHEREAS,  the  primary  objective  of  the  Project  is  to  provide  additional  dry- year 
regional  water  supply.  Specific  objectives  of  the  Project  are  to: 

•  Conjunctively  manage  the  South  Westside  Groundwater  Basin  through  the 
coordinated  use  of  SFPUC  surface  water  and  groundwater  pumped  by  Daly  City, 
San  Bruno,  and  California  Water  Service  Company  (Participating  Pumpers); 

•  Provide  supplemental  SFPUC  surface  water  to  the  Participating  Pumpers  in 
normal  and  wet  years,  resulting  in  a  corresponding  reduction  of  groundwater 
pumping,  which  allows  for  in-lieu  recharge  of  the  South  Westside  Groundwater 
Basin; 

•  Increase  dry-year  and  emergency  pumping  capacity  of  the  South  Westside 
Groundwater  Basin  by  up  to  an  average  annual  volume  of  7.2  million  gallons  per 
day; 

•  Provide  a  new  dry-year  groundwater  supply  for  SFPUC  customers  and  increase 
water  supply  reliability  during  the  8.5-year  design  drought  cycle;  and 

WHEREAS,  A  Final  Environmental  Impact  Report  for  the  Regional  Groundwater 
Storage  and  Recovery  Project,  a  Statement  of  Overriding  Considerations  and  a  Mitigation 
Monitoring  and  Reporting  Program  were  adopted  by  this  Commission  on  August  12,  2014  by 
Resolution  No.  14-0127;  and 

WHEREAS,  On  behalf  of  numerous  local  public  agencies  including  the  SFPUC,  the 
Association  of  Bay  Area  Governments  (ABAG)  applied  for  a  Proposition  84  Integrated  Regional 
Water  Management  Program  Grant  from  the  State  of  California,  Department  of  Water  Resources 
(DWR)  to  help  fund  the  implementation  and  operation  of  19  local,  subregional,  and  regional 
water  conservation,  water  recycling,  ecosystem  restoration,  green  infrastructure,  and  flood 
management-watershed  projects  to  be  carried  out  by  the  participating  agencies;  and 

WHEREAS,  DWR  awarded  ABAG  a  grant  of  $20,000,000  in  State  funds,  requiring  an 
estimated  $14,428,997  in  agency  matching  funds.  Each  of  the  participating  agencies  is 
responsible  for  the  cost-share  match  of  at  least  25%  required  under  the  DWR  agreement  with 
ABAG;  and 

WHEREAS,  DWR  and  ABAG  have  entered  into  Grant  Agreement  No.  4600010575, 
whereby  State  grant  funds  will  be  disbursed  by  DWR  to  ABAG,  the  fiscal  agent  for  the  grant 
funds,  on  a  reimbursement  basis;  and 


WHEREAS,  The  State  permits  ABAG  to  disburse  State  grant  funds  to  participating 
agencies;  and 

WHEREAS,  ABAG  wishes  to  pass  State  grant  funds  through  to  the  SFPUC  to  use  for  the 
implementation  of  the  Regional  Groundwater  Storage  and  Recovery  Project  Phase  1A  -  South 
Westside  Basin,  Northern  San  Mateo  County  to  carry  out  the  purposes  of  the  State  grant;  and 

WHEREAS,  The  SFPUC  desires  to  receive  State  Grant  funds,  and  is  willing  to  cooperate 
in  fulfilling  ABAG's  obligations  under  the  State  grant  requirements;  and 

WHEREAS,  The  SFPUC  and  ABAG  desire  to  enter  into  a  grant  implementation 
agreement  in  which  ABAG  agrees  to  disburse  the  grant  funds  to  the  SFPUC  for  implementation 
of  the  Regional  Groundwater  Storage  and  Recovery  Project  Phase  1A  -  South  Westside  Basin, 
Northern  San  Mateo  County  in  accordance  with  the  provisions  of  the  implementation  agreement; 
and 

WHEREAS,  The  SFPUC's  total  estimated  project  cost  is  3,422,261,  of  which  $1,400,000 
will  be  provided  through  State  grant  funds,  with  the  SFPUC's  estimated  cost-share  being 
$2,022,261;  and 

WHEREAS,  The  State  grant  funds  for  the  implementation  of  the  Regional  Groundwater 
Storage  and  Recovery  Project  Phase  1A  -  South  Westside  Basin,  Northern  San  Mateo  County 
are  not  to  exceed  $1,400,000;  and 

WHEREAS,  The  SFPUC  cost  share  funds  for  implementation  of  the  Regional 
Groundwater  Storage  and  Recovery  Project  Phase  1A  -  South  Westside  Basin,  Northern  San 
Mateo  County  are  available  in  WSIP  Project  CUW30103;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  an  Agreement  with  the  Association  of  Bay 
Area  Governments  for  the  purpose  of  disbursing  State  grant  funds  to  the  San  Francisco  Public 
Utilities  Commission  for  implementation  of  the  Regional  Groundwater  Storage  and  Recovery 
Project  Phase  1A  -  South  Westside  Basin,  Northern  San  Mateo  County  for  an  amount  not  to 
exceed  $1,400,000,  with  estimated  matching  funds  of  $2,022,261  available  in  WSIP  Project 
CUW30103. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0185 


WHEREAS,  On  behalf  of  numerous  local  public  agencies  including  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  the  Association  of  Bay  Area  Governments  (ABAG) 
applied  for  a  Proposition  84  Integrated  Regional  Water  Management  Program  Grant  from  the 
State  of  California,  Department  of  Water  Resources  (DWR)  to  help  fund  the  implementation  and 
operation  of  19  local,  subregional,  and  regional  water  conservation,  water  recycling,  ecosystem 
restoration,  green  infrastructure,  and  flood  management- watershed  projects  to  be  carried  out  by 
the  participating  agencies;  and 

WHEREAS,  DWR  awarded  ABAG  a  grant  of  $20,000,000  in  State  funds;  and 

WHEREAS,  DWR  and  ABAG  have  entered  into  Grant  Agreement  No.  4600010575, 
whereby  State  grant  funds  will  be  disbursed  by  DWR  to  ABAG,  the  fiscal  agent  for  the  grant 
funds,  on  a  reimbursement  basis;  and 

WHEREAS,  The  State  permits  ABAG  to  disburse  State  grant  funds  to  participating 
agencies;  and 

WHEREAS,  Solano  County  Water  Agency  (SCWA)  and  ABAG  have  entered  into  an 
Implementation  Agreement  by  which  ABAG  agrees  to  disburse  funding  from  the  State  grant  to 
SCWA  for  SCWA  to  use  in  administration  and  performance  of  eligible  Water  Conservation 
Projects  under  the  State  grant. 

WHEREAS,  The  SFPUC  desires  to  receive  State  grant  funds,  and  is  willing  to  cooperate 
in  fulfilling  ABAG  and  SCWA  obligations  under  the  State  grant  requirements;  and 

WHEREAS,  The  SFPUC  and  SCWA  desire  to  enter  into  a  Memorandum  of 
Understanding  in  which  SCWA  agrees  to  disburse  the  grant  funds  to  the  SFPUC  to  assist  with 
implementation  of  the  SFPUC 's  Large  Landscape  Water  Conservation  Program  in  accordance 
with  the  provisions  of  the  implementation  agreement;  and 

WHEREAS,  The  subject  MOU  would  not  fall  within  the  definition  of  a  "project"  under 
California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  the  MOU 
creates  a  funding  mechanism  without  commitment  to  any  specific  project  which  may  result  in  a 
potentially  significant  physical  impact  on  the  environment.  Large  landscape  water  conservation 
improvements  to  be  funded  under  the  Proposition  84  Grant  Program  would  be  subject  to  CEQA 
compliance  and  the  types  of  projects  that  would  be  funded  under  this  Program  are  anticipated  to 
qualify  for  categorical  exemption  determinations;  and 

WHEREAS,  The  SFPUC s  total  annual  budget  for  its  Large  Landscape  Water 
Conservation  Program  is  $1.5  million,  of  which  $234,300  will  be  provided  through  State  grant 
funds  to  help  offset  costs,  with  the  SFPUC's  estimated  cost-share  match  being  $724,383;  and 

WHEREAS,  The  State  grant  funds  for  assistance  with  the  implementation  of  the  Large 
Landscape  Water  Conservation  Program  are  not  to  exceed  $234,300;  and 


WHEREAS,  The  SFPUC  cost  share  funds  for  implementation  of  the  Large  Landscape 
Water  Conservation  Program  are  available  in  Water  Conservation  capital  budget  50265 1 ;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  MOU  with  the  Solano  County  Water  Agency 
for  the  purpose  of  disbursing  State  grant  funds  to  the  San  Francisco  Public  Utilities  Commission 
for  assistance  with  its  Large  Landscape  Water  Conservation  Program  for  an  amount  not  to 
exceed  $234,300,  with  estimated  matching  funds  of  $724,383  available  in  Water  Conservation 
capital  index  code  50265 1 . 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2014. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  December  9,  2014 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Vince  Courtney 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus.comA/iewPubiisher.php7view  id=22 


For  questions  about  the  meeting,  please  contact  (415)  554-3165.  The  ringing  of  and  use  of  cell  phones,  pages,  and  similar  sound- 
producing  electronic  devices  are  prohibited  .  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of 
any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Know  your  rights  under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of 
the  public.  Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the  people's  review.  For 
information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance 
Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  Phone:  (415)  554-7724;  Fax:  (415) 
554-7854;  E-mail:  sotf@sfqov.org.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force, 
the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

Disability  Access:  The  SFPUC  meeting  will  be  held  in  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA.  The  closest 
accessible  BART  Station  is  at  Civic  Center.  Accessible  MUNI  lines  serving  this  location  are:  Metro  lines  J  Church,  K  Ingleside,  L 
Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van 
Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L 
Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415)  701-4485.  The  meeting  room  is  wheelchair 
accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of 
City  Hall  for  mobility-impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Parking  Garage  at  the  corner  of 
McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a  disability- 
related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in  alternative  format,  please  contact 
Donna  Hood  at  (415)  554-0761,  or  by  emailing  dhood@sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure 
availability.  To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical 
sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various 
chemical  based  products. 

LANGUAGE  ACCESS 

Per  the  Language  Access  Ordinance  (Chapter  91  of  the  San  Francisco  Administrative  Code),  Chinese,  Spanish  and  or  Filipino 
(Tagalog)  interpreters  will  be  available  upon  requests.  Meeting  Minutes  may  be  translated,  if  requested,  after  they  have  been 
adopted  by  the  Commission.  Assistance  in  additional  languages  may  be  honored  whenever  possible.  To  request  assistance  with 
these  services  please  contact  the  Commission  Clerk  Donna  Hood  at  (415)  554-0761,  or  dhood(5)sfwater.orq  at  least  48  hours  in 
advance  of  the  hearing.  Late  requests  will  be  honored  if  possible. 
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ACCESO  A IDIOMAS 

De  acuerdo  con  la  Ordenanza  de  Acceso  a  Idiomas  "Language  Access  Ordinance"  (Capitulo  91  del  Codigo  Administrative  de  San 
Francisco  "Chapter  91  of  the  San  Francisco  Administrative  Code")  interpretes  de  chino,  espafiol  y/o  filipino  (tagalo)  estaran 
disponibles  de  ser  requeridos.  Las  minutas  podran  ser  traducidas,  de  ser  requeridas,  luego  de  ser  aprobadas  por  la  Comision.  La 
asistencia  en  idiomas  adicionales  se  tomara  en  cuenta  siempre  que  sea  posible.  Para  solicitar  asistencia  con  estos  servicios  favor 
comunicarse  con  el  Secretario  de  la  Comision  Donna  Hood  al  (415)  554-0761,  o  dhood@sfwater.org  por  lo  menos  48  horas  antes 
de  la  reunion.  Las  solicitudes  tardias  seran  consideradas  de  ser  posible. 

PAG-ACCESS  SA  WIKA 

Ayon  sa  Language  Access  Ordinance  (Chapter  91  ng  San  Francisco  Administrative  Code),  maaaring  mag-request  ng  mga 
tagapagsalin  sa  wikang  Tsino,  Espanyol,  at/o  Filipino  (Tagalog).  Kapag  hiniling,  ang  mga  kaganapan  ng  miting  ay  maaring  isalin  sa 
ibang  wika  matapos  ito  ay  aprobahan  ng  komisyon.  Maari  din  magkaroon  ng  tulong  sa  ibang  wika.  Sa  mga  ganitong  uri  ng 
kahilingan,  mangyaring  tumawag  sa  Clerk  ng  Commission  Donna  Hood  sa  (415)  554-0761,  o  dhood@sfwater.org  sa  hindi  bababa 
sa  48  oras  bago  mag  miting.  Kung  maari,  ang  mga  late  na  hiling  ay  posibleng  pagbibigyan. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to  influence  local 
legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental 
Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance,  please  contact 
the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax 
(415)  252-3112;  web  site  at  www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's  action  on  a  project 
constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code  Chapter  31,  as  amended,  Board  of 
Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination  prepared  in  support  of  that  Approval  Action  is  thereafter 
subject  to  appeal  within  the  time  frame  specified  in  S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed 
within  30  calendar  days  of  the  Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to 
CEQA.  For  information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr. 
Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department's 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an  exemption  determination 
has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf-planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court 
challenge,  a  litigant  may  be  limited  to  raising  only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written 
correspondence  delivered  to  the  Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public 
Utilities  Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  November  12,  2014 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Water  Supply  Development  Report 

d)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Reports 

e)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

f)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

g)  Correction  to  Resolution  14-0177,  Contract  No.  HH-953,  WSIP  Contract  -  Telsa 
Portal  Protection 

6.  Other  Commission  Business 

a.  Recognition  of  Todd  Rydstrom,  AGM  Business  Services  and  CFO  for  his  service 
to  the  SFPUC 


7.  Report  of  the  General  Manager 

a)  Drought  Update  (Levin) 

b)  Storm  Update  (Moala) 

c)  Update  on  LAFCo  Report  (Hale) 

8.  Annual  Financial  Audit  Reports  (Lee) 
a.  KPMG  Presentation 


b.  2013  -  2014  Audited  Financial  Report:  Water  Enterprise 

c.  2013  -  2014  Audited  Financial  Report:  Wastewater  Enterprise 

d.  2013  -  2014  Audited  Financial  Report:  Hetch  Hetchy  Water  and  Power 

9.  Sewer  System  Improvement  Program  Update  (Kubick) 

10.  Citizens'  Advisory  Committee  Update  (Aragon) 

1 1 .  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13th  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


1 2.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

so         a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-108,  Springsnail  Research 
Project,  with  Dr.  Robert  Hershler  of  the  Smithsonian  Institution,  to  incorporate 
data  from  additional  springsnail  collecting  in  California;  Authorize  the  General 
Manager  to  execute  this  amendment,  extending  the  agreement  duration  by 
nine  months,  for  a  total  agreement  duration  of  two  years  and  nine  months. 

(Cruz) 

b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-271,  Ocean  Beach  Master 
Plan  Phase  2  Coastal  Management  Agreement,  Planning,  Design,  Engineering 
and'Outreach  Services  with  San  Francisco  Planning  and  Urban  Research,  to 

^  continue  providing  planning,  design,  engineering  and  outreach  services;  Authorize 

<=>  the  General  Manager  to  execute  this  amendment,  increasing  the  agreement  by 

*2j  $117,705,  for  a  total  not-to-exceed  agreement  amount  of  $867,705,  and  with  a 

time  extension  of  four  months,  for  a  total  not-to-exceed  agreement  duration  of 
two  years  and  10  months.  (Cruz) 

c)  Approve  the  selection  of  URS  Corporation  and  award  Agreement  No.  CS-396, 
^  Engineering  Services  Pilarcitos  Dam  and  Reservoir  Improvements  Project  to 

^  provide  specialized  dam  engineering  and  geotechnical  services  during  all  project 

phases  for  proposed  seismic  upgrades  at  Pilarcitos  Dam  and  Reservoir; 
Authorize  the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  URS  Corporation  for  an  amount  not  to  exceed  $3,000,000,  and 
with  a  duration  of  seven  years.  (How) 

d)  Approve  the  plans  and  specifications  and  award  Contract  No.  WD-2506,  8-Inch 
0  Ductile  Iron  Pipe  Main  Installation  on  Clement  Street  from  Arguello  Boulevard  to 
-sp  14th  Avenue;  and  Arguello  Boulevard  from  Lake  Street  to  Geary  Boulevard,  in  the 
^  amount  of  $3,057,191,  to  the  lowest,  qualified,  responsible  and  responsive 

bidder,  M  Squared  Construction.  (Cruz) 

e)  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
55  Contract  No.  WW-490,  Oceanside  Water  Pollution  Control  Plant  (OSP) 

"H  Digesters'  Class  A  Conversion  and  Facility  Improvements,  with  Shimmick 

Construction  Company  Inc.,  in  the  amount  of  $837,066  and  an  increase  in  the 


contract  duration  of  230  days  (approximately  eight  months);  Authorize  the 

General  Manager,  or  his  designee,  to  approve  future  modifications  to  the  contract 
to  increase  the  contract  amount  up  to  a  maximum  of  $17,747,366  and  a  total 
contract  duration  of  1020  consecutive  calendar  days  (approximately  two  years 
and  10  months),  if  appropriate.  (Cruz) 

.-■5  f)  Accept  work  performed  by  Cal  State  Constructors,  Inc.  for  Contract  No.  WW-542, 
^  Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades,  for  a  total 

sj*  contract  amount  of  $4,962,993,  and  with  a  total  contract  duration  of  735 

T~*  consecutive  calendar  days  (approximately  two  years);  and  authorize  final 

payment  to  the  Contractor.  (Cruz) 


H 


g)  Accept  work  performed  by  D'Arcy  &  Harty  Construction  for  Contract  No.  WW- 
M  554,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation; 

^  Approve  Modification  No.  2  (Final),  decreasing  the  contract  by  $233,366  to 

o  account  for  actual  costs  of  labor  and  materials  required  to  complete  the  contract 

sewer  and  street  paving  work  under  bid  item  allowances,  for  a  total  contract 
amount  of  $2,730,61 1 ,  and  with  a  time  extension  of  50  consecutive  calendar 
days,  for  a  total  contract  duration  of  387  consecutive  calendar  days  (one  year 
and  one  month);  and  authorize  final  payment  to  the  contractor.  (Cruz) 

h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-601,  As- 
Needed  Spot  Sewer  Replacement,  for  a  total  not-to-exceed  amount  of  3* 
$6,883,165,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 
Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an  as-needed 
basis,  at  locations  to  be  determined  throughout  San  Francisco.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative 
Code,  Chapter  31.  (Cruz) 

i)  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  of  San 
^  Francisco  a  First  Amendment  to  the  October  1 ,  2012  Memorandum  of 
ct>  Understanding  with  the  City  of  Daly  City,  extending  the  term  by  24  months 
£j  (two  years),  for  a  total  duration  of  60  months  (five  years).  The  term  extension  will 
^  allow  the  SFPUC  to  continue  to  partially  fund  consultants  hired  by  Daly  City  to 
*H  complete  pre-project  planning,  design  and  environmental  review  work  for  the 

Vista  Grande  Drainage  Basin  Improvement  Project.  (Levin) 

REGULAR  SESSION 
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13.  Authorize  the  General  Manager  to  negotiate  and  execute  an  agreement  for  an 
amount  not-to-exceed  $18,500,000  with  one  of  five  pre-qualified  contractors,  for 
Agreement  No.  DB-121R,  Moccasin  Powerhouse  Generators  Rewind  Project,  a 
Design-Build  Agreement  for  rehabilitation  of  the  rotor  and  stator  in  Generators  No.  1 
and  No.  2  at  the  Moccasin  Powerhouse,  as  permitted  under  San  Francisco 
Administrative  Code  Section  6.23(C)(1 ).  (Cruz) 


CT5 


14.  Authorize  the  General  Manager  to  establish  a  revenue  bond  debt  program  for  the 
Power  Enterprise  and  issue  the  Power  Enterprise's  inaugural  revenue  bonds 
to  fund  a  not-to-exceed  principal  amount  of  $48,000,000,  inclusive  of  financing 
costs,  for  projects  included  in  the  Capital  Improvement  Plan,  subject  to  approval 
from  the  Board  of  Supervisors;  Authorize  the  General  Manager  to  sell  in  one  or 

o  i        more  series  of  bonds,  on  either  a  competitive  or  negotiated  basis;  Delegate  the 

General  Manager  authorization  to  award  each  series  of  bonds  to  the  highest  bidder 
(lowest  cost)  bank  or  underwriter(s);  Authorize  the  General  Manager  to  submit 
ordinances  to  the  Board  of  Supervisors  (1 )  authorizing  the  establishment  of  a  new 
Power  Bond  program;  and  (2)  authorizing  issuance  of  not-to-exceed  $48,000,000 
aggregate  principal  amount  of  new  money  Power  Revenue  Bonds.  This  is  an 
Approval  Action  pursuant  to  Administrative  Code  Chapter  31 .  (Perl) 

15.  Approve  revised  Real  Estate  Guidelines  (2014  Guidelines)  to  set  forth  San  n 
Francisco  Public  Utilities  Commission  policies  and  real  estate  practices,  and  5f 
delegate  authority  to  the  General  Manager  and  staff  to  enter  into  certain  leases,  > 
licenses  and  real  estate  related  memorandum  of  understanding.  (Russell) 

16.  Approve  the  Interim  San  Francisco  Public  Utilities  Commission  Water  Pipeline 
Right-of-Way  Use  Policy  for  San  Mateo,  Santa  Clara  and  Alameda  Counties,  as  an 
amendment  to  the  Real  Estate  Guidelines;  Approve  the  amendment  to  Real  Estate 
Guidelines  to  include  the  Interim  Right-of-Way  Use  Policy;  and  approve  the  Right- 
of-Way  Integrated  Vegetation  Management  Policy  amendment.  (Russell) 

17.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
month-to-month  revocable  license  to  Modesto  Irrigation  District  to  use 

co     approximately  1 35  linear  feet  of  SFPUC  Parcel  656  at  McHenry  Avenue  in  Modesto, 
^     California  for  the  installation  (via  subsurface  boring),  operation,  maintenance  and 
o     repair  of  a  new  six-inch  underground  conduit  beneath  SFPUC's  water  transmission 
pipelines  together  with  a  12,000  volt  electrical  distribution  circuit  within  the  conduit, 
for  no  use  fee.  The  proposed  action  is  the  Approval  Action  as  defined  in  the  San 
Francisco  Administrative  Code,  Chapter  31 .  (Russell) 

CT5    1 8.  Authorize  the  General  Manager  to  negotiate  and  execute  an  extension  of  the 
^        Amended  and  Restated  Lease  between  the  SFPUC  and  the  Pacific  Rod  and 
o        Gun  Club  for  up  to  90  additional  days,  for  property  located  at  Lake  Merced,  520 
John  Muir  Drive,  San  Francisco.  (Russell) 

19.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 

20.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

21 .  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8(a)  (2)  (Ambrose) 

Properties: 

2000  Marin  Street  and  639  Bryant  Street,  San  Francisco 
Persons  Negotiating: 

SFPUC:  Michael  Carlin,  Rosanna  Russell,  and  John  Updike 
Tishman  Speyer:  Carl  Shannon  and  David  BaLducci 

Under  Negotiation: 

Price  Terms  of  Payment  Both  XX 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Ambrose) 

Existing  Unlitigated  Claim 

City  and  County  of  San  Francisco  v.  Precision  Engineering,  Inc.,  and  its  Carriers 
Date  of  Incident:  February  27,  201 3 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Ambrose) 

Existing  Unlitigated  Claim 
Lai  Yuet  EngMI 

City  Attorney  Unlitigated  Claim  No.:  15-00916 
Date  of  Incident:  October  3,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Ambrose) 

Existing  Unlitigated  Claim 
Anson  Ha 

City  Attorney  Unlitigated  Claim  No.:  15-00964 
Date  of  Incident:  October  3,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.:  0000657/Date  Filed:  March  6,  2013:  Served  June  6,  2013 


26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657/Date  Filed:  June  6,  2013 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10  (a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

29.  Announcement  following  Closed  Session. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

31.  Other  new  business. 
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http://sanfrancisco.aranicus.com/ViewPublisher.Dho7view  id=22 


Donna  Hood 

Secretary 


1.  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:37  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Courtney  and  Moran 

3.  Approval  of  the  Minutes  of  November  12,  2014 
On  Motion: 

Ayes:  Caen,  Vietor,  Courtney,  and  Moran 

4.  Public  Comments 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Water  Supply  Development  Report 

d)  Hetch  Hetchv  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Reports 

e)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

f)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

g)  Correction  to  Resolution  14-0177,  Contract  No.  HH-953.  WSIP  Contract  -  Telsa 
Portal  Protection 

President  Caen  asked  the  Commission  to  review  the  Advance  Calendar  (5a) 
prior  to  the  next  meeting  to  see  if  any  item  should  move  forward.  She  also  asked 
when  the  large  development  projects  (5e)  were  slated  to  start.  Ms.  Ellen  Levin, 
Deputy  Manager,  Water  Enterprise,  stated  there  was  no  status  on  when 
construction  would  start,  but  they  would  keep  the  Commission  informed.  Ms. 
Levin  responded  to  a  question  from  Vice  President  Vietor  on  conservation  efforts 
related  to  those  projects. 

Public  Comments 
None. 

6.  Other  Commission  Business 

a.  Recognition  of  Todd  Rvdstrom,  AGM  Business  Services  and  CFO,  for  his  service 
to  the  SFPUC 

President  Caen  asked  the  Commission  Secretary  to  read  the  resolution  which 
the  Commission  presented  to  Mr.  Rydstrom.  Mr.  Rydstrom  thanked  the 
Commission  for  the  recognition  and  his  staff  for  their  work.  General  Manager 
(GM)  Kelly  then  presented  Mr.  Rydstrom  with  a  plaque  in  recognition  of  his 
service  and  wished  him  well  in  his  new  position  as  Deputy  Controller. 
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Vice  President  Vietor  expressed  gratitude  for  Mr.  Rydstrom's  service  and  for  his 
work  on  finances  related  to  environmental  issues. 

President  Caen  and  Commissioner  Moran  thanked  Mr.  Rydstrom  for  his  service 
and  wished  him  well. 

Public  Comments 

•   Ms.  Nicole  Sandkulla,  BAWSCA,  expressed  her  thanks  to  Mr.  Rydstrom.  She 
spoke  to  item  number  5d,  stating  there  was  an  inaccurate  report  title  for 
CUH1002.  She  questioned  the  classification  of  the  Mountain  Tunnel,  Moccasin 
Penstock,  and  the  Lower  Cherry  Aqueduct  Projects. 

7.  Report  of  the  General  Manager 

a)  Drought  Update 

Ms.  Levin  provided  a  drought  update,  noting  seven  of  the  top  10  water  savers  in 
the  Bay  Area  are  SFPUC  customers.  She  stated  total  system  storage  it  is  at  56. 1 
percent.  She  discussed  cumulative  precipitation;  Upcountry  6-Station 
Precipitation  Index;  Bay  Area  7-Station  Precipitation  Index;  Total  Deliveries;  and 
Total  System  Water  Savings.  She  reviewed  the  current  outlook,  noting  December 
precipitation  has  helped,  but  that  there  is  still  a  drought.  She  briefly  discussed 
two  leak  detection  programs  and  responded  to  questions  from  President  Caen  on 
the  customer  notification  process.  Vice  President  Vietor  stated  she  would  like 
conversations  to  start  soon  regarding  the  drought  and  water  availability. 
Commissioner  Moran  offered  thoughts  on  the  leak  notification  process. 

b)  Storm  Update 

GM  Kelly  introduced  Mr.  Tommy  Moala,  Assistant  General  Manager  (AGM), 
Wastewater,  who  provided  a  brief  update  on  recent  rain  levels  and  storm  activity, 
as  well  as  the  resulting  impacts  on  infrastructure  and  neighborhoods.  He 
discussed  efforts  to  repair  damage  and  restore  disrupted  services.  Mr.  Moala 
responded  to  a  question  regarding  responsibility  for  catch  basin  cleaning.  In 
addition  to  City  efforts,  he  encouraged  the  public  to  clear  clogged  catch  basins  to 
help  drainage  and  avoid  flooding. 

c)  Update  on  LAFCo  Report 

GM  Kelly  introduced  Ms.  Barbara  Hale,  AGM  Power  Enterprise,  who  discussed 
SFPUC's  comments  in  response  to  the  LAFCo  Consultant's  (Enernex)  draft 
report  on  Clean  Power.  She  stated  that  the  information  provided  on  job  location 
and  associated  projects  is  unclear,  the  information  on  local  jobs  and  economic 
benefit  versus  regional/statewide  jobs  and  benefit  is  confusing,  and  the  local  job 
figures  were  perhaps  overstated,  with  construction  jobs  including  induced  and 
indirect  jobs. 

She  stated  the  draft  report  indicated  that  there  was  no  need  for  a  Shell-type 
contract  and  that  SFPUC  staff  could  provide  services;  that  the  program  could  be 
larger  than  the  20  to  30  megawatt  program;  and  it  recommended  a  program 
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similar  to  the  Marin  and  Sonoma  programs,  which  offer  customers  a  choice  of 
either  a  100  percent  renewable  or  a  less-than  100  percent  renewable  electricity 
supply.  She  stated  that  a  joint  meeting  with  LAFCo  was  in  planning. 

Commissioners  Moran  and  Vietor  asked  that  the  draft  report,  questions  posed, 
and  responses  be  provided  to  the  Commission  prior  to  the  joint  meeting. 

Public  Comments 

•  Ms.  Avni  Jamdar,  Emerald  Cities  Bay  Area,  discussed  the  benefits  of  a  Clean 
Power  program  and  encouraged  Commission  support. 

•  Ms.  Tara  Marchant,  Emerald  Cities  Bay  Area,  expressed  support  for 
distributed  energy  and  CleanPowerSF. 

•  Mr.  Jed  Holtzman,  350  San  Francisco,  encouraged  the  Commission  to  read 
the  Enernex  report  and  expressed  support  for  CleanPowerSF. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party,  Our  City,  and  San  Francisco 
Clean  Energy  Alliance,  addressed  potential  jobs  associated  with 
CleanPowerSF  and  commented  on  the  Enernex  report. 

•  Ms.  Eihway  Su,  Sierra  Club,  expressed  support  for  CleanPowerSF  and 
encouraged  Commission  support. 

•  Mr.  Al  Weinrub,  Local  Clean  Energy  Alliance,  expressed  agreement  with 
previous  speakers'  comments  on  Climate  Change.  He  expressed  thoughts  on 
jobs  associated  with  CleanPowerSF  and  asked  for  Commission  support. 

•  Ms.  Jess  Dervin-Ackerman,  Sierra  Club,  expressed  pleasure  with  the 
Enernex  report  and  asked  that  the  Commission  move  forward  with 
CleanPowerSF.  She  noted  other  jurisdictions  actions  with  similar  programs. 

•  Mr.  Jason  Fried,  Executive  Officer,  LAFCo,  discussed  the  Enernex  report  and 
the  jobs  numbers  presented.  He  requested  potential  dates  for  the  joint 
meeting  be  presented  as  soon  as  possible. 

Mr.  Fried  responded  to  a  question  from  Vice  President  Vietor  on  the  Local  Hire 
Ordinance.  GM  Kelly  offered  additional  comments  on  the  jobs  numbers  and 
indicated  that  the  presentation  was  intended  to  provide  an  update  on  the 
Enernex  draft  report  with  a  fuller  discussion  planned  for  the  joint  meeting. 

Commissioner  Moran  requested  that  the  materials  presented  to  the  Commission 
and  to  LAFCo  represent  appropriate  staff  work,  and  that  questions  and 
responses  are  clearly  stated.  Mr.  Fried  provided  additional  comments  on 
presentation  of  the  report. 

•  Ms.  Tiffany  Qwen,  Sierra  Club,  stated  that  other  CCA  programs  need  to  be 
reviewed.  She  discussed  Climate  Change. 

8.  Annual  Financial  Audit  Reports 

a.  KPMG  Presentation 

b.  2013  -  2014  Audited  Financial  Report:  Water  Enterprise 


SFPUC  Minutes 
December  9,  2014 


Page  4 


c.  2013  -  2014  Audited  Financial  Report:  Wastewater  Enterprise 

d.  2013  -  2014  Audited  Financial  Report:  Hetch  Hetchv  Water  and  Power 

Ms.  Frances  Lee,  Deputy  CFO,  introduced  the  item  and  Ms.  Nancy  Rose, 
Partner,  KPMG. 

Ms.  Rose  discussed  the  audit  results  for  the  Water,  Wastewater,  and  Hetch 
Hetchy  Water  and  Power  Enterprises.  She  briefly  discussed  the  responsibility  of 
the  auditors  under  Generally  Accepted  Auditing  Standards  and  Government 
Auditing  Standards;  the  reports  that  were  issued;  significant  accounting  policies; 
audit  approach  changes;  financial  highlights  for  each  Enterprise;  management 
judgments  and  accounting  estimates;  and  audit  adjustment.  She  stated  that  they 
found  no  disagreements  or  difficulties  with  management;  there  were  no 
consultations  with  other  accountants;  no  major  issues  discussed  with 
management  prior  to  retention;  and  no  material  written  communications. 

Commissioner  Moran  thanked  the  auditors  and  staff  for  their  work. 

Public  Comments 

•    Mr.  Eric  Brooks,  San  Francisco  Green  Party,  Our  City,  and  San  Francisco 
Clean  Energy  Alliance,  complemented  Mr.  Rydstrom  for  his  work  as  CFO  and 
his  work  with  finances  associated  with  CleanPowerSF. 

9.  Sewer  System  Improvement  Program  (SSIP)  Update 

Ms.  Karen  Kubick,  SSIP  Director,  provided  an  SSIP  update.  She  discussed  the 
program-wide  status,  noting  64  projects  in  Phase  I  have  been  initiated;  $11 5M  has 
been  expended;  and  that  4.2  percent  of  the  projects  have  been  completed,  with  that 
number  increasing  once  construction  is  started.  She  offered  program  updates 
including  wet  weather  rates  analysis;  Southeast  Plant  construction  staging;  alternate 
delivery;  and  cost  development  review.  Ms.  Kubick  indicated  that  the  three  largest 
projects  are  in  planning:  Biosolids  Digester  Facility  Project;  Southeast  New 
Headworks  Facility  Project;  and  Central  Bayside  Improvement  Project. 

She  provided  pre-construction  updates  on  the  Green  Infrastructure  Early 
Implementation  Projects,  noting  seven  projects  are  in  planning  and  design.  She 
stated  that  eight  digesters  are  currently  operational,  one  is  in  construction,  and  one 
is  used  for  gas  storage.  She  noted  the  expected  completion  date  for  all  digester 
repairs  is  March  2017. 

She  discussed  Stakeholder  Engagement  with  the  Southeast  Working  Group,  full 
Citizens'  Advisory  Committee,  and  offered  and  a  summary  of  outreach  efforts  for 
September  through  November. 

Ms.  Kubick  responded  to  a  question  from  President  Caen  regarding  the  digester 
timeline. 
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Public  Comments 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party,  Our  City,  and  San  Francisco  Clean 
Energy  Advocates,  suggested  bringing  part  of  the  new  facility  on-line  while 
closing  parts  of  the  existing  facility. 

10.  Citizens'  Advisory  Committee  (CAC)  Update 

Ms.  Wendy  Aragon,  CAC  Chair,  provided  a  review  of  the  CAC's  activities  during 
2014.  She  stated  that  16  out  of  17  seats  are  filled.  She  indicated  the  CAC  has 
passed  three  resolutions  this  year  and  requested  that  the  Commission  act  on  those 
resolutions.  She  noted  that  in  2014  the  CAC  met  10  times,  with  the  subcommittees 
meeting  regularly.  On  behalf  of  the  CAC,  she  thanked  Todd  for  his  service. 

Vice  President  Vietor  thanked  Ms.  Aragon  and  the  CAC  for  their  service.  She 
requested  that  at  the  next  meeting  a  summary  of  the  CAC  resolutions  be  presented. 

President  Caen  thanked  Ms.  Aragon  and  the  CAC  for  their  service. 

Public  Comments 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party,  Our  City,  and  San  Francisco  Clean 
Energy  Advocates,  thanked  the  CAC  for  their  work.  He  discussed  their 
resolutions  on  CleanPowerSF  and  groundwater. 

Vice  President  Vietor  left  the  meeting  at  3: 15  PM. 

1 1 .  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  provided  an  update  on  BAWSCA's  Long-term 
Reliable  Water  Supply  Strategy,  noting  water  demands  were  updated  as  a  part  of  the 
project.  She  indicated  the  report  will  be  finalized  in  January  and  it  will  include 
updated  normal  and  dry  year  water  demands  through  2040.  She  will  provide  an 
update  when  the  report  is  finalized. 

Ms.  Sandkulla  discussed  concerns  with  the  condition  of  Mountain  Tunnel.  She 
suggested  four  strategies  that  the  SFPUC  should  follow.  She  provided  a  written 
summary  of  her  statement. 

Commissioner  Moran  and  President  Caen  thanked  Ms.  Sandkulla  for  her  comments. 

Public  Comments 
None. 

The  Commission  Secretary  read  the  Consent  items.  Commissioner  Moran  requested 
that  Item  12c  be  removed  from  the  calendar. 

12.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-108,  Sprinqsnail  Research 
Project,  with  Dr.  Robert  Hershler  of  the  Smithsonian  Institution,  to  incorporate 
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data  from  additional  sprinqsnail  collecting  in  California;  Authorize  the  General 
Manager  to  execute  this  amendment,  extending  the  agreement  duration  by  nine 
months,  for  a  total  agreement  duration  of  two  years  and  nine  months.  (Resolution 
14-0187) 

b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-271 ,  Ocean  Beach  Master  Plan 
Phase  2  Coastal  Management  Agreement,  Planning,  Design,  Engineering  and 
Outreach  Services  with  San  Francisco  Planning  and  Urban  Research,  to  continue 
providing  planning,  design,  engineering  and  outreach  services;  Authorize  the 
General  Manager  to  execute  this  amendment,  increasing  the  agreement  by 

$1 17,705,  for  a  total  not-to-exceed  agreement  amount  of  $867.705,  and  with  a 
time  extension  of  four  months,  for  a  total  not-to-exceed  agreement  duration  of  two 
years  and  10  months.  (Resolution  14-0188) 

c)  Approve  the  selection  of  URS  Corporation  and  award  Agreement  No.  CS-396, 
Engineering  Services  Pilarcitos  Dam  and  Reservoir  Improvements  Project  to 
provide  specialized  dam  engineering  and  geotechnical  services  during  all  project 
phases  for  proposed  seismic  upgrades  at  Pilarcitos  Dam  and  Reservoir;  Authorize 
the  General  Manager  to  negotiate  and  execute  a  professional  services  agreement 
with  URS  Corporation  for  an  amount  not  to  exceed  $3,000,000,  and  with  a 
duration  of  seven  years.  (Resolution  14-0195) 

d)  Approve  the  plans  and  specifications  and  award  Contract  No.  WD-2506,  8-Inch 
Ductile  Iron  Pipe  Main  Installation  on  Clement  Street  from  Arguello  Boulevard  to 
14th  Avenue;  and  Arguello  Boulevard  from  Lake  Street  to  Geary  Boulevard,  in  the 
amount  of  $3,057,191,  to  the  lowest.  Qualified,  responsible  and  responsive  bidder, 
M  Sguared  Construction.  (Resolution  14-0189) 

e)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-490,  Oceanside  Water  Pollution  Control  Plant  (OSP)  Digesters'  Class  A 
Conversion  and  Facility  Improvements,  with  Shimmick  Construction  Company 
Inc.,  in  the  amount  of  $837,066  and  an  increase  in  the  contract  duration  of  230 
days  (approximately  eight  months);  Authorize  the  General  Manager,  or  his 
designee,  to  approve  future  modifications  to  the  contract  to  increase  the  contract 
amount  up  to  a  maximum  of  $17,747,366  and  a  total  contract  duration  of  1020 
consecutive  calendar  days  (approximately  two  years  and  10  months),  if 
appropriate.  (Resolution  14-0190) 

f)  Accept  work  performed  by  Cal  State  Constructors,  Inc.  for  Contract  No.  WW-542, 
Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades,  for  a  total 
contract  amount  of  $4,962,993,  and  with  a  total  contract  duration  of  735 
consecutive  calendar  days  (approximately  two  years);  and  authorize  final  payment 
to  the  Contractor.  (Resolution  14-0191) 

g)  Accept  work  performed  bv  D'Arcv  &  Hartv  Construction  for  Contract  No.  WW- 
554,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation;  Approve 


SFPUC  Minutes 
December  9,  2014 


Page  7 


Modification  No.  2  (Final),  decreasing  the  contract  by  $233,366  to  account  for 
actual  costs  of  labor  and  materials  required  to  complete  the  contract  sewer  and 
street  paving  work  under  bid  item  allowances,  for  a  total  contract  amount  of 
$2,730,61 1 ,  and  with  a  time  extension  of  50  consecutive  calendar  days,  for  a 
total  contract  duration  of  387  consecutive  calendar  days  (one  year  and  one 
month);  and  authorize  final  payment  to  the  contractor.  (Resolution  14-0192) 

h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-601 ,  As- 
Needed  Spot  Sewer  Replacement,  for  a  total  not-to-exceed  amount  of 
$6,883,165,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 
Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an  as-needed 
basis,  at  locations  to  be  determined  throughout  San  Francisco.  The  proposed 
action  is  the  Approval  Action  as  defined  in  the  San  Francisco  Administrative 
Code,  Chapter  31.  (Resolution  14-0193) 

i)  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  of  San 
Francisco  a  First  Amendment  to  the  October  1 ,  2012  Memorandum  of 
Understanding  with  the  City  of  Daly  City,  extending  the  term  by  24  months  (two 
years),  for  a  total  duration  of  60  months  (five  years).  The  term  extension  will 
allow  the  SFPUC  to  continue  to  partially  fund  consultants  hired  by  Daly  City  to 
complete  pre-proiect  planning,  design  and  environmental  review  work  for  the 
Vista  Grande  Drainage  Basin  Improvement  Project.  (Resolution  14-0194) 

On  Motion:  Items  12a  and  12b,  and  12d  through  12i: 
Ayes:  Caen,  Courtney,  and  Moran 

Commissioner  Moran  asked  why  there  was  only  one  bidder  on  item  12c  and 
questioned  the  nature  of  the  work.  Ms.  Susan  Yee,  Infrastructure,  provided 
details  on  the  contract.  Mr.  Alaric  Degrafinried,  Infrastructure,  provided  additional 
information  on  the  work  and  the  bid  process. 

Commissioner  Moran  requested  that  staff  do  as  much  as  possible  to  secure  a 
competitive  environment  for  personal  services  and  construction  contract  bids. 
GM  Kelly  offered  additional  comments  on  the  process. 

On  Motion  Item  12c: 

Ayes:  Caen,  Courtney,  and  Moran 

Public  Comments 
None. 

The  Commission  recessed  at  3:30  PM  and  reconvened  at  3:46  PM. 

13.  Authorize  the  General  Manager  to  negotiate  and  execute  an  agreement  for  an 
amount  not-to-exceed  $18.500,000  with  one  of  five  pre-oualified  contractors,  for 
Agreement  No.  DB-121R.  Moccasin  Powerhouse  Generators  Rewind  Project,  a 
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Design-Build  Agreement  for  rehabilitation  of  the  rotor  and  stator  in  Generators  No.  1 
and  No.  2  at  the  Moccasin  Powerhouse,  as  permitted  under  San  Francisco 
Administrative  Code  Section  6.23(C)(1).  (Resolution  14-0196) 

On  Motion: 

Ayes:  Caen,  Courtney,  and  Moran 

Public  Comments 
None. 

14.  Authorize  the  General  Manager  to  establish  a  revenue  bond  debt  program  for  the 
Power  Enterprise  and  issue  the  Power  Enterprise's  inaugural  revenue  bonds  to  fund 
a  not-to-exceed  principal  amount  of  $48,000,000,  inclusive  of  financing  costs,  for 
projects  included  in  the  Capital  Improvement  Plan,  subject  to  approval  from  the 
Board  of  Supervisors;  Authorize  the  General  Manager  to  sell  in  one  or  more  series 
of  bonds,  on  either  a  competitive  or  negotiated  basis;  Delegate  the  General  Manager 
authorization  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest  cost)  bank 
or  underwriter(s);  Authorize  the  General  Manager  to  submit  ordinances  to  the 
Board  of  Supervisors  (1)  authorizing  the  establishment  of  a  new  Power  Bond 
program;  and  (2)  authorizing  issuance  of  not-to-exceed  $48,000,000  aggregate 
principal  amount  of  new  money  Power  Revenue  Bonds.  This  is  an  Approval  Action 
pursuant  to  Administrative  Code  Chapter  31 ,  (Resolution  14-0197) 

Mr.  Charles  Perl,  Acting  CFO  and  AGM  Business  Services,  introduced  the  item  and 
discussed  the  need  for  the  Revenue  Bond  Program.  He  indicated  the  first  sale, 
estimated  at  $45M,  will  occur  in  early  2015  and  will  fund  critical  upcountry 
hydropower  facility  projects  and  financing  costs.  He  stated  a  commercial  paper 
program  is  being  developed  for  interim  financing  of  FY16  projects.  He  discussed  the 
"Green  Bond"  issuance,  which  is  a  new  credit  market  designation  identifying 
investment  opportunity  in  environmentally  beneficial  projects.  He  discussed  the 
Master  Trust  Indenture,  the  Preliminary  Official  Statement,  and  Reserve  Funds.  He 
touched  on  the  flow  of  funds  and  prioritization  and  future  policy  impacts.  He  briefly 
reviewed  the  documents  before  the  Commission  and  discussed  next  steps  and 
future  actions.  Mr.  Perl  recognized  and  thanked  staff  and  consultants  who  were 
instrumental  in  preparing  the  bond  documents. 

President  Caen  thanked  everyone  for  their  work. 

Commissioner  Moran  asked  Mr.  Perl  for  his  thoughts  on  the  projected  market 
reaction  and  any  on-going  obligations,  to  which  Mr.  Perl  provided  response.  He 
responded  to  a  follow-up  question  regarding  certification.  Brief  discussion  ensued. 

On  Motion: 

Ayes:  Caen,  Courtney,  and  Moran 
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Public  Comments 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  expressed  concerns  with  the  Official  Statement. 
President  Caen  stated  that  item  15  and  16  were  removed  from  the  calendar. 

15.  Approve  revised  Real  Estate  Guidelines  (2014  Guidelines)  to  set  forth  San 
Francisco  Public  Utilities  Commission  policies  and  real  estate  practices,  and 
delegate  authority  to  the  General  Manager  and  staff  to  enter  into  certain  leases, 
licenses  and  real  estate  related  memorandum  of  understanding. 

16.  Approve  the  Interim  San  Francisco  Public  Utilities  Commission  Water  Pipeline  Rioht- 
of-Wav  Use  Policy  for  San  Mateo,  Santa  Clara  and  Alameda  Counties,  as  an 
amendment  to  the  Real  Estate  Guidelines;  Approve  the  amendment  to  Real  Estate 
Guidelines  to  include  the  Interim  Right-of-Wav  Use  Policy;  and  approve  the  Right-of- 
Wav  Integrated  Vegetation  Management  Policy  amendment. 

17.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
month-to-month  revocable  license  to  Modesto  Irrigation  District  to  use  approximately 
135  linear  feet  of  SFPUC  Parcel  656  at  McHenrv  Avenue  in  Modesto,  California  for 
the  installation  (via  subsurface  boring),  operation,  maintenance  and  repair  of  a  new 
six-inch  underground  conduit  beneath  SFPUC's  water  transmission  pipelines 
together  with  a  12,000  volt  electrical  distribution  circuit  within  the  conduit,  for  no  use 
fee.  The  proposed  action  is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31 .  (Resolution  14-0198) 

On  Motion: 

Ayes:  Caen,  Courtney,  and  Moran 

Public  Comments 
None. 

18.  Authorize  the  General  Manager  to  negotiate  and  execute  an  extension  of  the 
Amended  and  Restated  Lease  between  the  SFPUC  and  the  Pacific  Rod  and  Gun 
Club  for  up  to  90  additional  days,  for  property  located  at  Lake  Merced.  520  John 
Muir  Drive,  San  Francisco.  (Resolution  14-0199) 

On  Motion: 

Ayes:  Caen,  Courtney,  and  Moran 

Public  Comments 
None. 

19.  Public  Comments  on  Matters  to  be  discussed  in  Closed  Session. 
None. 
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20.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion: 

Ayes:  Caen,  Courtney,  and  Moran 
The  Commission  entered  Closed  Session  at  4:11  PM. 

21 .  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8(a)  (2). 

Properties: 

2000  Marin  Street  and  639  Bryant  Street,  San  Francisco 
Persons  Negotiating: 

SFPUC:  Michael  Carlin,  Rosanna  Russell,  and  John  Updike 
Tishman  Speyer:  Carl  Shannon  and  David  Balducci 
Under  Negotiation: 

Price  Terms  of  Payment  Both  XX 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
(Resolution  14-0202) 

Existing  Unlitigated  Claim 

City  and  County  of  San  Francisco  v.  Precision  Engineering,  Inc.,  and  its  Carriers 
Date  of  Incident:  February  27,  2013 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
(Resolution  14-0200) 

Existing  Unlitigated  Claim 
Lai  Yuet  Eng 

City  Attorney  Unlitigated  Claim  No.:  15-00916 
Date  of  Incident:  October  3,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
(Resolution  14-0201) 

Existing  Unlitigated  Claim 
Anson  Ha 

City  Attorney  Unlitigated  Claim  No.:  15-00964 
Date  of  Incident:  October  3,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 
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City  Attorney  File  No.:  0000657/Date  Filed:  March  6,  2013:  Served  June  6,  2013 


26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.:  0000657/Date  Filed:  June  6,  2013 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10  (a) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  exited  Closed  Session  at  4:30  PM. 

29.  Announcement  following  Closed  Session. 

President  Caen  announced  that  settlements  were  reached  on  items  22,  23,  and  24, 
and  no  other  action  was  taken. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  Not  to  Disclose: 

Ayes:  Caen,  Courtney,  and  Moran 

31.  Other  new  business. 
None. 

President  Caen  adjourned  the  meeting  at  4:31  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0187 


WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  this  Commission  awarded  Agreement 
No.  CS-108,  Springsnail  Research  Project,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a  professional  services  agreement, 
in  the  amount  of  $18,000  with  a  term  of  two  years,  with  Dr.  Robert  Hershler  of  the  Smithsonian 
Institution;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  in  order  to  incorporate  data  from 
additional  springsnail  collecting  in  California  next  year,  extending  the  agreement  duration  by 
nine  months,  for  a  total  agreement  duration  of  two  years  and  nine  months;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Local  Business  Enterprise  subcontracting  goals  have  been  waived;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Natural  Resources 
Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise,  Natural  Resources  Operating  Budget-funded  Agreement  No.  CS-108,  Springsnail 
Research  Project,  with  the  Smithsonian  Institution  in  order  to  incorporate  data  from  additional 
springsnail  collecting  in  California  next  year,  and  authorizes  the  General  Manager  of  SFPUC  to 
execute  this  amendment,  extending  the  agreement  duration  up  to  nine  months,  for  a  total 
agreement  duration  of  two  years  and  nine  months. 

7  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 


(JlonvuK-  [A/dtnL^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0188 


WHEREAS,  On  July  14,  2012  pursuant  to  Resolution  No.  12-0125,  this  Commission 
awarded  Agreement  No.  CS-271,  Ocean  Beach  Master  Plan  Phase  2  Coastal  Management 
Agreement,  Planning,  Design,  Engineering  and  Outreach  Services,  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 
professional  services  agreement  with  San  Francisco  Planning  and  Urban  Research  (SPUR),  in 
the  amount  of  $750,000,  and  with  a  term  of  two  years;  and 

WHEREAS,  Amendment  No.  1  was  issued  to  ensure  the  continued  development  and 
implementation  of  the  Ocean  Beach  Master  Plan  Coastal  Management  Agreement,  extending  the 
agreement  duration  by  six  months;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  provide  consulting  services  for 
additional  components  that  are  needed  to  address  the  immediate  erosion  concerns  at  Ocean 
Beach  and  to  finalize  all  work  outlined  in  the  Ocean  Beach  Master  Plan  Coastal  Management 
Agreement,  increasing  the  agreement  not-to-exceed  amount  by  $1 17,705  and  extending  the 
duration  by  four  months;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8(A)  of  the  San  Francisco  Administrative  Code, 
the  San  Francisco  Contract  Monitoring  Division  has  waived  the  Local  Business  Enterprise 
(LBE)  subcontracting  goals  for  this  project;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Wastewater  Enterprise 
FY14/15  Capital  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Wastewater 
Enterprise-funded  Agreement  No.  CS-271,  Ocean  Beach  Master  Plan  Phase  2  Coastal 
Management  Agreement,  Planning,  Design,  Engineering  and  Outreach,  with  SPUR  to  provide 
consulting  services  for  additional  components  that  are  needed  to  address  the  immediate  erosion 
concerns  at  Ocean  Beach  and  to  finalize  all  work  outlined  in  the  Ocean  Beach  Master  Plan 
Coastal  Management  Agreement,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute 
this  amendment,  increasing  the  agreement  up  to  $117,705,  for  a  total  not-to-exceed  agreement 
amount  of  $867,705,  and  with  a  time  extension  up  to  four  months,  for  a  total  not-to-exceed 
agreement  duration  of  two  years  and  ten  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0189 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded 
Contract  No.  WD-2506,  8-Inch  Ductile  Iron  Pipe  Main  Installation  on  Clement  Street  from 
Arguello  Boulevard  to  14th  Avenue;  Arguello  Boulevard  from  Lake  Street  to  Geary  Boulevard, 
was  advertised  on  April  30,  2014;  and 

WHEREAS,  The  baseline  budget  amount  is  $2,800,000  and  the  Engineer's  Estimate  is 
$2,800,000  for  this  construction  contract  work  to  install  approximately  9,000  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  345  consecutive  calendar  days;  and 

WHEREAS,  On  October  28,  2014,  the  Planning  Department  determined  that  Project  No. 
CUW280PR24,  8-Inch  Ductile  Iron  Pipe  Main  Installation  on  Clement  Street  from  Arguello 
Boulevard  to  14th  Avenue;  Arguello  Boulevard  from  Lake  Street  to  Geary  Boulevard,  is  exempt 
as  a  Class  2  Categorical  Exemption  under  the  California  Environmental  Quality  Act  (CEQA) 
Guidelines  Section  15302;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  October  16,  2014;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  13%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  goal  of  13.33%  with  its  bid  submittal;  and;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR24,  8-Inch  Ductile  Iron 
Pipe  Main  Installation  on  Clement  Street  from  Arguello  Boulevard  to  14th  Avenue;  Arguello 
Boulevard  from  Lake  Street  to  Geary  Boulevard;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program-funded  Contract  No. 
WD-2506,  8-Inch  Ductile  Iron  Pipe  Main  Installation  on  Clement  Street  from  Arguello 
Boulevard  to  14th  Avenue;  Arguello  Boulevard  from  Lake  Street  to  Geary  Boulevard,  in  the 
amount  of  $3,057,191,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared 
Construction. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0190 


WHEREAS,  On  July  24,  2014,  per  Resolution  No.  12-0131,  this  Commission  approved 
the  award  of  Wastewater  Enterprise,  Capital  Improvement  Program  (ClP)-funded  Contract  No. 
WW-490,  Oceanside  Water  Pollution  Control  Plant  620  Digesters  Sequencing  Batch  Reactor 
(SBR)  Temperature  Phased  Anaerobic  Digestion  (TPAD)  Conversion  and  Facility 
Improvements,  to  Shimmick  Construction  Company  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  August  30, 
2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $15,373,000  and  the  original  contract 
duration  was  720  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(H)(1)  and  6.22(H)(2)  of  the  Administrative  Code  require  that 
any  cumulative  increase  in  price  or  duration  in  excess  of  10%  of  the  original  contract  price  be 
approved  by  the  Commission;  and 

WHEREAS,  The  project  encountered  performance  of  unanticipated  modifications  to  the 
critical  electrical  system,  mechanical  and  instrumentation  system  to  expand  plant  control  system 
to  accommodate  new  SBR  TPAD  Class  A  biosolids  process  control;  unforeseen  interior  and 
exterior  corrosion  extensive  design  and  repair  work  inclusive  of  for  all  digesters  per  American 
Petroleum  Industries  (API)  codes;  unanticipated  modifications  to  new  boilers  and  associated 
system  to  comply  with  the  Bay  Area  Air  Quality  Management  District  current  regulations,  which 
is  necessary  to  complete  the  intended  contract  work  for  reliability  and  upgrades  of  facility;  and 

WHEREAS,  Modification  Nos.  1-6  were  issued  for  $1,533,442  for  emergency  flare 
repairs,  upgrades  of  mechanical  and  electrical  system,  repairs  of  corroded  structural  supports  and 
their  coating  work  and  make  repairs  to  unforeseen  corrosion  work  of  digesters  in  compliance 
with  API  regulations,  increasing  the  total  contract  amount  to  $16,906,442  and  extending  the 
contract  duration  by  70  consecutive  calendar  days;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $837,066  and 
an  increase  in  the  contract  duration  by  230  consecutive  calendar  days  is  being  requested,  subject 
to  the  General  Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  14%  Local  Business 
Enterprise  participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC39,  OSP  620  Digesters 
SBR  TPAD  Conversion  and  Facility  Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  for  the  WWE,  CIP-funded  Contract  No.  WW-490,  Oceanside  Water  Pollution 
Control  Plant  620  Digesters  SBR  TP  AD  Conversion  and  Facility  Improvements,  in  the  amount 
of  $837,066  for  a  total  cost  contingency  amount  of  $2,374,366,  and  with  a  time  extension  of  230 
consecutive  calendar  days  for  a  total  contract  duration  of  1020  consecutive  calendar  days;  and  be 
it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  not  to  exceed  $17,747,366. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0191 


WHEREAS,  Construction  has  been  completed  for  Capital  Improvement  Program  (CIP)- 
funded  Contract  No.  WW-542,  Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility 
Upgrades,  by  the  contractor,  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  On  August  28,  2012,  by  Resolution  No.  12-0155,  this  Commission  awarded 
Contract  No.  WW-542,  Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades, 
in  the  amount  of  $4,547,000,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Cal  State 
Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  15, 
2012,  with  an  original  schedule  of  510  consecutive  calendar  days  and  the  contract  work  was 
completed  in  735  consecutive  calendar  days  on  October  20,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,547,000  and  the  original  contract 
duration  was  510  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-5  were  issued  for  $415,993  for  mechanical  and 
electrical  modifications,  increasing  the  contract  amount  to  $4,962,993,  and  with  a  time  extension 
of  225  consecutive  calendar  days  (Resolution  No.  14-0098  dated  June  24,  2014)  to  allow  the 
Contractor  to  obtain  replacement  parts  and  perform  necessary  corrective  work  to  screw  press  unit 
#1,  increasing  the  contract  duration  to  735  consecutive  calendar  days. 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  determined  that  the 
contractor  has  made  a  good  faith  effort  to  comply  with  its  Local  Business  Enterprise  (LBE) 
subcontracting  goal  of  18.95%  by  achieving  a  final  LBE  participation  of  18.46%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC39,  Oceanside  Plant  Solid 
Handling  and  Coating  Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Cal  State 
Constructors,  Inc.  for  ClP-funded  Contract  No.  WW-542,  Oceanside  Water  Pollution  Control 
Plant  Dewatering  Facility  Upgrades,  for  a  total  contract  amount  of  $4,962,993,  and  with  a  total 
contract  duration  of  735  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0192 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program  (CIP)  and  Renewal  and  Replacement  (R&R)  Program-funded 
Contract  No.  WW-554,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  by  the 
contractor,  D' Arcy  &  Harty  Construction;  and 

WHEREAS,  On  November  13,  2012,  by  Resolution  No.  12-0202,  this  Commission 
awarded  Contract  No.  WW-554,  Various  Locations  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $2,618,653,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  D'Arcy  &  Harty  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  14, 
2013,  with  an  original  schedule  of  182  consecutive  calendar  days  and  the  contract  work  was 
completed  in  387  consecutive  calendar  days  on  February  4,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,618,653  and  the  original  contract 
duration  was  182  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $345,324  to  perform  additional  sewer 
and  paving  work  along  an  additional  block  (19th  Street  between  Church  and  Sanchez  Streets)  for 
which  DPW  requested  curb-to-curb  paving;  the  sewer  was  inspected  on  that  block  and  was 
determined  to  also  be  in  need  of  replacement,  increasing  the  contract  amount  to  $2,963,977  and 
increased  the  contract  duration  by  155  consecutive  calendar  days  for  a  total  contract  duration  of 
337  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  ($233,366),  consisting  of 
($171,669)  to  account  for  actual  costs  of  labor  and  materials  required  to  complete  the  contract 
sewer  work  under  bid  item  allowances  and  ($57,196)  (requested  by  and  fully  funded  by  DPW)  to 
account  for  actual  costs  of  labor  required  to  complete  the  contract  street  paving  work  under  bid 
item  allowances,  and  will  decrease  the  contract  amount  to  $2,730,611,  extending  the  contract 
duration  by  50  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  has 
made  a  good  faith  effort  to  substantially  comply  with  its  Local  Business  Enterprise  (LBE) 
subcontracting  goal  of  30.17%  by  achieving  a  final  LBE  participation  of  29.69%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CENMSCIC69,  Various 
Locations  Sewer  Replacement,  PUC  Project  No.  CWWRNRCS43,  Various  Locations  Sewer 
Replacement,  and  DPW  Project  No.  CPWTRNSR,  Various  Locations  Pavement  Renovation; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  CIP  and 
R&R  Program- funded  Contract  No.  WW-554,  Various  Locations  Sewer  Replacement  and 
Pavement  Renovation,  approves  Modification  No.  2  (Final),  decreasing  the  contract  by 
$233,366,  for  a  total  contract  amount  of  $2,730,611  and  with  a  time  extension  of  50  consecutive 
calendar  days  for  a  total  contract  duration  of  387  consecutive  calendar  days;  and  authorizes  final 
payment  to  the  contractor. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 

Secretary,  Public  Utilities  Commission 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
awards  WWE,  R&R  Program- funded  Contract  No.  WW-601,  As-Needed  Spot  Sewer 
Replacement,  for  a  total  contract  amount  not-to-exceed  $6,883,165,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  J.  Flores  Construction,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  14-0193 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program- funded  Contract  No.  WW-601,  As-Needed  Spot  Sewer  Replacement  was  advertised  on 
September  19,  2014;  and 

WHEREAS,  The  Engineer's  Estimate  is  $7,947,900  for  this  construction  contract  work  to 
replace  localized  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  By  memorandum  dated  November  30,  2013  the  San  Francisco  Planning 
Department  Environmental  Review  Officer  determined  that  approval  of  as-needed  contracts  or 
other  funding  mechanisms  for  the  repair  or  replacement  of  linear  assets  do  not  fall  within  the 
definition  of  a  "project"  under  California  Environmental  Quality  Act  Guidelines  Section 
15378(b)(4)  related  to  the  creation  of  government  funding  mechanisms  which  do  not  involve  any 
commitment  to  any  specific  project  which  may  result  in  a  potentially  significant  impact  on  the 
environment.  Implementation  of  specific  projects  under  the  proposed  as-needed  contract  less 
than  one  mile  in  length  would  be  statutorily  exempt  from  environmental  review  under  Public 
Resources  Code  Section  21080.21;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  September  19,  2014; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  J.  Flores  Construction,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  7%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  10.17%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCSB7,  As-Needed  Spot 
Sewer  Replacement;  now,  therefore,  be  it 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0194 


WHEREAS,  The  City  and  County  of  San  Francisco,  acting  through  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  and  the  City  of  Daly  City  as  the  lead  agency,  entered  into 
a  Memorandum  of  Understanding  dated  October  1,  2012  under  authority  of  SFPUC  Resolution 
No.  12-0128  for  purposes  of  studying  the  environmental  impacts  of  the  proposed  Vista  Grande 
Drainage  Basin  Improvement  Project  (Project)  to  alleviate  flooding  in  the  Vista  Grande  Basin 
within  the  SFPUC's  Lake  Merced  Tract,  and  also  allow  augmentation  and  management  of  Lake 
Merced  water  levels  using  sustainable  supplies  of  stormwater;  and 

WHEREAS,  The  parties  desire  to  extend  the  term  of  the  agreement  by  an  additional  36 
months  due  to  delays  in  the  schedule  for  completion  of  Project  environmental  review,  for  a  total 
term  of  60  months  through  October  1,  2017;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  SFPUC  on 
behalf  of  the  City  of  San  Francisco  to  execute  the  First  Amendment  to  the  October  1,  2012 
Memorandum  of  Understanding  with  the  City  of  Daly  City  to  extend  the  term  of  the  MOU  by  an 
additional  36  months  for  a  total  duration  of  60  months. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  14-0195 


WHEREAS,  The  earthfill  Pilarcitos  Dam  and  Reservoir,  originally  built  in  1862  and 
located  on  the  San  Francisco  Peninsula  in  San  Mateo  County,  are  owned  and  operated  the  San 
Francisco  Public  Utilities  Commission  (SFPUC);  and 

WHEREAS,  The  Pilarcitos  Dam,  Pilarcitos  Outlet  Tower,  and  related  Pilarcitos 
Reservoir  facilities  are  in  need  of  further  geotechnical  and  seismic  evaluation  as  requested  by  the 
California  Division  of  Safety  of  Dams;  and 

WHEREAS,  Proposed  seismic  upgrades  of  Pilarcitos  Dam  and  Pilarcitos  Reservoir 
facilities  will  improve  the  performance  of  this  reservoir  during  a  major  seismic  event;  and 

WHEREAS,  The  SFPUC  requires  specialized  dam  engineering,  hydraulic/hydrologic 
engineering,  and  geotechnical  services  for  planning,  design,  environmental  review,  bid  and 
award,  and  construction  project  phases  for  potential  seismic  upgrades  of  Pilarcitos  Dam  and 
Reservoir;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  engineering  consulting 
firm  to  provide  specialized  dam  engineering,  hydraulic/hydrologic,  and  geotechnical  services  to 
supplement  SFPUC  staff  during  the  Project;  and 

WHEREAS,  The  estimated  cost  of  services  is  not  to  exceed  $3,000,000;  and 

WHEREAS,  The  Request  for  Proposals  (RFP)  was  advertised  on  September  19,  2014; 

and 

WHEREAS,  Services  under  the  agreement  are  anticipated  to  begin  in  January  2015  and 
end  in  January  2022,  for  a  duration  not  to  exceed  seven  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  sole 
proposal  received  resulted  in  the  determination  of  URS  Corporation  as  a  qualified  consulting 
firm;  and 

WHEREAS,  A  CMD  Local  Business  Enterprise  (LBE)  subconsulting  goal  of  12%  was 
established  for  this  project  and  URS  Corporation  has  committed  to  16.3%  LBE  participation; 
and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  re-advertising  and  re-selecting 
consultants  at  the  discretion  of  the  SFPUC;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  Commission  award;  failure  of  the  bidder 
to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole  discretion, 
result  in  re-advertising  and  re-selecting  consultants  at  the  discretion  of  the  City,  and 


WHEREAS,  Funds  for  this  agreement  will  be  available  through  Project  Number 
CUW274-0102  Pilarcitos  Dam  and  Reservoir  Improvements  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  URS  Corporation; 
awards  Water  Enterprise,  Water  Revenue-funded  Agreement  No.  CS-396,  Engineering  Services 
Pilarcitos  Dam  and  Reservoir  Improvements  Project,  to  provide  specialized  dam  engineering  and 
geotechnical  services  during  all  project  phases  for  proposed  Pilarcitos  Dam  and  Reservoir 
seismic  upgrades;  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  a 
professional  service  agreement  with  URS  Corporation  for  an  amount  not  to  exceed  $3,000,000, 
and  with  a  duration  of  seven  years,  or,  in  the  event  that  negotiations  are  unsuccessful  or  City 
requirements  are  unsatisfied,  to  re-advertise  the  professional  services  agreement  and  re-select  a 
consultant. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0196 


WHEREAS,  Hetchy  System  Improvement  Program  (HSIP)-funded  Agreement  No.  DB- 
12 1R,  Moccasin  Powerhouse  Generators  Rewind  was  advertised  on  March,  1,  2013;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  firm  to  provide 
specialized  design  build  services  to  supplement  San  Francisco  Public  Utilities  Commission 
(SFPUC)  staff;  and 

WHEREAS,  The  cost  of  the  Design  Build  Agreement  (DBA)  shall  not  exceed 
$18,500,000  over  the  life  of  the  project;  and 

WHEREAS,  The  estimated  contract  duration  is  1,306  consecutive  calendar  days  from 
Notice-To-Proceed  to  completion;  and 

WHEREAS,  The  Project  is  exempt  under  the  California  Environmental  Quality  Act 
Guidelines  Section  15301,  Class  1.  Subsection  (b)  for  "Existing  facilities  of  both  investor  and 
publicly-owned  utilities  used  to  provide  electric  power,  natural  gas,  sewerage  or  other  public 
utility";  and 

WHEREAS,  Two  (2)  proposals  were  received  and  opened  publicly  on  August  20,  2013; 

and 

WHEREAS,  SFPUC  staff  review  of  the  bids  for  qualifications,  responsibility, 
responsiveness  resulted  in  the  establishment  of  no  responsible  and  responsive  bidder;  and 

WHEREAS,  Pursuant  to  San  Francisco  Administrative  Code,  Chapter  6.23(C)(1), 
SFPUC  staff  conducted  an  analysis  in  consultation  with  the  City  Attorney's  Office  (CAO)  to 
determine  whether  modifying,  re-advertising,  and  re-bidding  the  contract  would  likely  yield 
responsive  and  responsible  bids;  and 

WHEREAS,  The  SFPUC  staff  and  the  CAO  determined  that  the  bidding  pool  would 
likely  not  benefit  from  re-advertising  and  re-bidding;  and 

WHEREAS,  The  SFPUC  and  Contract  Monitoring  Division  are  in  the  process  of  re- 
evaluating whether  there  will  be  a  Local  Business  Enterprise  (LBE)  subgoal  for  this  project.  If  a 
subgoal  is  agreed  upon,  the  contractor  will  be  required  to  comply  with  the  LBE  subgoal;  and 

WHEREAS,  Partial  funds  for  this  contract  will  be  available  at  the  time  of  award  from 
Project  No.  CUH976-05  -  Generators  and  Project  No.  CUH101  -  Moccasin  Generator  Rewind. 
The  remainder  of  the  funds  will  be  made  available  in  future  funding  phases  to  complete  the 
project  financing.  This  project  is  part  of  the  Hetch  Hetchy  Enterprise  FY  2015-2024  Ten- Year 
Capital  Improvement  Program  budget;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  negotiate 
and  execute  a  Design  Build  Agreement  for  an  amount  not-to-exceed  $18,500,000  with  any  pre- 
qualified  design-builder,  for  Hetch  Hetchy  Water  and  Power's  Hetchy  System  Improvement 
Program-funded  Agreement  No.  121R,  Moccasin  Power  Generators  Rewind  Project,  consistent 
with  the  requirements  of  Section  6.61(G)  of  the  San  Francisco  Administrative  Code. 

J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014, 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  14-0197 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San 
Francisco  (the  "City")  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of 
the  City  (the  '-Charter"),  which  among  other  things,  authorized  Public  Utilities 
Commission  ("the  Commission")  to  issue  revenue  bonds,  including  notes,  commercial 
paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved  by  a  two- 
thirds  vote  of  the  Board  of  Supervisors,  for  the  purpose  of  reconstructing,  replacing, 
expanding,  repairing  or  improving  water  facilities  or  clean  water  facilities,  or 
combinations  of  water  and  clean  water  facilities  under  the  jurisdiction  of  the 
Commission;  and 

WHEREAS,  Section  9.107(6)  of  the  Charter  ("Charter")  of  the  City  and  County 
of  San  Francisco  (the  "City")  authorizes  the  issuance  of  revenue  bonds,  without  voter 
approval,  when  authorized  by  resolution  approved  by  a  three-fourths  affirmative  vote  of 
the  Board  of  Supervisors  of  the  City  (the  "Board"),  for  the  purpose  of  the  reconstruction 
or  replacement  of  existing  water  facilities  and  electric  power  facilities,  or  combinations 
thereof,  under  the  jurisdiction  of  the  Public  Utilities  Commission  of  the  City  and  County 
of  San  Francisco  (the  "Commission");  and 

WHEREAS,  Charter  Section  9.107(8)  authorizes  the  issuance  of  revenue  bonds, 
without  voter  approval,  upon  an  affirmative  vote  of  the  Board,  for  the  purpose  of  the 
acquisition,  construction,  installation,  equipping,  improvement  or  rehabilitation  of 
equipment  or  facilities  for  renewable  energy  and  energy  conservation;  and 

WHEREAS,  The  Commission  has  determined  to  issue  one  or  more  series  of 
revenue  bonds  under  the  authority  of  Charter  Sections  9.107(6)  and  9.107(8)  to  finance 
various  capital  projects  consisting  of  reconstruction  or  replacement  of  existing  water 
facilities  or  electric  power  facilities  and  the  acquisition,  construction,  installation, 
equipping,  improvement  or  rehabilitation  of  equipment  or  facilities  for  renewable  energy 
and  energy  conservation  (collectively,  the  "Capital  Improvement  Projects")  in  an 
aggregate  principal  amount  not  to  exceed  $48,000,000  (the  "Bonds")  pursuant  to  a  Trust 
Indenture  (the  "Trust  Indenture"),  and  a  First  Supplemental  Trust  Indenture,  each  by  and 
between  the  Commission  and  a  trustee  to  be  selected  by  the  General  Manager  pursuant  to 
a  competitive  procurement  process  and  in  accordance  with  City's  policies  and  procedures 
relating  thereto  (the  "Trustee")  (the  "First  Supplement,"  and  together  with  the  Trust 
Indenture,  the  "Indenture");  and 

WHEREAS,  Such  Bonds  will  be  sold  in  a  negotiated  sale  pursuant  to  a  Bond 
Purchase  Contract  (the  "Bond  Purchase  Contract");  and 

WHEREAS,  A  preliminary  official  statement  has  been  prepared  for  the  Bonds 
(the  "Preliminary  Official  Statement")  (the  "Official  Statement")  be  used  in  connection 
with  the  offering  and  sale  of  the  Bonds  of  each  series  from  time  to  time;  and 


WHEREAS,  A  continuing  disclosure  certificate  (the  "Continuing  Disclosure 
Certificate")  will  be  executed  and  delivered  with  respect  to  the  Bonds  in  order  to  assist 
the  underwriters  thereof  in  complying  with  Securities  and  Exchange  Commission  Rule 
15c2-12  ("Rule  15c2-12");  and 

WHEREAS,  The  Commission  has  examined  the  proposed  forms  of  the  Trust 
Indenture,  the  First  Supplement,  the  Bond  Purchase  Contract,  the  Preliminary  Official 
Statement  and  the  Continuing  Disclosure  Certificate;  and 

WHEREAS,  On  November  26,  2014,  the  Environmental  Review  Officer 
determined  that  seven  feasibility  and  planning  studies  to  be  funded  by  the  2015  Power 
Enterprise  Bond  Sale  are  statutorily  exempt  under  the  California  Environmental  Quality 
Act  (CEQA)  Guidelines  Section  15262  (Feasibility  and  Planning  Studies),  including 
DPowerhouse  Holm  Unit  2  Improvements;  2.)  Oil  Containment  Upgrade  at  Holm  & 
Kirkwood  Powerhouses;  3.)Moccasin  Generator  Step  Up  (GSU)  Transformers  &  Oil 
Containment;  4.)Kirkwood  Powerhouse  Refurbishment  &  Two  Turbin  Shutoff  Valves 
(TSOV)  Replacement;  5.)  Moccasin  Switchyard  Upgrade;  6.)Regulatory  Compliance  for 
Transmission  Lines-;  Repair  and  replacement  of  equipment  and  facilities  at  various 
locations;  and  7.)Switchyard/Substations  Rehabilitation  (Warnerville  sw  ph  1);  and 

WHEREAS,  The  ERO  concurred  with  the  determination  that  the  following  three 
projects  are  categorical  exemptions  under  CEQA  ,  and  construction  of  these  projects  is 
proposed  to  be  funded  by  this  Bond  Sale:  Moccasin  Generator  Rewind  on  November  4, 
2014;  Transmission  Lines/Distribution  System  Moccasin  to  Warnerville  (Don  Pedro 
Crossing);  on  November  24,  2014;  and  Powerhouse  SCADA  Upgrade;  on  November  24 
2014; and 

WHEREAS,  Subject  to  the  further  approval  of  the  Board,  the  Commission  is  duly 
empowered,  pursuant  to  each  and  every  requirement  of  law,  to  authorize  the  foregoing 
transactions,  to  issue  the  Bonds  and  to  authorize  the  execution  and  delivery  of  the  Trust 
Indenture,  the  First  Supplement,  the  Bond  Purchase  Contract,  the  Preliminary  Official 
Statement,  the  Continuing  Disclosure  Certificate  and  related  documents  for  the  purposes, 
in  the  manner  and  upon  the  terms  provided  herein;  and 

WHEREAS,  Subject  to  Commission  adoption  of  this  resolution,  the  General 
Manager  is  authorized  and  directed  to  request  the  Board  to  adopt  an  Ordinance  approving 
the  documents  herein  mentioned  related  to  the  Bonds  and  authorizing  the  preparation  and 
distribution  by  the  Commission  of  a  Preliminary  Official  Statement  and  an  Official 
Statement  relating  to  the  Bonds  and  an  Ordinance  approving  procedures  and  broader 
authorization  for  the  issue  and  sale  of  power  revenue  bonds  by  the  Commission;  and 

WHEREAS,  The  voters  of  the  City  approved  Proposition  P  in  November  2002,  to 
which  this  resolution  and  the  Bonds  are  subject,  constituting  Section  5A.30  et  seq.'  of 
Chapter  V  of  the  San  Francisco  Administrative  Code  (the  '-Proposition  P  Requirements"), 
including  the  requirement  that,  to  the  extent  permitted  by  law,  one-twentieth  of  one 
percent  (0.05%)  of  the  gross  proceeds  of  the  Bonds  shall  be  deposited  in  a  fund 
established  by  the  Office  of  the  Controller  of  the  City  (the  "Controller's  Office")  and 


appropriated  by  the  Board  at  the  direction  of  the  Public  Utilities  Revenue  Bond  Oversight 
Committee  to  cover  the  costs  of  said  committee;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  I.  Issuance  of  the  Bonds.  The  issuance  of  the  Bonds,  in  one  or  more 
series  and  on  one  or  more  dates,  in  an  aggregate  principal  amount  not  to  exceed 
$48,000,000,  pursuant  to  Charter  Sections  9.107(6)  and  9.107(8),  is  hereby  authorized 
and  approved  by  the  Commission,  subject  to  Board  approval,  and  subject  to  the 
limitations  and  conditions  provided  herein.  The  Bonds  shall  be  issued  for  the  purpose  of 
providing  funds  to:  (a)  finance  the  Capital  Improvement  Projects  in  such  amounts  as  shall 
be  determined  by  the  General  Manager;  (b)  fund  a  debt  service  reserve  account  for  the 
Bonds;  (c)  pay  capitalized  interest  on  the  Bonds;  and  (d)  pay  the  costs  of  issuance  of  the 
Bonds. 

The  Bonds  shall  be  issued  in  accordance  with  this  resolution,  the  Indenture  and 
the  Charter.  The  General  Manager  is  hereby  authorized  and  directed  to  determine  the 
aggregate  principal  amount  of  Bonds  to  be  issued  from  time  to  time  (subject  to  the 
maximum  amount  and  further  limitations  and  conditions  set  forth  herein)  and  to 
determine  the  various  titles  and  series  designations  of  the  Bonds. 

Section  2.  Sale  of  the  Bonds.  The  sale  of  the  Bonds  by  negotiated  sale,  in  one  or 
more  series  and  on  one  or  more  dates,  is  hereby  authorized  and  approved  by  the 
Commission,  subject  to  Board  approval  pursuant  to  the  Charter  and  subject  to  the 
limitations  and  conditions  provided  herein.  The  Commission  hereby  finds  and 
determines,  based  on  advice  from  the  General  Manager  and  his  consultation  with  Public 
Financial  Management,  Inc.  and  Kitahata  &  Company,  the  financial  advisors  to  the 
Commission  with  respect  to  the  Bonds  (together,  the  "Financial  Advisors"),  that  (i)  the 
sale  of  the  Bonds  through  a  negotiated  process  is  likely  to  enhance  the  ability  of  the 
Commission  to  timely  sell  the  Bonds  or  to  achieve  a  lower  overall  cost  to  the 
Commission,  or  both,  and  (ii)  the  requirements  of  Section  VIII  of  the  Commission's  Debt 
Management  Policies  and  Procedures  have  been  satisfied.  The  stated  interest  rate  or  rates 
on  the  Bonds  shall  not  exceed  twelve  percent  (12%)  per  annum;  the  final  maturity  of  any 
Bonds  shall  not  be  later  than  forty  (40)  years  after  the  issue  date  thereof;  and  any  such 
Bonds  shall  not  be  issued  and  delivered  after  December  31,  2019. 

Section  3.  Trust  Indenture,  First  Supplement  and  Bonds.  The  proposed  forms  of 
the  Trust  Indenture  and  the  First  Supplement  and  of  the  Bonds  submitted  to  this 
Commission,  and  the  terms  and  conditions  thereof,  are  hereby  approved.  The  President 
or  General  Manager  of  the  Commission  or  their  designees  are  authorized  and  directed  to 
execute  and  deliver,  and  the  Secretary  of  the  Commission  is  authorized  to  attest  to,  the 
Trust  Indenture,  the  First  Supplement  and  the  Bonds  in  the  forms  presented  at  this 
meeting  and  on  file  with  the  Secretary  of  the  Commission,  with  such  changes  and 
additions  thereto  as  they  may  approve  upon  consultation  with  the  Financial  Advisors  and 
the  City  Attorney,  such  approval  to  be  conclusively  evidenced  by  their  execution  and 
delivery  thereof.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  the  forms 


of  the  Trust  Indenture  and  the  First  Supplemental  (which  includes  the  proposed  form  of 
the  Bonds)  with  the  minutes  of  this  meeting.  Subject  to  the  further  limitations  hereof,  the 
principal  amount,  date,  maturity  date  or  dates,  maximum  interest  rate  or  rates,  series 
designation,  interest  payment  dates,  forms,  registration  privileges,  place  or  places  of 
payment,  terms  of  redemption,  insurance  provisions  and  other  terms  of  the  Bonds  shall  be 
as  provided  in  the  Indenture. 

Section  4.  Negotiated  Sale:  Bond  Purchase  Contract.  The  General  Manager  is 
hereby  authorized  to  select  and  appoint  one  or  more  underwriters  (each,  an  "Underwriter" 
and,  collectively,  the  "Underwriters")  from  the  Commission's  or  the  City's  pool  of  pre- 
qualified  underwriters  subject  to  a  competitive  procurement  process  and  in  accordance 
with  the  City's  policies  and  procedures  with  respect  thereto,  subject  to  the  limits  on 
underwriter  compensation  set  forth  below.  The  General  Manager  is  hereby  authorized 
and  directed,  for  and  on  behalf  of  and  in  the  name  of  the  Commission,  to  sell  at  one  or 
more  negotiated  sales,  Bonds  in  such  aggregate  principal  amount  as  the  General  Manager 
may  determine,  subject  to  the  further  limitations  and  conditions  hereof.  The  General 
Manager  is  hereby  authorized  to  enter  into  a  Bond  Purchase  Contract  with  one  or  more  of 
the  Underwriters,  individually  or  collectively  as  the  General  Manager  deems  appropriate, 
substantially  in  the  form  presented  at  this  meeting  and  on  file  with  the  Secretary  of  the 
Commission,  with  such  changes  and  additions  as  the  General  Manager  may  approve  upon 
consultation  with  the  City  Attorney,  such  approval  to  be  evidenced  conclusively  by  the 
execution  and  delivery  of  such  Bond  Purchase  Contract;  provided,  however,  that  the  total 
compensation  to  the  Underwriters )  shall  not  exceed  0.50%  of  the  par  value  of  the  Bonds. 

Section  5.  Approval  of  the  Preliminary  Official  Statement.  The  Preliminary 
Official  Statement,  in  substantially  the  form  submitted  to  the  Commission,  is  hereby 
approved.  The  General  Manager  of  the  Commission  is  hereby  authorized  to  certify  from 
time  to  time,  for  and  on  behalf  of  the  Commission,  that  the  Preliminary  Official 
Statement,  with  such  changes,  additions  and  supplements  as  he  may  deem  necessary  or 
appropriate  in  the  interest  of  the  Commission,  in  consultation  with  the  City  Attorney,  is 
deemed  final  as  of  its  date,  within  the  meaning  of  Securities  and  Exchange  Commission 
Rule  15c2-12  (except  for  the  omission  of  certain  final  pricing,  rating  and  related 
information  as  permitted  by  Rule  15c2-12).  The  Preliminary  Official  Statement  is  hereby 
authorized  to  be  used  from  time  to  time  in  connection  with  the  marketing  of  the  Bonds. 
In  connection  with  the  sale  of  all  or  a  portion  of  the  Bonds,  the  General  Manager  is 
hereby  authorized  and  directed,  for  and  on  behalf  of  the  Commission,  to  execute  an 
Official  Statement  for  any  such  Bonds  in  substantially  the  form  of  the  Preliminary 
Official  Statement,  and  to  cause  the  delivery  of  such  Official  Statement  to  the 
underwriters  of  such  Bonds. 

Section  6.  Continuing  Disclosure  Certificate.  The  proposed  form  of  Continuing 
Disclosure  Certificate  for  the  Bonds  submitted  to  this  Commission  and  on  file  with  the 
Secretary  of  the  Commission  is  hereby  approved.  The  General  Manager  is  hereby 
authorized  and  directed  to  execute  the  Continuing  Disclosure  Certificate  for  the  Bonds 
from  time  to  time,  substantially  in  the  form  submitted  to  this  Commission,  with  such 
additions,  changes  and  corrections  thereto  as  the  General  Manager  shall  approve  with  the 


advice  of  the  City  Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution 
and  delivery  of  such  Continuing  Disclosure  Certificate.  The  Secretary  of  the 
Commission  is  directed  to  file  a  copy  of  said  form  of  Continuing  Disclosure  Certificate 
with  the  minutes  of  this  meeting. 

Section  7.  Submittal  to  Board  for  Approval.  The  General  Manager,  for,  in  the 
name  of  and  on  behalf  of  the  Commission,  is  hereby  authorized  and  directed  to  seek 
authorization  and  approval  from  the  Board  with  respect  to  the  issuance  and  sale  of  the 
Bonds  and  the  execution  and  delivery  of  the  Trust  Indenture,  the  First  Supplement,  the 
Bond  Purchase  Contract,  the  Continuing  Disclosure  Certificate  and  the  Preliminary 
Official  Statement,  as  may  be  required  by  the  Charter. 

Section  8.  Proposition  P.  Pursuant  to  the  Proposition  P  Requirements,  to  the 
extent  permitted  by  law,  one-twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of 
the  Bonds  shall  be  deposited  in  a  fund  established  by  the  Controller's  Office  and 
appropriated  by  the  Board  at  the  direction  of  the  Public  Utilities  Revenue  Bond  Oversight 
Committee  to  cover  the  costs  of  said  committee. 

CEQA  Findings.  The  San  Francisco  Planning  Department  Environmental  Review 
Officer  (ERO)  on  November  26,  2014,  determined  that  seven  feasibility  and  planning 
studies  to  be  funded  by  the  proceeds  of  the  bonds  are  statutorily  exempt  under  the 
California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15262  (Feasibility 
and  Planning  Studies),  including  l.)Powerhouse  Holm  Unit  2  Improvements;  2.)  Oil 
Containment  Upgrade  at  Holm  &  Kirkwood  Powerhouses;  3.)Moccasin  Generator  Step 
Up  (GSU)  Transformers  &  Oil  Containment;  4.)Kirkwood  Powerhouse  Refurbishment  & 
Two  Turbin  Shutoff  Valves  (TSOV)  Replacement;  5.)  Moccasin  Switchyard  Upgrade; 
6.)Regulatory  Compliance  for  Transmission  Lines-;  Repair  and  replacement  of 
equipment  and  facilities  at  various  locations;  and  7.)Switchyard/Substations 
Rehabilitation  (Warnerville  sw  ph  I).  The  ERO  also  concurred  with  the  determination 
that  the  following  three  projects  are  categorical  exemptions  under  CEQA,  and 
construction  of  these  projects  is  proposed  to  be  funded  by  the  proceeds  of  the  bonds: 
Moccasin  Generator  Rewind  on  November  4,  2014;  Transmission  Lines/Distribution 
System  Moccasin  to  Warnerville  (Don  Pedro  Crossing)  on  November  24,  2014;  and 
Powerhouse  SCADA  Upgrade;  on  November  24,  2014.  The  Commission  reserves  to  its 
discretion  the  right  to  add,  change  or  modify  the  proposed  projects  to  be  funded  by  bond 
proceeds  as  it  deems  to  be  necessary  and  advisable,  subject  to  the  limitations  and 
conditions  set  forth  in  the  Indenture,  Bond  Purchase  Contract  and  Charter  Sections 
9.107(6)  and  9.107(8),  in  compliance  with  CEQA,  and  in  consultation  with  the  City 
Attorney  and  Bond  Counsel. 

Section  9.  General  Authority.  The  General  Manager,  the  Deputy  General 
Manager  and  Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer,  of  the  Commission  are  hereby  authorized  and 
directed,  each  acting  alone,  for,  in  the  name  and  on  behalf  of  this  Commission,  to  execute 
and  deliver  any  and  all  documents,  certificates  and  agreements,  including  but  not  limited 
to  documents  or  agreements  for  municipal  bond  insurance  for  all  or  a  portion  of  the 


Bonds  or  for  one  or  more  debt  service  reserve  surety  bonds  or  insurance  policies  for  the 
Bonds  if  determined  by  the  General  Manager,  in  consultation  with  the  City  Attorney  and 
the  Financial  Advisors,  to  be  beneficial  to  the  Commission  and  to  do  any  and  all  things 
and  take  any  and  all  actions  which  may  be  necessary  or  advisable,  in  their  discretion,  to 
accomplish  the  intents  and  purposes  of  this  resolution,  including  the  issuance  and  sale  of 
the  Bonds,  the  financing  of  the  Capital  Improvement  Projects,  and  the  other  actions 
which  the  Commission  has  approved  in  this  resolution.  The  General  Manager  is  hereby 
authorized  to  delegate  any  of  the  responsibilities  or  duties  set  forth  in  this  resolution  to 
the  Deputy  General  Manager  and  Chief  Operating  Officer  or  to  the  Assistant  General 
Manager,  Business  Services  and  Chief  Financial  Officer,  of  the  Commission.  The  other 
officers  of  the  Commission  are  hereby  authorized  to  delegate  any  of  the  actions  on  their 
behalf  set  forth  herein  to  another  officer  or  employee  of  the  Commission. 

Section  10.  Ratification.  All  actions  heretofore  taken  by  the  officers,  employees 
and  agents  of  the  Commission  with  respect  to  the  authorization,  sale  and  issuance  of  the 
Bonds,  prior  to  the  date  hereof  and  in  accordance  with  the  provisions  hereof,  are  hereby 
ratified,  approved  and  confirmed. 


Section  11.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its 
adoption. 


PASSED  AND  ADOPTED  on  December  9,  2014,  by  the  followin 
AYES:  4  (Four) 


NOES:  0  (Zero) 
ABSENT:  0  (Zero) 


of  the  City  and  County  of  San  Francisco 

[Seal] 


Attest: 


Secretary  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 

APPROVED  AS  TO  FORM: 
DENNIS  J.  HERRERA,  City  Attorney 


By: 


Mark  D.  Blake 
Deputy  City  Attorney 


CERTIFICATE  OF  SECRETARY 


I,  Donna  Hood,  Secretary  of  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  hereby  certify  that  the  foregoing  is  a  full,  true  and  correct  copy  of 
Resolution  No.:  14-0197  duly  adopted  at  the  regular  meeting  of  the  Public  Utilities 
Commission,  duly  and  regularly  held  on  December  9,  2014,  of  which  meeting  all  of  the 
members  of  said  Commission  had  due  notice. 

I  further  certify  that  at  least  72  hours  prior  to  such  meeting  I  caused  to  be  delivered  to  the 
Documents  Department  of  the  San  Francisco  Public  Library  two  copies  of  the  agenda  for 
such  meeting  to  be  posted  immediately  upon  receipt  by  such  Department  at  the  place 
designated  by  the  City  Librarian  for  the  posting  of  agenda  in  the  central  public  library, 
which  place  is  accessible  to  the  public  in  accordance  with  Section  8.16  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  and  that  a  brief  description 
of  such  resolution  appeared  as  an  item  on  such  agenda. 

I  further  certify  that  I  have  carefully  compared  the  foregoing  copy  with  the  original 
minutes  of  said  meeting  on  file  and  of  record  in  my  office;  that  said  copy  is  a  full,  true 
and  correct  copy  of  the  original  resolution  adopted  at  said  meeting  and  entered  in  said 
minutes;  and  that  said  resolution  has  not  been  amended,  modified  or  rescinded  in  any 
manner  since  the  date  of  its  adoption,  and  the  same  is  now  in  full  force  and  effect. 

IN  WITNESS  WHEREOF,  I  have  executed  this  certificate  and  affixed  the  seal  of  the 
Public  Utilities  Commission  of  the  City  and  County  of  San  Francisco  thereto  this  9th  day 
of  December,  2014. 


Donna  Hood 

Secretary  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 

[SEAL] 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0198 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
representing  a  portion  of  SFPUC  Parcel  656  at  McHenry  Avenue  in  Modesto,  California 
(Premises);  and 

WHEREAS,  SFPUC  and  Modesto  Irrigation  District  (MID)  are  parties  to  an  existing 
permit  dated  June  11,  1974,  for  an  aerial  electrical  transmission  crossing  (Existing  Facilities)  of 
SFPUC  Parcel  656  adjacent  to  McHenry  Avenue  in  Modesto,  California;  and 

WHEREAS,  The  City  of  Modesto  and  the  California  Department  of  Transportation 
intend  to  widen  McHenry  Avenue,  requiring  MID  to  relocate  the  Existing  Facilities  to  a  new 
location  underground;  and 

WHEREAS,  MID  desires  to  obtain  a  license  for  the  installation  (via  subsurface  boring), 
operation,  maintenance  and  repair  of  a  new  six-inch  underground  conduit  beneath  SFPUC  s 
water  transmission  pipelines  together  with  a  12,000  volt  electrical  distribution  circuit  within  the 
conduit  (New  Facilities)  that  will  replace  MID's  existing  aerial  electrical  transmission  line(s); 
and 

WHEREAS,  SFPUC  and  MID  staff  have  negotiated  proposed  terms  and  conditions  of  a 
Revocable  License  (License),  to  allow  MID  to  use  the  Premises  for  the  installation  (via 
subsurface  boring),  operation,  maintenance  and  repair  of  the  New  Facilities,  terminable  by  either 
party  on  180  days'  notice  (or  less  notice  if  required  in  an  emergency);  and 

WHEREAS,  For  decades  MID  and  SFPUC  have  cooperated  with  one  another  on  matters 
related  to  their  water  utility  missions,  including  generally  accommodating  each  other's  projects 
by  allowing  utility  crossings  of  their  respective  rights  of  way  on  a  rent-free  basis,  and  SFPUC 
would  benefit  in  the  future  from  continuing  this  practice  of  mutual  accommodation;  and 

WHEREAS,  The  Planning  Department  determined  that  the  proposed  action  is  categorically 
exempt  under  CEQA  Section  15302,  Class  2  (Replacement  or  Reconstruction);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  issuing  the  License  with  only 
a  required  processing  fee  and  no  use  fee  will  benefit  the  SFPUC  by  continuing  the  practice  of 
mutual  accommodation  of  SFPUC  and  MID  projects  through  rent-free  utility  crossings  of  the 
agencies'  respective  rights  of  way;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  the  License,  including  without 
limitation  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  9,  2014. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  14-0199 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  an  approximately  81 1.13-acre 
parcel  in  San  Francisco  commonly  known  as  the  Lake  Merced  Tract  ("Tract"),  purchased  in 
1930  as  part  of  the  acquisition  of  the  Spring  Valley  Water  Company,  and  under  the  jurisdiction 
of  the  San  Francisco  Public  Utilities  Commission  ("SFPUC");  and 

WHEREAS,  On  May  8,  2012,  by  Resolution  No.  12-0077,  the  SFPUC  authorized  the 
General  Manager  of  the  SFPUC  to  assume  management  and  administration  of  the  Pacific  Rod 
and  Gun  Club  ("Club")  lease,  a  month-to-month  lease  agreement  effective  January  1,  1934 
("1934  Lease"),  with  respect  to  approximately  4  acres  of  the  Tract  located  at  520  John  Muir 
Drive  for  purposes  of  skeet  shooting  and  fly  casting.  Over  the  course  of  the  term  of  the  1934 
Lease,  the  leased  premises  occupied  and  used  by  Club  has  increased  to  approximately  10  acres  of 
the  Tract  ("Premises")  previously  managed  by  the  Recreation  and  Park  Department;  and 

WHEREAS,  After  efforts  to  negotiate  amended  lease  provisions  that  were  consistent 
with  SFPUC  approved  forms  of  agreement  failed,  the  City  filed  an  action  in  unlawful  detainer  in 
the  San  Francisco  Superior  Court,  on  September  28,  2012,  seeking  eviction  of  the  Club  from  the 
Premises  (the  "Action")  under  the  1934  Lease;  and 

WHEREAS,  The  SFPUC  and  Club  entered  into  a  Settlement  Agreement  of  that  Action, 
permitting  the  Club's  continued  occupancy  of  the  Premises  on  a  month  to  month  basis,  in  an 
amendment  and  restatement  of  the  1934  Lease  (an  "Amended  Lease"),  and  the  Club  agreed  that 
its  continued  occupancy  of  the  Premises  would  be  governed  solely  in  accordance  with  the  terms 
of  the  Settlement  Agreement  and  the  Amended  Lease.  The  Settlement  Agreement  and  Amended 
Lease  was  approved  by  this  Commission  on  October  23,  2012  (Resolution  12-0197),  and  by  the 
Board  of  Supervisors  on  December  11,  2012  (Ordinance  249-12);  and 

WHEREAS,  The  Amended  Lease,  Section  4.1,  provides  in  part,  "[t]he  term  ("Term")  of 
this  Lease  shall  commence  on  the  Effective  Date,  and  continue  on  a  month-to-month  basis 
thereafter  until  either  Party  elects  to  terminate  this  Lease  by  giving  the  other  Party  at  least  ninety 
(90)  days  prior  written  notice  ("Termination  Notice")  unless  sooner  terminated  pursuant  to  the 
terms  of  this  Lease  (the  "Expiration  Date");  provided  that  in  no  event  shall  the  Term  extend 
beyond  the  date  occurring  two  (2)  years  after  the  Effective  Date,  unless  authorized  by  Resolution 
of  the  SFPUC.  ...";and 

WHEREAS,  The  Club  desires  to  extend  the  Expiration  Date  of  the  Amended  Lease 
beyond  the  current  limit  of  two  (2)  years  after  the  Effective  Date,  which  was  on  or  about  January 
8,  2013;  and 

WHEREAS,  The  General  Manager  seeks  authority  to  negotiate  a  short  extension  of  the 
Amended  Lease  term,  subject  to  the  Settlement  Agreement  and  other  provisions  of  the  Amended 


Lease,  including,  but  not  limited  to,  the  right  of  either  Party  to  elect  to  terminate  the  Amended 
Lease  by  giving  the  other  Party  at  least  ninety  (90)  days  prior  written  notice;  and 

WHEREAS,  The  Amended  Lease  provides  that  Commission  authorization  is  required  to 
extend  the  Term  beyond  January  8,  2015;  now,  therefore,  be  it 

RESOLVED,  This  Commission  authorizes  the  General  Manager  of  the  SFPUC  to 
negotiate  and  execute  an  agreement  amending  Section  4  of  the  Amended  Lease,  to  permit  the 
Term  of  the  Amended  Lease  to  be  extended  beyond  two  (2)  years  from  the  Effective  Date  by  up 
to  ninety  (90)  additional  days,  as  approved  as  to  form  by  the  City  Attorney,  and  subject  to  the 
Settlement  Agreement  and  other  provisions  of  the  Amended  Lease. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  9,  2014. 


Secretary,  Public  Utilities  Commission 


